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JANUARY  16,  1979 


2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 

San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 


January  16,  1979 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Secretary's  Report  on  Items  Passed  in  Commission 

Executive  Session,  December  27,  1978. 

6.  Calendar  Items 

7.  Director's  Report 

A.  Report  on  Concession  Bids:  Shoeshine,  Locker 

and  Insurance. 

8 . Communications 

A.  Airport  Noise 

B.  Congratulatory  Letter  Regarding  Airport 
Restaurant  Operation. 

9.  Introduction  of  New  Business  by  Commissioners. 

10.  Announcement  of  Special  Meeting  of  Airports  Commission  on 
Tuesday,  January  30,  1979  at  2:30  PM  in  Room  300,  101  Grove 
Street,  San  Francisco,  to  consider  (1)  Central  Terminal 
Modernization  and  Replacement  Program  Schematic  Design  Sub- 
mittal and  (2)  Approval  of  Schematic  Plans,  Contract  No.  1300, 
Boarding  Area  "D". 

11.  Adjournment  of  Public  Meeting  to  go  into  Executive  Session. 

12.  Executive  Session. 


CALENDAR 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Declaration  of  Emergency 

Declaration  of  emergency  - power  cable  failure  at  Airport 
facilities . 


(2 )  Interim  Policy  on  New  Carriers, 

Interim  policy  to  deal  with  new  air  carriers  who  may  request 
permission  to  utilize  the  Airport. 

The  policy  will  hold  the  line  on  increased  operations  until  the 
Joint  Land  Use  Study  has  produced  an  Airport  Operations  Plan. 


( 3)  General  Aviation 

Resolution  urging  Congress  to  amend  the  law  to  permit  local 
airport  authorities,  in  cooperation  with  the  FAA,  to  make 
reasonable  regulations  restricting  certain  types  of  general 
aviation  aircraft  in  their  use  of  large  commercial  airports 


(4)  Proposed  Procedure  for  the  Selection  of  Architects  for  Small 
Projects  and  Recision  of  Award  of  Firehouse  Contract  to 
Wong  and  Brocchini. 

( 5)  Custodial  Contract  for  the  North  Terminal 

Resolution  approving  the  final  terms  and  conditions  of  the 
contract  for  custodial  services  for  the  North  Terminal,  and 
authorizing  the  Director  of  Airports  to  call  for  bids. 


( 6)  FAA  - ADAP  Project  No.  6-06-0221-09, 

Amendment  No.  1 to  Grant  Agreement. 

Resolution  accepting  Amendment  No.  1 to  the  ADAP  Project  No. 
6-06-0221-09  Grant  Agreement  and  authorizing  the  Director 
of  Airports,  acting  on  behalf  of  the  Airports  Commission,  to 
accept  and  execute  said  Amendment. 

This  project  consists  of  the  reconstruction  and  overlay  of 
the  South  End  of  Runway  1R-19L  and  runway  intersections.  The 
Amendment  increases  the  Federal  reimbursement  from  $587,754.00 
to  $2,812,500.00. 


(7)  Bid  Call,  Airport  Contract  No.  1157R, 

Replacement  of  Sewer  Piping,  South  Terminal  Crawl  Space. 

Resolution  approving  the  final  plans  and  specifications  for 
Contract  No.  1157R,  Replacement  of  Sewer  Piping,  South  Terminal 
Crawl  Space  and  authorizing  the  Director  of  Airports  to  adver- 
tise for  bids. 

The  purpose  of  this  contract  is  to  replace  the  broken  sewer 
piping  in  the  unexcavated  area  of  the  South  Terminal  Crawl 
Space. 

Construction  time  is  60  calendar  days.  This  contract  is  not 
part  of  the  Airport  Expansion  Program. 
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(8)  Bid  Call/  Contract  No.  1171R, 

Enclosure  for  Unassigned  Spaces , Boarding  Areas  "H"  & "I" . 


Resolution  approving  the  final  plans  and  specifications  for 
Airport  Contract  No.  1171R,  Enclosure  for  Unassigned  Spaces, 
Boarding  Areas  "H"  & "I". 

The  purpose  of  this  contract  is  to  enclose  unassigned  spaces 
in  Boarding  Areas  "H"  & "I"  with  temporary  walls  constructed 
of  prefabricated  metal  siding  for  safety,  security  and  mainte- 
nance reasons. 

Construction  time  is  60  calendar  days. 

This  contract  is  part  of  the  Expansion  Program. 


( 9)  Award  of  Contract  No.  1191,  $38,425.00 
Exit  Stairway,  North  Terminal,  Gate  68. 

Resolution  awarding  Contract  No.  1191,  Exit  Stairway,  North 
Terminal,  Gate  68,  in  the  total  amount  of  $38,425.00  to 
Hodgson  Construction,  Inc. 

The  work  consists  of  constructing  a fire  exit  stairway  for 
Gate  68  which  was  not  built  with  the  North  Terminal  because 
of  conflict  with  the  existing  cart  road.  The  cart  road  will 
be  relocated  during  demolition  of  Pier  "B"  thus  permitting 
construction  of  the  stair  at  this  time. 

Bids  received  on  December  19,  1978: 

Hodgson  Construction,  Inc. 

Ralph  Larsen  & Son,  Inc. 

JM  Construction 
Beiser  Construction  Company 

Construction  time  is  90  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


$38,425.00 

$40,700.00 

$45,755.00 

$50,400.00 


(10 )  Modification  No.  1 to  Professional  Services  Agreement  for 
Testing  and  Analysis  of  Wastewater  Samples,  Pacific 
Environmental  Laboratory. 

Resolution  approving  Modification  No.  1,  extending  the 
completion  date  from  December  31,  1978  to  April  30,  1979. 
This  extension  of  time  will  permit  staff  to  continue  its  un- 
interrupted reports  to  Regional  Water  Quality  Control  Board 
pending  processing  of  a new  agreement  for  this  work. 
Sufficient  unexpended  funds  are  available  in  the  present 
agreement  to  cover  the  cost  of  the  required  work  during  the 
extended  period. 

This  work  is  not  a part  of  the  Expansion  Program. 
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(11)  Modification  No.  35  (Debit) , Airport  Contract  No.  1000/ 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  IV  - Superstructure  Addition,  $23,595.00. 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Orders  88  thru  91,  and  request- 
ing the  Controller's  certification  of  Modification  No.  35  to 
Airport  Contract  No.  1000,  in  the  total  amount  of  $23,595.00. 

The  Contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

The  work  consists  of  adding  non-rising  pins  at  certain  middle 
door  butts,  changing  the  finish  on  the  core  lobby  entrance 
doors  and  frames,  updating  the  painting  schedule  and  adding  a 
pressure  reducing  assembly  to  the  domestic  water  system  in 
Core  C. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  35  consisting  of 
the  following  Change  Orders : 

No.  88,  $ 1,079.00  (Debit) 

No.  89,  4,175.00  (Debit) 

No.  90,  15,857.00  (Debit) 

No.  91,  2,484.00  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

1,228,894.00 

$51,643,289.00 


23,595.00 

$51,666,884.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(12)  Modification  No.  44  (Debit),  Airport  Contract  No.  1000, 
Garage:  Stage  IV  - Superstructure  Addition,  80,000. 

Resolution  approving  and  requesting  the  Controller's  certi- 
fication of  Debit  Modification  No.  44  to  Airport  Contract  No. 
1000,  in  the  total  debit  amount  of  $80,000.00. 


The  Contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  modification  directs  contractor  to  operate  the  Central 
Heating  and  Cooling  Plant  and  related  appurtenances  for  a 
specified  period  of  time  subsequent  to  the  substantial  com- 
pletion, starting  and  testing  on  each  piece  of  equipment 
and/or  system;  and  provides  primary  insurance  coverage  for 
the  contractor  under  the  City's  boiler  and  chiller  insurance 
policies . 


Original  amount  of  contract 
Previous  Modifications 
Revised  amount  of  contract  to  date 
Modification  No.  44  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

1,783,501.00 

$52,197,896.00 

80,000.00 

$52,277,896.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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(13)  Tenant  Improvement  - Hart  & Johnson , 

North  Terminal  Hotel/Motel  Reserva~tion  Boards,  $30,000. 

Resolution  approving  the  final  plans  and  specifications  sub- 
mitted by  Hart  and  Johnson  Air  Terminal  Advertising  Company 
showing  the  three  hotel/motel  reservation  boards  which  they 
will  install  in  the  North  Terminal  baggage  claim  areas. 

The  work  will  be  done  by  Hart  and  Johnson  at  their  own  and 
sole  expense  and  without  rental  credit.  The  estimated  cost 
is  $30,000.00. 

This  project  is  a tenant  improvement  to  facilities  constructed 
under  the  Airport  Expansion  Programs. 


(14)  Tenant  Improvement:  Air  California,  North  Terminal  Facilities, 

Ticket  Counter,  Passenger  Lounge,  and  Ramp  Facilities, 
$180,000.00. 

Resolution  approving  the  final  plans  and  specifications  sub- 
mitted by  Air  California  showing  their  North  Terminal  ticket 
counter,  boarding  area  passenger  lounge,  and  ramp  facilities. 

The  work  consists  of  constructing,  finishing,  and  furnishing 
their  ticket  counter  in  the  lobby  and  their  passenger  lounge 
in  the  frontal  gateroom,  and  constructing  ramp  facilities, 
including  the  installation  of  passenger  loading  bridges. 

The  work  will  be  done  by  Air  California  at  its  own  and  sole 
expense  and  without  rental  credit.  The  estimated  cost  is 
$180,000.00. 

This  project  is  a tenant  improvement  to  facilities  constructed 
under  the  Airport  Expansion  Program. 
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RUTH  S.  KADISH 

PRESIDENT 

MORRIS  BERNSTEIN 

VICE-PRESIDENT 

WILLIAM  K.  COBLENTZ 
DR.  Z.  L.  GOOSBY 
J.  EDWARD  FLEISHELL 


AIRPORTS  COMMISSION 


CITY  AND  COUNTY  OF^AN  FRANCISCO 
DIANNE  FEINSfEIN.  MAYOR 

SAN  FRANCISCO  INTERNATIONAL  AIRPORT 
SAN  FRANCISCO.  CALIFORNIA  94128 
(415)  761-0800 


January  24,  1979 


NOTICE  OF  AIRPORTS  COMMISSION 
SPECIAL  MEETING 


In  accordance  with  Rule  9 of  the  Rules  of  Order  of 
the  San  Francisco  Airports  Commission,  notice  is  hereby 
given  that  a Special  Meeting  of  the  Airports  Commission 
will  be  held  at  2:30  p.m^'  January  30,  1979  in  Room  300, 

101  Grove  Street  (the  Hea]ff!K  Department  Building)  , San 
Francisco,  California. 

The  Special  Meeting  will  consider  (1)  Approval  of 
Schematic  Plans  for  Contract  No.  1200,  Central  Terminal 
Remodeling;  (2)  Approval  of  Schematic  Plans  for  Contract 
No.  1300,  Boarding  Area  "D";  (3)  Approval  of  Professional 

Service  Agreement,  Scheduling  and  Control  Consultant,  O'Brien- 
Kreitzberg  & Associates,  Inc.;  (4)  Award  of  Airport  Contract 
No.  936,  Industrial  Waste  Treatment  Plant,  $3,693,450.00; 

(5)  Consideration  of  and  Action  Relative  to  Shoeshine  Stand 
Lease  in  North  Terminal  Building;  (6)  Consideration  of  and 
Action  Relative  to  Shoeshine  Stand  Lease  in  Central  Terminal 
Building;  (7)  Consideration  of  and  Action  Relative  to  Shoe- 
shine Lease  in  South  Terminal  Building;  (8)  Consideration 
of  and  Action  Relative  to  Lease  for  Operation  of  Public 
Lockers;  (9)  Consideration  of  and  Action  Relative  to  Lease 
for  Operation  of  Insurance  Services. 


The  public  is  invited  to  attend. 


Eric  Craven 

Secretary,  Airports  Commission 
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Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.  Z.  L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 

San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 


January  30,  1979 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Calendar  Items 

5.  Director's  Report 

A.  Resolution  commending  Jerry  Luce  on  his  transfer 
from  Chief  of  the  San  Francisco  Airport  Tower  to 
Chief  of  Miramar  Naval  Air  Station. 

6.  Adjournment  of  Public  Meeting  to  go  into  Executive  Session. 

7.  Executive  Session. 


CAL 


E N D A R 


THE  FOLLOWING  HATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Approval  of  Schematic  Plans,  Contract  No.  1200 
Central  Terminal  Remodeling. 

Resolution  approving  the  schematic  plans  submitted  by 
Gensler  and  Associates  for  Contract  No.  1200,  Central 
Terminal  Remodeling.  A part  of  the  Airport  Expansion 
Program. 


(2 )  Approval  of  Schematic  Plans,  Contract  No.  1300, 
Boarding  Area  "D". 


Resolution  approving  the  schematic  plans  submitted  by 
San  Francisco  Airport  Architects  for  Contract  No.  1300, 
Boarding  Area  "D" . A part  of  the  Airport  Expansion 
Program. 


(3)  Approval  of  Professional  Services  Agreement 

O 1 Brien-Kreitzberg  & Associates,  Inc.,  Scheduling 
and  Control  Consultant. 

Resolution  approving  professional  services  agreement  with 
O' Brien-Kreitzberg  & Associates,  Inc.  to  provide  professional 
services  for  scheduling,  monitoring,  and  reporting  the  con- 
struction activities  under  the  Airport's  Terminal  Construction 
Program.  The  firm  will  also  provide  management  systems 
assistance  as  well  as  furnish  technical  and  professional 
personnel  to  staff  various  temporary  positions  within  the 
Bureau  of  Terminal  Contruction. 


(4 )  Award  of  Contract  No.  936  - $3,693,450.00 
Industrial  Waste  Treatment  Plant. 

Resolution  awarding  Contract  No.  936,  Industrial  Waste 
Treatment  Plant,  in  the  amount  of  $3,693,450.00  (Base 
bid  plus  Alternate  A)  to  Piombo  Corporation. 


The  work  consist  of  constructing  an  industrial  waste 
treatment  plant  adjacent  to  the  existing  sewage  treat- 
ment plant  and  six  pumping  stations  for  the  centralized 
treatment  and  collection  of  industrial  waste  generated 
at  various  locations  on  the  Airport. 


Bids  were  received  on  December  1,  1978: 


BIDDER 


BASE  BID  BASE  BID  PLUS  ALT.  "A" 


Piombo  Corporation 
Homer  J.  Olsen,  Inc. 

Dan  Caputo  Co. 

S & Q Corporation 
Carl  W.  Olsen  & Sons  Co. 


$ 3,193,450.00 

3.588.000. 00 

3.622.000. 00 

3.635.000. 00 
3,787,207.00 


$ 3,693,450.00 

4.006.000. 00 

4.179.000. 00 

4.135.000. 00 
4,249,207.00 


Alternate  A consists  of  the  construction  of  six  pumping 
stations  in  the  collection  system. 

Construction  time  is  460  calendar  days. 


This  work  is  part  of  the  Expansion  Program  and  is  mandated 
by  Cease  and  Desist  Order  No.  77-34  of  the  Regional  Water 
Quality  Control  Board. 
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( 5 )  Consideration  of  and  Ac tion  Relative  to  Shoeshine 
Stand  Lease  in  North  Terminal  Building, 

Bids  for  award  of  this  lease  were  invited  pursuant  to 
previous  Airports  Commission  resolution  and  have  been 
received  and  opened. 


(6 )  Consideration  of  and  Action  Relative  to  Shoeshine 
Stand  Lease  in  Central  Terminal  Building. 

Bids  for  award  of  this  lease  were  invited  pursuant  to 
previous  Airports  Commission  resolution  and  have  been 
received  and  opened. 


(7)  Consideration  of  and  Action  Relative  to  Shoeshine 
Stand  Lease  in  South  Terminal  Building. 

Bids  for  award  of  this  lease  were  invited  pursuant  to 
previous  Airports  Commission  resolution  and  have  been 
received  and  opened. 


(8)  Consideration  of  and  Action  Relative  to  Lease  for 
Operation  of  Public  Lockers. 

Bids  for  award  of  this  lease  were  invited  pursuant  to 
previous  Airports  Commission  resolution  and  have  been 
received  and  opened. 


(9)  Consideration  of  and  Action  Relative  to  Lease  for  Operation 
of  Insurance  Services. 

Bids  for  award  of  this  lease  were  invited  pursuant  to 
previous  Airports  Commission  resolution  and  have  been 
received  and  opened.  The  highest  and  only  bidder, 

Tele-Trip  Company  Inc.,  submitted  a bid  of  $37,500 
per  year  in  accordance  with  the  bid  specification  and 
approval  is  recommended. 
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COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.  Z.L.  GOOSBY 
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RICHARD  R.  HEATH 

Director  of  Airports 

San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

February  6,  1979 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Calendar  Items 

5.  Director's  Reports 
. Adjournment 
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CALENDAR 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Approval  of  Schematic  Plans,  Contract  No.  1010, 

South  Terminal  West  Addition  & West  Modifications 

Resolution  approving  the  schematic  plans  submitted  by  Anshen 
and  Allen  for  Contract  No.  1010,  South  Terminal  West  Addition 
and  West  Modifications.  A part  of  the  Airport  Expansion 
Program. 


(2)  Resolution  Approving  Lease  with  United  Airlines 

This  lease,  for  a 25  year  term  with  a 5 year  possible  extension 
will  encompass  the  space  to  be  occupied  by  United  Air  Lines  in 
the  North  Terminal  and  its  Boarding  Area  F and  Connector.  The 
lease  contains  provision  for  annual  negotiation  on  reasonable 
rental  rates. 


(3)  Permission  of  Singapore  Airlines  to  Expand  Service. 


(4 )  Resolution  Awarding  Six  Concession  Agreements  for  Operation 
of  Automobile  Rental  Service. 

Six  Concession  Agreements  for  automobile  rental  operations 
were  advertised  and  six  bids  received.  The  bid  item  was  the 
present  value  of  the  minimum  annual  guarantee  for  five  years. 
The  bids  received  were: 


(5)  Bid  Call  for  Airport  Contract  No.  1042, 

Repaint  Restricted  Areas  Between  T/S  "A"  and  T/W  "B" . 

Resolution  approving  the  final  plans  and  specifications  and 
authorizing  the  Director  of  Airports  to  call  for  bids  for 
Airport  Contract  No.  1042,  Repaint  Restricted  Areas  Between 
Taxiway  "A"  and  Taxiway  "B". 

The  work  consists  of  repainting  the  restricted  pavement  islands 
between  Taxiways  "A"  and  "B"  in  front  of  the  terminals. 

Construction  time  is  20  days. 

This  work  is  not  part  of  the  Expansion  Program. 


Hertz 

Avis 


Budget 

Dollar 

Trans 


National 


$11,029,297.88 

8.596.366.00 
5,570,241.93 

2.137.850.00 
1,357,381.13 


732,236.00 
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(6 ) Bid  Call,  Airport  Contract  No.  1102, 

Demolition  of  Pier  "B"  - North  Concourse  and  Baggage  Shelters. 

Resolution  approving  the  final  plans  and  specifications  and 
authorizing  the  Director  of  Airports  to  call  for  bids  for 
Airport  Contract  No.  1102,  Demolition  of  Pier  "B",  North  Con- 
course and  Baggage  Shelters. 

The  purpose  of  this  contract  is  to  clear  the  site  for  the 
construction  of  Boarding  Area  "E"  which  is  scheduled  to  take 
place  after  the  move  by  United  into  the  North  Terminal. 

The  work  includes  the  demolition  of  Pier  "B" , upper  and  lower 
levels,  the  demolition  of  the  North  Concourse  between  the 
Central  Terminal  and  Pier  "B",  the  demolition  of  United  Air- 
lines Baggage  Shelters  under  the  North  Concourse  and  in  the 
North  - East  Court;  the  resurfacing  with  asphalt  paving  of  the 
North  - East  Court  with  new  striping  and  lighting;  the  relo- 
cation of  the  existing  trash  compactor;  the  furnishing  and 
installation  of  security  fences,  all  necessary  cuttings  and 
cappings  of  mechanical  and  electrical  pipes  and  conduits  and 
provision  of  all  necessary  closures  and  patching. 

Construction  time  is  60  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(7 ) Bid  Call  for  Airport  Contract  No.  1198, 

Aircraft  Parking  Apron  - North  Terminal  - East  Phase. 

Resolution  approving  the  final  plans  and  specifications  and 
authorizing  the  Director  of  Airports  to  call  for  bids  for 
Airport  Contract  No.  1198,  Aircraft  Parking  Apron  - North 
Terminal  - East  Phase. 

The  work  consists  of  constructing  new  concrete  parking  pave- 
ment for  the  two  easterly  frontal  gates  of  the  North  Terminal 
This  paving  work  was  originally  part  of  Contract  No.  925  and 
was  subsequently  deleted  because  of  unavilability  of  the  work 
site  to  the  Contractor  as  a result  of  construction  phasing  of 
the  North  Terminal. 

Construction  time  is  50  calendar  days. 

This  work  is  part  of  the  Expansion  Program. 

This  work  is  also  part  of  the  Airport  Development  Aid  Program 
(ADAP  No.  8)  for  which  the  FAA  will  reimburse  the  City  up  to 
75%  of  the  cost  of  eligible  work  items. 
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(8 ) Bid  Call,  Airport  Contract  No.  1221-R, 

Newspaper  Vending  Machine  Enclosures,  Boarding  Areas  "H"  & "I". 

Resolution  approving  the  final  plans  and  specifications  and 
authorizing  the  Director  of  Airports  to  call  for  bids  for 
Airport  Contract  No.  1221-R,  Newspaper  Vending  Machine  Enclo- 
sures, Boarding  Areas  "H"  & "I". 

The  purpose  of  this  contract  is  to  furnish  all  labor,  material 
and  equipment  necessary  to  construct  five  (5)  wall  enclosures 
surrounding  the  newspaper  vending  machines  on  three  sides. 

These  enclosures  will  be  located  in  Boarding  Areas  "H"  and  "I". 

Construction  time  is  forty-five  (45)  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(9)  Modification  No.  45  (Debit),  Airport  Contract  No.  1000, 

Ratifying  Action  of  the  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  IV  - Superstructure  Addition,  $12,395.00. 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Orders  103  and  105  thru  110, 
and  requesting  the  Controller's  certification  of  Modification 
No.  45  to  Airport  Contract  No.  1000,  in  the  total  amount  of 
$12,395.00. 


The  Contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

The  work  consists  of  revising  toll  booth  area  ventilation; 
provides  a 120V  emergency  power  panel  in  Switching  Station  TX; 
deletes  FAA  manhole  and  ductbank;  installs  irrigation  piping 
in  fuel  storage  area  - Lot  B;  provides  for  the  addition  of  a 
louvered  access  door  at  each  of  five  pedestrian  cores;  provides 
reinforcing  steel  column  splice  weldings;  and  revises  girder  KK 
reinforcement  and  mechanical  ductwork. 


Original  amount  of  contract 
Previous  Modifications  (Debit) 

Revised  amount  of  contract  to  date 
Modification  No.  45  consisting  of  the 


following  Change  Orders: 


No. 

103, 

$2,245.00 

(Debit) 

No. 

105, 

2,142.00 

(Debit) 

No. 

106, 

2,431.00 

(Credit) 

No. 

107, 

2,971.00 

(Debit) 

No. 

108, 

3,151.00 

(Debit) 

No. 

109, 

1,372.00 

(Debit) 

No. 

110, 

2,945.00 

(Debit) 

Revised  amount  of  contract 


$50,414,395.00 

1,863,501.00 

$52,277,896.00 


12,395.00 

$52,290,291.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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(10)  Modification  No.  46  (Debit) / Airport  Contract  No.  1000, 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  IV  - Superstructure  Addition,  $22,039.00. 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Orders  111  thru  113,  and  re- 
questing the  Controller's  certification  of  Modification  No. 46 
to  Airport  Contract  No.  1000,  in  the  total  amount  of  $22,039.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


The  work  consists  of  adding  protective  curbing  and  islands  to 
upper  roadway  graphic  signs  V-15  and  V-43;  installing  conduit 
and  wiring  for  temperature  control  command  center;  and  resetting 
CO-8  over  current  relay  for  Switchgear  TR  and  TS. 

$50,414,395.00 
1,875,896.00 
$52,290,2^1.09 


22,039.00 
$52,312,330.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


Original  amount  of  contract 
Previous  modifications  (Debit) 

Revised  amount  of  contract  to  date 
Modification  No.  46  consisting  of  the 
following  Change  Orders: 


No. 

111/ 

$13,927.00 

(Debit) 

No. 

112, 

7,145.00 

(Debit) 

No. 

113, 

967.00 

(Debit) 

Revised  amount  of  contract 


(11)  Modification  No.  47  (Debit),  Airport  Contract  Ho.  1000, 

Garage:  Stage  IV  - Superstructure  Addition,  $173,475.00. 


Resolution  approving  and  requesting  the  Controller's  certifi- 
cation of  Debit  Modification  No.  47  to  Airport  Contract  No. 
1000,  in  the  total  debit  amount  of  $173,475.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

The  work  completes  specific  areas  in  Contract  1000  which  are 
essential  to  the  operation  of  the  North  Terminal  Complex 
prior  to  the  terminal's  scheduled  opening  date. 

Original  amount  of  contract  $50,414,395.00 

Previous  modifications  1,897,935.00 

Revised  amount  of  contract  to  date  $52,312,330.00 

Modification  No.  47  (Debit)  173,475.00 

Revised  amount  of  contract  $52,485,805.00 

This  contract  is  part  of  the  7\irport  Expansion  Program. 
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(12)  Modification  No.  1 and  Completion  of  Airport  Contract 
No.  1082 , Overlay , Reconstruction  and  Blast  Apron , 

Painway  "1R-19L"  . Credit  ~of  $99,586.96. 

Resolution  accepting  the  work  under  Airport  Contract  No. 

1082,  Overlay,  Reconstruction  and  Blast  Apron,  Runway  "1R-19L", 
as  satisfactorily  completed;  a-proving  and  requesting  the 
Controller's  certification  of  credit  Modification  No.  1 in  the 
amount  of  $99,586.96;  extending  the  completion  date  from 
October  19,  1978  to  November  29,  1978;  and  approving  final  pay- 
ment in  the  amount  of  $67,873.37  in  favor  of  the  contractor, 

L.M.  Company,  A Joint  Venture,  P.  0.  Box  2465,  South  San  Francisco, 
California  94080. 


Original  amount  of  contract 
Modification  No.  1 (Credit) 
Final  amount  of  contract 
Performance  time  of  contract; 
Original 
As  Modified 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$1,304,244.60 

(99,586.96) 

$1,204,657.64 

45  calendar  days 
86  calendar  days 
September  5,  1978 
October  19,  1978 
November  29,  1978 


This  contract  is  part  of  Federal  Aviation  Administration  ADAP 
Projects  No.  8-06-0221-04  and  6-06-0221-09. 


(13)  Modification  No.  1 (Credit),  Airport  Contract  No.  1114, 
Landscaping  and  Street  Furniture,  North  Terminal, 

Credit  of  $1,351.56": 


Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Order  No.  1114-1  in  accordance 
with  Airports  Commission  Resolution  No.  70-0044  and  requesting 
the  Controller's  certification  of  Credit  Modification  No.  1 
in  the  amount  of  $1,351.56.  The  contractor  for  this  work  is 
A & J Shooter  and  Associates. 

This  modification  consists  of  deleting  installation  of  five 
(5)  Douglas  Fir  benches  on  the  Upper  Level  Roadway  at  United 
Airlines'  curbside  counter  in  order  to  provide  adequate  space 
for  patrons'  baggages  and  modifying  the  lumber  grade  of  Douglas 
Fir  so  deliveries  of  the  benches  can  be  expedited. 

Original  amount  of  contract  $129,769.00 

Modification  No.  1 (Credit)  (1,351.56) 

Revised  amount  of  contract  $128,417.44 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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(14)  Modification  No.  4 (Debit) , Airport  Contract  No.  1122, 

Industrial  Wastewater  Collection  System  - Phase  II,  $7,485.00. 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Order  No.  1122-5  in  accordance 
with  Airports  Commission  Resolution  No.  70-0044  and  requesting 
the  controller's  certification  of  Debit  Modification  No.  4 in 
the  amount  of  $7,485.00.  The  contractor  for  the  work  is  Piombo 
Corporation. 


This  modification  involves  replacing  and  reinforcing  pressure 
cleanout  and  manhole  collars  that  were  damaged  due  to  heavy 
traffic  and  filling  pullboxes  (to  be  used  in  future  contract) 
with  sand  and  concrete  topping  to  protect  them  from  being 
damaged. 


Original  amount  of  contract 
Previous  modications  (Debit) 
Modification  No.  4 (Debit) 
Revised  amount  of  contract 


$890,919.00 

29,856.56 

7,485.00 

$928,260.56 


Not  part  of  the  Airport  Expansion  Program. 


(15)  Modification  No.  2 and  Completion  of  Airport  Contract  No.  1151, 
International  Holding  Area  - Rotunda  "A11. 


Resolution  accepting  the  work  under  Airport  Contract  No.  1151, 
International  Holding  Area  - Rotunda  "A" , as  satisfactorily 
completed;  approving  and  requesting  the  Controller's  certifi- 
cation of  Debit  Modification  No.  2 in  the  amount  of  $500.03; 
extending  the  completion  date  from  September  11,  1978  to 
November  6,  1978;  assessing  liquidated  damages  in  the  amount  of 
$1,200.00;  and  approving  final  payment  in  the  amount  of  $19,186.92 
in  favor  of  the  contractor.  All  American  Construction  Company, 

1229  Sobre  Vista  Road,  Sonoma,  CA  95476. 


Original  amount  of  contract 
Modification  No.  1 (Debit) 
Modification  No.  2 (Debit) 
Final  amount  of  contract 
Performance  time  of  contract: 
Original 
As  Modified 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 
Actual  completion  date 


$144,988.00 

1,473.09 

500.03 

$146,961.12 

120  calendar  days 
176  calendar  days 
May  15,  1978 
September  11,  1978 
November  6,  1978 
November  30,  1978 


This  contract  is  not  part  of  the  Airport  Expansion  Program. 
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(16)  Tenant  Improvement:  National  Airlines, 

North  Terminal  Facilities/  $700,000.00. 


Resolution  approving  the  final  plans  and  specifications 
submitted  by  National  Airlines  showing  their  tenant  improve- 
ments in  the  North  Terminal  Building.  The  project  consists 
of  constructing  a ticket  counter  in  the  North  Terminal  lobby, 
and  constructing  offices,  employee  facilities,  and  baggage 
handling  facilities  within  spaces  allocated  to  National 
Airlines  for  these  purposes. 

The  work  will  be  done  by  National  Airlines  at  their  own  and 
sole  expense  and  without  rental  credit.  The  estimated  cost 
is  $700,000. 

This  project  is  a tenant  improvement  to  facilities  constructed 
under  the  Airport  Expansion  Program. 


(17)  Tenant  Improvement:  United  Airlines  Service  Center, 

Ground  Vehicle  Maintenance  Shop  at  Plot  4,  $350,000.00. 

Resolution  approving  the  revised  preliminary  plans  and  specifi- 
cations submitted  by  United  Airlines  showing  their  Ground 
Vehicle  Maintenance  Shop  at  Plot  4.  The  facility  will  consist 
of  a single  story  steel  frame  building  with  metal  siding  having 
an  overall  floor  area  of  9,000  square  feet  to  provide  sheltered 
space  for  the  servicing  and  maintenance  of  United's  ground 
equipment.  This  work  was  formerly  being  done  in  the  Wash  Hangar 
which  has  been  demolished  to  accommodate  the  construction  of  the 
North  Terminal  ramp  and  taxiway s. 

The  work  will  be  done  by  United  Airlines  at  their  own  and  sole 
expense  and  without  rental  credit.  The  estimated  cost  is 
$350,000.00. 

This  project  is  not  part  of  the  Airport  Expansion  Program. 


(18)  Tenant  Improvement:  Hertz  Rent-A-Car, 

Lot  "A"  Facility,  Renovation  of  Office,  $33,000.00. 

Resolution  approving  the  final  plans  and  specifications  submitted 
by  Hertz  Rent-A-Car  showing  the  remodeling  of  the  rental  car 
check-in  counter  and  office  in  their  Lot  A facility  to  bring  the 
counter  area  up  to  the  current  corporate  standards . 

The  work  will  be  done  by  Hertz  at  its  own  and  sole  expense  and 
without  rental  credit.  The  estimated  cost  is  $33,000.00. 

This  project  is  not  part  of  the  Airport  Expansion  Program. 


Page  7,  February  6,  1979 


(19)  Outside  Contracting  of  Services 


Resolution  expressing  the  Airport  Commission ' s position  with 
respect  to  legislation  currently  being  considered  by  the  Board 
of  Supervisors.  The  specific  legislation  is  an  amendment  to 
the  City's  Administrative  Code  attaching  specifications  to 
prospective  contracts  for  services  otherwise  capable  of  being 
performed  by  City  personnel. 

The  Commission  resolution  requests  specific  exemption  for 
agencies  operating  outside  the  city  limits. 
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% SAN  FRANCISCO 
^ AIRPORTS  COMMISSION 


CALENDAR 


FEBRUARY  20,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 


MEETING 


February  20,  1979 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Calendar  Items  (see  attached  pages) 

6.  Director's  Reports 

A.  Reorganization  of  the  Business  and 
Finance  Division. 

B.  Luggage  Cart  Report 

7.  Communications 

A.  Correspondence  from  Federal  Aviation  Administration. 

8.  Introduction  of  New  Business  by  Commissioners 

9.  Adjournment 


10. 


Executive  Session 


CALENDAR 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Financing  the  Modernization  and  Replacement  Phase  Program. 


(2)  Approval  of  Schematic  Plans,  Contract  No.  1010, 

South  Terminal  West  Addition  & West  Modifications. 

Resolution  approving  the  schematic  plans  submitted  by 
Anshen  and  Allen  for  Contract  No.  1010,  South  Terminal  West 
Addition  and  West  Modifications. 

A part  of  the  Airport  Expansion  Program. 


(3)  Modification  of  Professional  Services  Agreement, 

South  Terminal  West  Additions  and  West  Modifications  - 
Airport  Contract  No.  1010. 

Resolution  approving  the  modification  to  the  professional 
services  agreement  between  the  City  and  County  of  San 
Francisco  and  Anshen  and  Allen  - Architects  for  contract  No. 

1010,  South  Terminal  West  Additions  and  West  Modifications. 

This  modification  extends  the  term  of  the  professional 
services  agreement  at  no  additional  cost  to  the  City.  The 
agreement  has  expired  on  December  27,  1979,  at  which  time 
we  expect  to  award  the  consultant  a new  contract  for  the 
balance  of  the  project. 

The  work  required  of  the  consultant  for  the  schematic  design 
phase  of  the  project  could  not  be  completed  in  accordance 
with  the  allotted  contract  time  of  120  calendar  days  because 
the  program  development  phase  required  more  time  than  anticipated. 

This  project  is  part  of  the  Modernization  and  Replacement  Program. 


(4 )  Approval  of  Schematic  Plans,  Contract  No.  1200, 

Central  Terminal  Remodeling. 

Resolution  approving  the  schematic  plans  submitted  by  Gensler 
and  Associates  for  Contract  No.  1200,  Central  Terminal  Remodeling. 

A part  of  the  Airport  Expansion  Program. 


(5 )  Approval  of  Schematic  Plans,  Contract  No.  1300, 

Boarding  Area  "D". 

Resolution  approving  the  schematic  plans  submitted  by  San 
Francisco  Airport  Architects  for  Contract  No.  1200,  Boarding 
Area  "D" . 

A part  of  the  Airport  Expansion  Program. 
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(6 )  Resolution  - Approved  Allocation  of  Land  for  Automobile 
Rental  Operators. 

This  allocates,  on  an  approximate  "share  of  market"  as 
determined  by  the  minimum  annual  guarantee  bid  for  the 
initial  year  of  operation  under  auto  rental  concession 
agreements,  areas  for  six  auto  rental  operators. 


(7)  Air  Pacific 

Resolution  approving  the  expansion  of  service  by  Air 
Pacific . 


(8 )  Resolution  Approving  Sublease  - Airborne  Freight  Corporation, 
Sublessor,  and  Code  3 Aviation,  Sublessee. 

Airborne  Freight  Corporation,  lessor  of  Plot  10A  at  San 
Francisco  International  Airport,  desires  to  sublease  300 
square  feet  of  office  space  to  Code  3 Aviation,  whose  business 
is  Air  Freight  Transport,  for  a term  ending  December  31,  1979 
at  a monthly  rental  of  $200.00. 


(9)  Resolution  Approving  Sublease  - Airborne  Freight  Corporation 
Sublessor,  and  Aeronautics,  Inc.,  Sublessee. 

Airborne  Freight  Corporation,  lessor  of  Plot  10A  at  San 
Francisco  International  Airport,  desires  to  sublease  an  ad- 
ditional 1338.5  square  feet  of  office  space  to  Aeronautics 
Inc.,  whose  business  is  Aircraft  Sales,  for  a term  ending 
December  31,  1979  at  a monthly  rental  of  $910.00. 


(10)  Resolution  Defining  Succession  in  Absence  of  Director  of 
Airports . 

This  resolution  updates  the  line  of  succession  in  the  absence 
of  the  Director  of  Airports. 


(11)  Resolution  Approving  Expenditure  of  $65,000  - Opening  of 
North  Terminal,  Materials,  Supplies  and  Services. 

Resolution  approving  expenditure  of  $65,000,  authorized  under 
Resolution  No.  78-0257  for  promotional  material  and  other 
supplies  and  services  in  connection  with  the  opening  of  the 
North  Terminal. 
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(12)  Bid  Call  for  Airport  Contract  No.  1183 , 

Overlay  and  Reconstruction  - Runway  10L-28R  Between 
Taxiways  "E"  and  "N'T  “ 

Resolution  a-proving  the  final  plans  and  specifications 
and  authorizing  the  Director  of  Airports  to  call  for  bids 
for  Airport  Contract  No.  1183,  Overlay  and  Reconstruction, 
Runway  10L-28R  Between  Taxiways  "E"  and  "N" . 

The  work  in  general  consists  of  reconstructing  and  over- 
laying that  portion  of  Runway  10L-28R  between  Taxiways 
"E"  and  "N"  including  the  intersections  with  the  north/ 
south  runways . 

Construction  time  is  45  calendar  days. 

This  work  is  not  part  of  the  expansion  program. 

This  work  is  part  of  the  Airport  Development  Aid  Program 
(ADAP  No.  9)  for  which  the  FAA  will  reimburse  the  City 
up  to  75%  of  the  cost. 


(13)  Award  of  Contract  No.  1157R,  $18,500, 

Replacement  of  Sewer  Piping,  South  Terminal  Crawl  Space. 

Resolution  awarding  Contract  No.  1157R,  Replacement  of 
Sewer  Piping,  South  Terminal  Crawl  Space,  to  Pat  Kennelly 
Construction  Co.,  P.  O.  Box  669,  South  San  Francisco,  CA 
94080,  in  the  total  amount  of  $18,500.00. 

The  purpose  of  this  contract  is  to  replace  the  broker 
sewer  piping  in  the  unexcavated  area  of  the  South  Terminal 
Crawl  Space. 

Bids  received  on  February  9,  1979: 

1.  Pat  Kennelly  Construction  Company 

2.  Wagner  Construction  Company 

3.  W.  Ballard  & Son  Construction  Company 

4.  A.  Answer  Inc. 

5.  V.  N.  Vukasin 

Construction  time  is  60  calendar  days. 

This  contract  is  not  part  of  the  Airport  Expansion  Program. 


$18,500.00 

$19,800.00 

$20,000.00 

$21,050.00 

$23,435.00 
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(14)  Award  of  Contract  No.  1171R,  Enclosure  for  Unassigned 
Spaces,  Boarding  Area  "H"  & " I " , $48,884.00. 

Resolution  awarding  Contract  No.  1171R,  Enclosure  for 
Unassigned  Spaces,  Boarding  Area  "H"  & "I"  to  J.M. 
Construction,  1175  Montgomery  Avenue,  San  Bruno,  CA 
94066,  in  the  total  amount  of  $48,884.00. 


The  purpose  of  this  work  is  to  provide  for  12,400  square 
feet  of  prefabricated  metal  wall  panels  on  metal  frames 
to  enclose  about  28,200  square  feet  of  space  at  the 
ground  level  of  Boarding  Area  "H"  & "I".  United  Airlines 
was  to  lease  this  space  but  during  later  evaluation  they 
informed  the  Airport  that  they  would  not  be  able  to 
utilize  it  at  this  time.  Under  these  circumstances,  it 
is  necessary  to  enclose  these  unassigned  areas  for  safety, 
security  and  maintenance  reasons. 


Bids  received  on  February  9,  1979  were: 


1.  J.M.  Construction 

2.  Beiser  Construction  Company 

3.  Hodgson  Construction  Company 


$49,884.00 

$73,500.00 

$79,954.00 


Time  of  completion:  45  days 


This  project  is  part  of  the  Airport  Expansion  Program. 


(15)  Modification  No.  48  (Debit),  Airport  Contract  1000, 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  IV  - Superstructure  Addition,  $9,153.00. 

Resolution  approving  and  ratifying  the  action  of  the 
Director  of  Airports  in  approving  Change  Orders  114,  116 
and  117,  and  requesting  the  Controller's  certification  of 
Modification  No.  48  to  Airport  Contract  No.  1000,  in  the 
total  amount  of  $9,153.00. 

The  contractor  for  this  work  is  Robert  E.  McKee,  Inc. 

The  work  consists  of  providing  refrigeration  machine  inter- 
lock and  shutdown,  interim  testing  of  Cores  E and  F, 
secondary  heating  and  chilled  water  piping,  and  adding 
smoke  detectors  in  the  Central  Plant  Control  Room. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  48  consisting  of 
the  following  Change  Orders: 

No.  114,  $3,193.00  (Debit) 

No.  116,  3,217.00  (Debit) 

No.  117,  2,743.00  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

2,071,410.00 

$52,485,805.00 


9,153.00 

$52,494,958.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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(16)  Modification  No.  49  (Debit),  Airport  Contract  No.  1000, 
Garage;  Stage  IV  - Superstructure  Addition,  $54,500.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  49  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of  $54,500. 


The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


This  modification  provides  elastomeric  waterproofing  on 
certain  floor  areas  over  electrical  stations,  garage 
offices  and  Central  Plant. 


Original  amount  of  contract 
Previous  modifications 
Revsed  amount  of  contract  to  date 
Modification  No.  49  (Debit) 
Revised  amount  of  contract. 


$50,414,395.00 

2,080,563.00 

$52,494,958.00 

54,500.00 

$52,549,458.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(17)  Modification  No,  12,  (Debit),  Airport  Contract  No.  1015, 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  V - Final  Modifications,  $8,159.00. 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Orders  32  thru  36  and  request- 
ing the  Controller's  certification  of  Modification  No.  12  to 
Airport  Contract  No.  1015,  in  the  total  amount  of  $8,159.00. 

Contractor  for  this  work  is  Titan  Pacific  Construction 
Corporation. 


The  modification  deletes  metal  insulation  bands,  installs 
louvered  access  doors,  provides  a new  emergency  generator 
panelboard,  extends  conduit  and  provides  slab  waterproofing. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  12  consists  of  the 
following  Change  Orders: 

No.  32,  $ 980.00  (Credit) 

No.  33,  1,263.00  (Debit) 

No.  34,  4,820.00  (Debit) 

No.  35,  1,882.00  (Debit) 

No.  36,  1,174.00  (Debit) 

Revised  amount  of  contract 


$13,925,744.00 

204,087.08 

$14,129,831.09 


8,159.00 

$14,137,990.08 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(18)  Award  of  North  Terminal  Janitorial  Contract. 


Resolution  awarding  cleaning  services  contract  for  North 
Terminal  Facility  in  the  total  amount  of  $1,286,288.64 
to  Bekms  Building  Maintenance  Company. 
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(19)  Resolution  Setting  Public  Hearing  Relative  to  Amendments 
to  San  Francisco  International  Airport  - Schedule  of 
Rates  and  Charges  - Common  Use  Facilities. 

This  sets  a public  hearing  for  2:30  p.m.  on  March  6,  1979 
relative  to  the  Schedule  of  Rates  and  Charges  - Common  Use 
Facilities : 

Part  I - Definitions 

Part  III  - Aircraft  Operations  Charges 

These  amendments  would  subject  all  aircraft  to  an  operations 
charge  of  $1.03  per  thousand  pounds  per  landing  with  a 
minimum  charge  of  $25.00  per  landing  except  in  the  case  of 
scheduled  air  carriers  who  commit  themselves  to  a minimum 
payment  of  not  less  than  $200.00  per  month. 
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AIRPORTS  COMMISSION 


MEETING 


MARCH  6,  1979 


ORDER  OF  BUSINESS 


1.  Call  to  Order 


2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Calendar  Items  (see  attached  pages) 

6.  Old  Business 

A.  United  Airlines  Lease 

7.  Director's  Reports 

A.  CAB  and  FAA  Reaction  to.  Airports 
Commission's  New  Carrier  Policy 

B.  ATA  Recommendations  for  Rulemaking 

C.  Luggage  Cart  Report 

D.  Retirement  Resolutions  for  Angelo  Bernardi 
and  Grover  C.  Vinette 

8.  Introduction  of  New  Business  by  Commissioners 

9 . Ad j ournment 

10.  Executive  Session 


CALENDAR 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Supplemental  Budget  1979-80  , $2^5,787.00. 

Resolution  approving  a supplemental  budget  in  the  total  net 
amount  of  $2^5,787.00.  This  resolution  provides  for  the  re- 
organization of  the  Business  and  Finance  Division,  deletion 
of  request  for  contract  guard  service  at  Airport  Field  Security 
Checkpoints,  restores  the  24  Airport  Police  positions  deleted 
in  original  budget  submission  and  adds  5 additional  Airport 
Policemen  to  cover  1 additional  checkpoint  on  a 24-hour  basis, 
provides  for  the  reclassification  of  one  steamfitter  supervisory 
position  and  adds  funds  for  dictating  equipment  needed  by 
Division  Administrators. 


(2)  Supplemental  Appropriation,  $^0,325.00 

Resolution  requesting  the  Mayor  to  recommend  to  the  Board  of 
Supervisors  a supplemental  appropriation  in  the  net  amount  of 
y0,325.00  to  provide  funds  for  the  reorganization  of  the 
Business  and  Finance  Division.  This  supplemental  reclassifies 
four  existing  positions  and  adds  six  new  positions. 


(3)  Rejection  of  Bids,  Airport  Contract  No.  1001, 

Air  Traffic  Control  Tower. 

On  Thursday,  February  15,  1979,  the  Airport  received  bids  for 
the  Air  Traffic  Control  Tower,  Contract  No.  1001.  The  base  bid 
results  are  listed  below: 


Subsequent  to  the  bid  opening,  Cahill  Construction,  the  apparent 
low  bidder,  advised  the  Airport  that  an  irregularity  existed  in 
their  bid  that  they  did  not  become  aware  of  until  after  the  bid 
opening  and  for  that  reason  they  wish  to  withdraw  their  bid. 

The  next  lowest  bid  in  the  amount  of  $9,545,980.00  submitted  by 
Dan  Caputo  Co.  is  50%  over  the  Airport's  budget  of  $6,350,000.00, 
which  includes  a $400,000.00  construction  contingency. 

Business  and  Finance  has  reviewed  the  remaining  bond  funds  and 
has  determined  that  no  additional  funding  could  be  diverted  to 
the  Control  Tower  project. 


Cahill  Construction  Co 
Dan  Caputo  Company 
Titan  Pacific 
Homer  J.  Olsen,  Inc. 


$ 8,175,215.00 
9,545,980.00 
.10,013,550.00 
10,930,490.00 
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(4)  Resolution  Approving  Sublease  - United  Air  Lines,  Inc . / 
Sublessor,  and  Hoyt,  Shepston,  Inc.,  Sublessee. 

United  Air  Lines,  Inc.,  Lessor  of  Plot  6 at  San  Francisco 
International  Airport,  desires  to  sublease  925  square  feet 
of  office  space  to  Hoyt,  Shepston,  Inc.,  whose  business  is 
Customs  Brokers,  for  a term  ending  December  31,  1982  at  a 
monthly  rental  of  $462.50. 


(5)  Resolution  Approving  Station/Ramp  Services  Agreement  - 
American  Airlines,  Inc,  to  Swift  Aire  Lines. 

American  Airlines,  Inc.  Lessor  of  certain  office,  ticket 
counter,  and  baggage  handling  space  in  the  South  Terminal 
Building  desires  to  rent  4.5  linear  feet  of  its  ticket 
counter  to  and  perform  related  services  for  Swift  Aire 
Lines,  whose  business  is  passenger  transport  for  a term 
commencing  May  12,  1977  until  cancelled  by  either  party  or 
by  the  Director  of  Airports  at  a monthly  rental  of  $10.00 
per  arrival  and  departure. 


(6)  Award  of  Contract  No.  1149R,  $47,530.00 

Relocation  and  Installation  of  Taxiway  Guidance  Signs. 

Resolution  awarding  Contract  No.  114 9R,  Relocation  and  Instal- 
lation of  Taxiway  Guidance  Signs,  in  the  total  amount  of 
$47,530.00  to  Coast  Electric  Company. 

The  work  consists  of  the  installation  of  six  lighted  signs, 
one  unlighted  sign  and  a set  of  two  taxiway  entrance-exit 
lights  and  the  relocation  of  two  taxiway  guidance  signs. 

Bid  received  on  February  22,  1979: 

Coast  Electric  Company  $47,530.00 

Construction  time  is  90  calendar  days. 

This  work  is  not  part  of  the  Expansion  Program. 

This  work  is  part  of  the  Airport  Development  Aid  Program 
(ADAP  No.  3)  for  which  the  FAA  will  reimburse  the  City. 


(7)  Completion  of  Professional  Services  Agreement, 

Heidrick  and  Struggles,  Inc. 

Resolution  requesting  approval  to  extend  completion  date 
of  contract,  a debit  modification  of  $23.65,  accepting  the 
work  as  satisfactorily  completed  and  authorizing  final  pay- 
ment in  the  amount  of  $7,757.04. 


(8)  Approval  of  Claims  Settlement 

Resolution  requesting  approval  of  claims  settled  during 
the  months  of  November,  December,  1978;  January  and 
February,  1979. 
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(9) 


Modification  No.  8,  Shuttle  Bus  Agreement 


Resolution  approving  adjustment  in  hourly  rates  paid  for 
operation  of  Shuttle  Bus  Service  at  San  Francisco  International 
Airport,  due  to  increase  in  hourly  wage  rate,  pension,  and  FICA 
tax  rate  in  1979,  and  provides  for  repainting  of  two  buses. 


(10)  Modification  No.  50  (Debit),  Airport  Contract  No,  1000, 

Garage:  Stage  IV  - Superstructure  Addition,  $18,930.00 

Resolution  approving  and  requesting  the  Controller's  certifica- 
tion of  Debit  Modification  No.  50  to  Airport  Contract  No.  1000, 
in  the  total  debit  amount  of  $18,930.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  modification  removes  a duct  coupling  and  relocates  elec- 
trical conduits  and  wiring,  etc.  found  during  Contract  650C 
underground  exhaust  fan  EF-1  air  duct  construction  in  the  lower 
loop  road  in  front  of  the  North  Terminal. 

Original  amount  of  contract  $50,414,395.00 

Previous  modifications  2,135,063.00 

Revised  amount  of  contract  to  date  $52,549,458.00 

Modification  No.  50  (Debit)  18,930.00 

Revised  amount  of  contract  $52,568,388.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(11)  Modification  No.  2 (Debit),  Airport  Contract  No.  1114, 

Landscaping  and  Street  Furniture,  North  Terminal,  $5,000.00 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Order  No.  1114-2  in  accordance 
with  Airports  Commission  Resolution  No.  70-0044  and  requesting 
the  Controller's  certification  of  Debit  Modification  No.  2 in 
the  amount  of  $5,000.00.  The  contractor  for  this  work  is 
A & J Shooter  and  Associates. 

This  modification  provides  for  repair  of  leakage  from  existing 
irrigation  lines  adjacent  to  .the  Parking  Garage. 


Original  amount  of  contract 
Modification  No.  1 (Credit) 
Modification  No.  2 (Debit) 
Revised  amount  of  contract 


$129,769.00 

(1,351.56) 

5,000.00 

$133,417.44 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(12)  Resolution  Setting  March  20,  1979  as  Date  for  Public  Hearing  - 
San  Francisco  International  Airport  Schedule  of  Rates  and 
Charges  - Common  Use  Facilities. 
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(13 ) Tenant  Improvement:  United  Airlines  Maintenance  Operations 

Center,  Building  68  Electrical  Revisions,  $60,000.00. 

Resolution  approving  the  final  plans  and  specifications  sub- 
mitted by  United  Airlines  showing  revisions  to  the  electrical 
supply  for  their  warehouse,  Building  68,  at  the  Maintenance 
Operations  Center. 

The  work  consists  of  replacing  a portion  of  the  electrical 
power  feeder  to  the  building  and  installing  a diesel  power 
generator  as  an  alternate  power  source. 

The  work  will  be  done  by  United  Airlines  at  their  own  and 
sole  expense  and  without  rental  credit.  The  estimated  cost 
is  $60,000.00. 

This  project  is  not  part  of  the  Airport  Expansion  Program. 


(14)  Waiver  of  Landing  Fees  for  Charles  Willis  Company 

Resolution  waiving  Landing  Fees  for  aircraft  of  the  Charles 
Willis  Company  under  charter  to  the  Governmental  committee 
for  European  Migration.  The  Willis  Company  has  been  contracted 
by  the. Uni ted  Nations  for  the  movement  of  approximately  20,000 
Vietnamese  refugees  from  Kuala  Lampur,  Malasia  to  San  Francisco. 
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Tuesday,  March  20,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.  Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 

RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
PUBLIC  HEARING 
AND  MEETING 


Tuesday , March  20,  1979 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Special  Item:  Public  Hearing  Concerning  Proposed  Amendments 

to  San  Francisco — Schedule  of  Rates  and  Charges — 
Common  Use  Facilities. 

6.  Calendar  Items  (See  attached  pages) 

7.  Director's  Report 

A.  Report  from  Mr.  Harold  Hecht,  the  Airport's  Consultant 
for  Concessions,  Recommending  Various  New  Concession 
Activities  and  Their  Locations  Throughout  the  North 
Terminal. 

8.  Introduction  of  New  Business  by  Commissioners 

9.  Adjournment 


10.  Executive  Session 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Resolution  Approving  Operational  Concept  of  Alaska  Airlines 

Alaska  Airlines  wishes  to  expand  its  operations  to  include  service 
to  and  from  San  Francisco  International  Airport. 


(2)  Resolution  Instructing  the  Director  to  Take  Certain  Actions  in 
Response  to  Letters  From  the  FAA  and  CAB. 


(3)  Bid  Call,  Airport  Contract  No.  1236, 

Grooving  of  Runway  1R-19L,  South  Half. 

Resolution  approving  the  final  plans  and  specifications  for 
Contract  No.  1236,  Grooving  of  Runway  1R-19L,  South  Half  and  autho- 
rizing Director  of  Airports  to  advertise  for  bids. 

The.  work  consists  of  grooving  a 130  ft.  width  of  Runway  1R  from  the 
intersection  with  Runway  28L  southerly  for  a distance  of  about 
4400  ft.  The  transverse  grooving  will  increase  the  surface  fric- 
tional resistance  to  aircraft  braking  under  wet  pavement  conditions. 

This  contract  has  been  included  as  part  of  ADAP  Project  No.  9 by 
Amendment  No.  2 to  the  FAA  Grant  Agreement  and  is  eligible  for 
federal  funding  up  to  75%  of  the  total  construction  cost. 

Estimated  construction  time  is  21  calendar  days. 

Not  part  of  the  Expansion  Program. 


(4)  Award  of  Contract  No.  1042,  $53,352.00, 

Repaint  Restricted  Areas  Between  Taxiways  "A"  and  "B" . 

Resolution  awarding  Contract  No.  1042,  Repaint  Restricted  Areas 
Between  TW  "A"  and  "B",  in  the  total  amount  of  $53,352.00  to  Malott 
and  Peterson-Grundy , 2312  Harrison  Street,  San  Francisco,  CA  94110, 
as  the  lowest  regular  and  responsible  bidder. 

The  work  consists  of  repainting  the  restricted  pavement  islands 
between  Taxiways  "A"  and  "B"  in  front  of  the  Terminals. 

Bids  received  on  March  2,  1979: 

1.  Malott  & Peterson-Grundy 

2.  C.  R.  Sheldrake  Company,  Inc 

Construction  time  is  20  calendar  days. 

This  contract  is  not  part  of  the  Airport  Expansion  Program. 


$53,352.00 

$78,660.00 
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( 5 )  Award  of  Contract  No.  1221R/  $9,900.00 , 

Newspaper  Vending  Machine  Enclosures,  Boarding  Areas  "H"  & "I" . 


Resolution  awarding  Contract  No.  1221R,  Newspaper  Vending  Machine 
Enclosures,  Boarding  Areas  H & I , in  the  total  amount  of  $9,900.00 
to  Leon  Carlen,  General  Building  Contractor. 

The  work  consists  of  providing  low  three  sided  partitions  to 
physically  and  visually  control  the  placement  of  the  vending 
machines  in  the  terminal  area.  The  partition  design  is  similar  to 
partitions  enclosing  public  seating  and  public  telephones  in  the 
baggage  claim  area  of  North  Terminal. 

Bids  received  on  February  22,  1979: 

Leon  Carlen,  Gen.  Building  Contractor  $ 9,900.00 

Ralph  Larsen  and  Son,  Inc.  $11,900.00 

J.M.  Construction  $17,370.00 

Construction  time  is  45  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(6 )  Completion  of  Professional  Services  by  Service  Engineering 
Associates,  Inc. 

Resolution  accepting  Service  Engineering  Associates,  Inc.'s  work 
under  their  professional  service  agreement  as  complete,  and  autho- 
rizing final  payment  of  $8,900.00  on  their  total  contract  of 
$17,800.00. 


(7 )  Completion  of  Professional  Services  Agreement,  Modification  to 
Noise  Monitoring  System,  Tracor  Sciences  and  Systems. 


Resolution  accepting  the  work  performed  by  Tracor  Sciences  and 
Systems  on  modifying  the  Airport  Noise  Monitoring  System  as  satis- 
factorily completed  and  requesting  Controller's  certification  of 
final  payment  in  the  amount  of  $570.45. 


Original  amount  of  contract 
Modification  No.  1 (Insurance 
modification) 

Modification  No.  2 (Extension  of  Time) 

Modification  No.  3 (Extension  of  Time) 

Final  amount  of  contract 

Contract  starting  date 

Original  completion  date 

Revised  completion  date 

Actual  completion  date 


$41,650.00 

no  cost 
no  cost 
no  cost 
$41,650.00 
April  11,  1977 
November  7,  1977 
December  31,  1978 
December  31,  1978 


Part  of  the  Expansion  Program. 


(8)  Professional  Services  Agreement,  $36,000.00, 

Pacific  Environmental  Laboratory,  Waste  Water  Testing  and  Analysis. 

Proposed  resolution  approving  the  annual  professional  services 
agreement  with  Pacific  Environmental  Laboratory,  657  Howard  Street, 
San  Francisco,  California,  to  provide  services  for  waste  water  test- 
ing, analysis  and  other  related  work. 

Not  part  of  the  Expansion  Program. 
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(9)  Tenant  Improvement:  Pan  American  World  Airways, 

Baggage  Claim  Facility  Alterations. 

Resolution  approving  the  final  plans  and  specifications  submitted 
by  Pan  American  World  Airways  showing  the  construction  of  expanded 
interim  baggage  handling  facilities  in  the  South  Terminal.  The 
work  consists  of  constructing  a temporary  single  story , metal 
building  addition  at  the  south  side  of  the  South  Terminal  to  accom 
modate  a new  "race  track  conveyor"  system  which  will  replace  the 
two  existing  carousels  in  the  customs  area. 

The  work  will  be  done  by  Pan  American  World  Airways  at  their  own 
and  sole  expense.  Pan  Am  will  be  given  rental  credit  for  the 
building  addition  and  the  inbound  race  track  conveyor  system  only, 
with  the  final  cost  subject  to  final  audit  and  approval  by  City. 

This  project  is  not  part  of  the  Airport  Expansion  Project. 


(10)  Tenant  Improvement;  Host  International, 

"Crab  Pot"  and  "Cafe  Espresso"  In  North  Terminal  Complex,  $350,000 

Resolution  approving  the  final  plans  and  specifications  submitted 
by  Host  International  showing  the  "Crab  Pot"  in  the  North  Terminal 
and  the  "Cafe  Espresso"  in  Boarding  Area  I.  This  project  consists 
of  constructing  two  additional  food  and  beverage  outlets  in  the 
terminal  areas. 

The  work  will  be  done  by  Host  International  at  its  own  and  sole 
expense,  with  a rental  credit  for  a wall  to  separate  Host's  lease 
area  from  other  tenant  area.  The  estimated  total  cost  for  the  two 
facilities  is  $350,000.00. 


(11)  Resolution  Approving  Affirmative  Action  Policy  and  Mandating 
Development  of  an  Affirmative  Action  Plan. 


(12)  Airport  Representation  on  the  Joint  Powers  Control  Board  - 
Airport  Land  Use  Study. 

Resolution  rescinding  appointment  of  Dale  Fearn  as  the  Airport 
representative  on  the  Joint  Powers  Board  for  the  Land  Use  Study 
and  appointing  the  Director  of  Airports,  Richard  Heath,  as  the 
official  representative  of  the  Airport,  and  Arnold  Feener,  the 
Airport  Noise  Abatement  Officer,  as  his  alternate. 
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(13) 


Modification  No.  10  (Debit) / Airport  Contract  No.  977, 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Expansion  of  Electrical  Distribution  System  - Phase  I,  $21,421.37. 

Resolution  approving  and  ratifying  the  action  of  the  Director  of 
Airports  in  approving  Change  Orders  13  and  14,  and  requesting  the 
Controller's  certification  of  Modification  No.  10  to  Airport 
Contract  No.  977,  in  the  total  amount  of  $21,421.37,  for  revising 
control  wiring  in  Station  BA  and  providing  a backfeed  from  manhole 
522  to  Station  TA. 

Contractor  for  this  work  is  Homer  J.  Olsen,  Inc. 


Original  amount  of  contract 
Previous  modifications 
Revised  amount  of  contract  to  date 
Modification  No.  10  consisting  of 
the  following  Change  Orders: 

No.  13,  $ 2,473.09  (Debit) 

No.  14,  18,948.28  (Debit) 

Revised  amount  of  contract 


$3,897,000.00 

156,511.00 

$4,053,511.00 


21,421.37 

$4,074,932.37 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(14)  Resolution  Approving  a Professional  Services  Agreement  with 

Booz,  Allen,  and  Hamilton  £or  a Resources  Management  Component 
of  the  F IRM  Project,  $145,950.00. 

This  agreement  with  Booz,  Allen  and  Hamilton  will  provide  for  the 
implementation  of  the  Resources  Management  component  of  the 
Financial  Information  and  Resources  Management  system  at  the 
Airport.  Work  will  be  complete  by  June  30,  1980. 

Total  payment  under  the  terms  of  this  agreement  shall  not  exceed 
$145,950.00. 


(15)  Resolution  Approving  a Professional  Services  Agreement  with 

Arthur  Andersen  and  Company  for  a Financial  Information  Component 
of  the  FIRM  Project,  $90,000.00. 

This  agreement  with  Arthur  Andersen  will  provide  for  the  implemen- 
tation of  the  Financial  Information  component  of  the  Financial 
Information  and  Resources  Management  system  at  the  Airport.  Work 
will  be  completed  by  June  30,  1980. 

Total  payment  under  the  terms  of  this  agreement  shall  not  exceed 
$319,000.00.  This  project  will  be  divided  into  phases  and  this 
resolution  authorizes  Phase  I at  a cost  not  to  exceed  $90,000.00. 


(16)  Resolution  Authorizing  United  Airlines,  Inc,  to  Contract  for 
Installation  of  Venetian  Blinds . 


Resolution  authorizing  United  Airlines,  Inc.  to  contract  for  in- 
stallation of  Venetian  blinds  in  certain  areas  of  North  Terminal 
Building  and  receive  a maximum  rental  credit  of  $43,000.00. 

United  Airlines,  Inc.,  lessee  of  space  at  the  North  Terminal 
Building  desires  to  contract  for  installation  of  Venetian  blinds 
opposite  its  Ticket  Counter  and  receive  a rental  credit  therefor. 
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(17)  Approval  of  Professional  Services  Agreement, 

Central  Terminal  Modifications,  Contract  No.  1200. 

Resolution  approving  the  agreement  for  Professional  Services  with 
Gensler  and  Associates,  Architects,  for  modifications  to  the 
Central  Terminal  Building,  Airport  Contract  No.  1200. 

The  schematic  design  phase  for  this  project  has  been  completed 
and  approved  by  Commission  Resolution  No.  79-0045,  dated  February 
20,  1979. 

The  agreement  provides  for  professional  services  through  the 
preliminary,  construction  document,  bidding  and  construction  phases 
of  the  project. 


(18 )  Approval  of  Professional  Services  Agreement,  South  Terminal  West 
Additions  and  West  Modifications,  Contract  No.  1010. 

Resolution  approving  the  professional  services  agreement,  by  and 
between  the  City  and  County  of  San  Francisco,  and  Anshen  and  Allen, 
Architects  for  Contract  No.  1010,  South  Terminal  West  Additions  and 
West  Modifications. 

The  schematic  design  phase  of  this  project  has  been  completed  and 
approved  by  Commission  Resolution  No.  79-0043,  dated  February  20, 
1979. 

The  agreement  provides  for  professional  services  through  Design 
Development,  Construction  Documents,  Bidding  and  Construction 
phases  of  the  project. 


(19)  Resolution  Confirming  Appointment  of  Under-Sheriff  Harold  N.  Barker 
as  Chief  of  Airport  Police. 

Resolution  confirming  appointment  by  Director  of  Airports  of  Harold 
N.  Barker  as  Chief  of  Airport  Police  for  a period  of  one  year  more 
or  less  to  effect  a positive  inter-face  between  the  Airport  Police 
and  San  Mateo  County  and  define  functional  relationships. 
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DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.  Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 

RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 


Tuesday,  April  3,  1979 


ORDER  OF  BUSINESS 


1. 

Call  to  Order 

2. 

Roll  Call 

3. 

Pledge  of  Allegiance 

4. 

Adoption  of  Minutes 

5. 

Special  Item: 

Introduction  of 
Airport  Police, 

Harold  Barker,  Chief  of 
to  Airports  Commission. 

6. 

Special  Item: 

Showing 

of  Channel  5 Evening  Magazine 

Story  on  The  San  Francisco  Airport 
Medical  Clinic. 


7. 

8. 


9. 


Calendar  Items  (See  attached  pages) 
Introduction  of  New  Business  by  Commission 
Adjournment 


CALENDAR  ITEMS 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Resolution  Approving  Amendment  to  Moratorium  Agreement  With 
United  Air  Lines , Inc,  and  Authorizing  the  President  of  the 
Commission  to  Execute  Said  Amendment  on  Behalf  of  the  Commission. 


(2 )  Resolution  Amending  Airport  Rules  and  Regulations  Relating  to 
Taxicabs  and  Courtesy  Vehicles. 


(3 )  Resolution  Approving  Short  List  of  Minority  Consultants  for 

Minor  Modernization  & Replacement  and  Capital  Improvement  Projects. 

Commission  previously  adopted  policy  of  engaging  minority  consul- 
tants for  minor  projects  in  the  M & R and  Capital  Improvement 
Programs  in  furtherance  of  City's  affirmative  action  program. 

The  proposed  short  list  of  14  minority  consultants  is  the  result 
of  staff's  review  and  evaluation  of  over  35  minority  firms  who 
have  expressed  interest  in  performing  work  at  the  Airport. 


(4 )  Reduction  in  Parking  Fees 

Resolution  instructing  the  Director  of  Airports  to  take  the  admini- 
strative action  necessary  to  reduce  parking  fees  in  the  garage  for 
the  first  hour  of  parking  from  the  present  level  of  50  cents  to 
25  cents,  which  rates  will  be  effective  as  soon  as  possible  upon 
approval  of  the  Commission. 


(5 )  Resolution  Authorizing  Director  to  Transfer  Funds  to  the  Joint 
Powers  Land  Use  Study  Project,  $25,000.00. 

Resolution  authorizing  the  Director  of  Airports  to  transfer  $25,000 
to  the  Joint  Powers  Land  Use  Study  Project  account  to  be  used  as 
matching  funds  for  a San  Francisco  Foundation  Grant  for  the  purpose 
of  expanding  citizen  participation  during  the  study,  and  to  execute 
for  the  Airports  Commission  the  necessary  agreements  to  accomplish 
the  intent  and  purpose  of  this  resolution. 


(6)  Resolution  Awarding  Public  Locker  Lease  to  American  Locker 
Company,  Inc. 

The  bid  item  is  the  percentage  of  gross  receipts  payable. 

Two  bids  were  received  for  award  of  this  lease: 

American  Locker  Company,  Inc.  65.2% 

Mercury  International  Travelservice , Inc.  55.0% 


(7)  Resolution  Awarding  Lease  for  Shoeshine  Stands  - 

North  Terminal  Building,  to  National  Shine  Stands. 

National  Shine  Stands,  a partnership  of  John  W.  Jackson  and 
Reuben  Nash,  submitted  the  highest  bid  for  this  lease  at  $12,600 
per  year. 
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(8 )  Resolution  Awarding  Central  Terminal  Shoeshine  Lease  to 
Mearon  Harper. 

Mearon  Harper  submitted  the  highest  bid  at  $3,300  per  year. 
He  presently  operates  the  terminal  shoeshine  stands. 


(9)  Resolution  Awarding  Lease  for  Shoeshine  Stands  - 
South  Terminal  Building  to  National  Shine  Stands. 

National  Shine  Stands,  a partnership  of  John  W.  Jackson  and 
Reuben  Nash,  submitted  the  highest  bid  for  this  lease  at 
$12,600  per  year. 


(10)  Resolution  Rejecting  Bids  on  North,  Central  and  South  Terminal 
Insurance  Leases. 

Only  one  bid  was  received  on  each  of  the  three  leases.  It  was 
from  the  Tele-Trip  Company,  Inc.  and  was  conditional. 


(11)  Resolution  Approving  Operational  Concept  of  Apollo  Airways. 

Appolo  Airways  wishes  to  expand  its  operations  to  include  a 
route  from  Oxnard  Airport  to  San  Francisco  International  Airport 
with  online  connections  from  Santa  Maria. 


(12)  Resolution  Approving  Operational  Concept  of  Desert  Pacific  Airways. 

Desert  Pacific  Airways  wishes  to  expand  its  operations  to  include 
a route  from  Oxnard  Airport  to  San  Francisco  International  Airport 
which  will  continue  on  to  Sacramento  Metropolitan  Airport. 

(13)  Resolution  Approving  Operational  Concept  of  Golden  Carriage  Aire. 

Golden  Carriage  Aire  wishes  to  expand  its  operations  to  include 
service  to  and  from  San  Francisco  International  Airport. 


(14 )  Airports  Commission  Policy  on  the  use  of  Artificial  Plants  in 
the  Terminals. 

Resolution  stating  that  it  shall  be  the  policy  of  this  Commission 
that  only  living  plants  may  be  displayed  in  the  areas  of  the 
terminal  buildings  accessible  to  the  public  at  this  Airport  by  the 
Airport  staff  or  by  any  tenants  of  this  Airport;  and  that  the 
Director  of  Airports  is  instructed  to  take  all  necessary  admini- 
strative action  to  enforce  this  policy. 
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(15)  Award  of  Contract  No.  1102 , $196,473. 00 , 

Demolition  of  Pier  ,rB" , North  Concourse  and  Baggage  Shelter. 

Resolution  awarding  Contract  No.  1102,  Demolition  of  Pier  "B"  , 
North  Concourse  and  Baggage  Shelter,  to  Ferma  Corporation, 

P.  0.  Box  1316,  Mountain  View,  California  94042,  in  the  amount 
of  $196,473.00. 

The  purpose  of  this  contract  is  to  clear  the  site  for  the  con- 
struction of  Boarding  Area  "E"  which  is  scheduled  to  take  place 
in  the  near  future. 

The  work  will  include  the  demolition  of  Pier  "B",  upper  and 
lower  levels,  the  demolition  of  North  Concourse  between  Central 
Terminal  and  Pier  "B" , the  demolition  of  United  Airlines  Baggage 
Shelters  under  North  Concourse  and  in  North-East  Court,  the 
resurfacing  of  asphalt  paving  in  the  North-East  Court  with  new 
striping  and  lights  for  use  of  the  court  for  parking,  the  relo- 
cation of  security  fences,  all  necessary  cuttings  and  cappings 
of  mechanical  and  electrical  pipes  and  conduits  and  provision 
of  all  closures  and  patching. 

Bids  received  on  March  16,  1979: 


Construction  time  of  60  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(16)  Award  of  Contract  No.  1183,  $1,531,071.40,  Overlay  and 

Reconstruction,  Runway  10L-28R  Between  Taxiways  "E"  & "N " . 

Resolution  awarding  Contract  No.  1183,  Overlay  and  Reconstruction, 
Runway  10L-28R  between  Taxiways  "E"  and  "N"  in  the  total  amount 
of  $1,531,071.40  to  Branaugh  Excavating,  Inc.,  21483  Orange  Avenue, 
Castro  Valley,  California  94546. 

This  contract  was  authorized  for  bid  call  by  the  Commission  on 
February  20,  1979  by  Commission  Resolution  No.  79-0054. 

This  work  in  general  consists  of  reconstruction  and  overlaying 
that  portion  of  Runway  10L-28R  between  Taxiways  "E"  and  "N",  in- 
cluding the  intersections  with  the  North/South  runways. 

Bids  received  on  March  16,  1979: 


1.  Ferma  Corporation 

2.  Iconco 

3.  Allstate  Excavating  and  Demolition 

4.  Cleveland  Wrecking  Company 


$196,475.00 

$244,000.00 

$314,864.00 

$320,000.00 


1.  Branaugh  Excavating  Inc. 

2.  Piombo  Inc. 


$1,531,071.40 

$1,622,281.00 


Construction  time  is  45  calendar  days. 


This  contract  is  not  part  of  the  Airport  Expansion  Program. 


Page  3,  April  3,  1979 


(17)  Award  of  Contract  No.  1198,  $636/460.00, 

Aircraft  Parking  Apron  - North  Terminal  - East  Phase. 

Resolution  awarding  Contract  No.  1198,  Aircraft  Parking  Apron, 
North  Terminal,  East  Phase,  in  the  total  amount  of  $636,460.00 
under  Alternate  "A"  to  Piombo  Corporation,  1601  Industrial  Way, 
Belmont,  CA  94002. 

The  work  consists  of  constructing  new  pavement  for  the  two 
easterly  frontal  gates  of  the  North  Terminal.  This  paving  work 
was  originally  part  of  Contract  No.  925,  North  Terminal  Aprons 
& Taxiway  S-SS  and  was  deleted  because  of  necessity  for  con- 
struction coordination. 


Bids  received  on  March  16,  1979: 


Alt.  "A" 

Alt.  "B" 

1. 

Piombo  Corporation 

$636,460.00 

-0- 

2. 

McGuire  & Hester 

$644,900.00 

$696,843.00 

3.. 

O.C.  Jones  & Sons 

-0- 

$738,498.40 

Construction  time  is  75  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(18)  Modification  No.  51  (Debit),  Airport  Contract  No.  1000, 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  IV  - Superstructure  Addition,  $11,291.00 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Orders  87,  118,  120,  122  and 
123,  and  requesting  the  Controller's  certification  of  Modifica- 
tion No.  51  to  Airport  Contract  No.  1000,  in  the  total  amount 
of  $11,291.00. 


The  contractor  for  this  work  is  Robert  E.  McKee,  Inc. 

The  work  consists  of  modifying  the  double  leaf  service  hatches; 
revising  entrance  door  to  toll  booth  No.  5.1;  removing  a section 
of  plaster  wall  in  radial  tunnels;  revising  fuel  piping  over  east 
underpass;  and  adding  an  additional  Central  Plant  pipe  anchor. 


Original  amount  of  contract 
Previous  modifications  (Debit) 

Revised  amount  of  contract  to  date 
Modification  No.  51  consisting  of  the 
following  Change  Orders: 


No. 

87, 

$8,742.00 

(Debit) 

No. 

118, 

1,000.00 

(Credit) 

No. 

120, 

864.00 

(Debit) 

NO. 

122, 

936,00 

(Debit) 

No. 

123, 

1,749.00 

(Debit) 

Revised  amount  of  contract 


$50,414,395.00 

2,153,993.00 

$52,568,388.00 


11,291.00 

$52,579,679.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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(19)  Tenant  Improvement:  Pan  American  World  Airways , 

Rotunda  A - Clipper  Club/  $275,000.00 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Pan  American  World  Airways  showing  their 
Clipper  Club  at  the  third  level  of  Rotunda  A.  The  project 
consists  of  furnishing  unfinished  space  under  lease  to 
Pan  Am.  The  work  will  be  performed  by  Pan  Am  at  its  own 
and  sole  expense  and  without  rental  credit.  The  estimated 
cost  is  $275,000.00. 


(20)  Resolution  Approving  Lease  to  United  States  of  America 
(National  Weather  Service),  $110.08. 

The  United  States  of  America  (National  Weather  Service), 
Lessee  of  1,216  square  feet  in  the  Central  Terminal  Building 
together  with  roof  and  ground  space  for  installation,  oper- 
ation, and  maintenance  of  information  gathering  equipment 
desires  to  renew  its  lease  for  a term  ending  July  31,  1983 
at  an  annual  rental  of  $110.08. 
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Vice-President 
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San  Francisco  international  Airport 
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AIRPORTS  COMMISSION 
MEETING 

Tuesday,  April  17,  1979 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Calendar  Items  (see  attached  pages) 

6.  Introduction  of  New  Business  by  Commission 

Adjournment 


7. 


CALENDAR 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORT  3 COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  0 ? AIRPORTS: 


(1)  Approval  of  the  M & R Program  Base  Schedule. 

Resolution  approving  the  April  2,  1979  Modernization  and 
Replacement  Base  Schedule  developed  by  O 'Brien-Kreitzberg 
Associates  and  the  Bureau  of  Terminal  Construction. 

(2)  Lufthansa  German  Airlines. 

Recommendation  for  the  acceptance  of  Landinc,  Fees  Agreement, 
and  approval  of  operations. 

(3)  Pacific  Telephone  and  Telegraph  Company  v.  Homer  J.  Olsen, 

Inc.  and  related  Cross  Actions;  San  Mateo  Superior  Court 
No.  173-708. 

Included  in  this  calendar  item  is  a recommendation  of  settlement 
in  the  aforementioned  lawsuit.  The  settlement  is  recommended  by 
the  City  Attorney  and  the  Director.  The  case  concerns  the  sever- 
ing of  a live  telephone  cable  of  Pacific  Telephone  and  Telegraph 
Company  on  October  15,  1970  by  an  employee  of  Homer  J.  Olsen,  Inc 
while  performing  excavating  work  pursuant  to  Airport  Contract  No. 
591.  This  settlement  does  not  involve  payment  of  any  funds  by 
the  City  and  County  of  San  Francisco. 

(4)  Personal  Service  Contract  - Bruce  Perez. 

Resolution  approving  the  engagement  of  Mr,  Bruce  Perez  on  a 
personal  services  contract  to  be  a member  of  the  Property 
Management  staff. 

(5)  Extension  of  Time,  Acceptance  of  Services,  and  Final  Payment  - 
Main  Lafrentz  & Company . 

Resolution  requesting  Airports  Commission  to  extend  the  time  of 
contract  with  Main  Lafrentz  & Co.  to  January  31,  1979,  approving 
a debit  modification  in  the  amount  of  $120.83  and  approving  final 
payment  in  the  amount  of  $1,972.51. 

(6)  Name  Change  for  Bureau  of  Security. 

This  resolution  would  authorize  the  official  change  of  the  name 
of  the  police  force  at  the  Airport  from  Bureau  of  Security  to 
Bureau  of  Airport  Police. 

(7)  Award  of  Contract  No.  1236,  $87,630.00, 

Grooving  of  Runway  1R-19L,  South  Half 

Resolution  awarding  Contract  No.  1236,  Grooving  of  Runway  1R-19L, 
South  Half  of  Hunt  Contracting  Company,  1627  Chico  Avenue,  South 
El  Monte,  CA  in  the  total  amount  of  $87,630.00. 
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The  purpose  of  this  contract  is  to  cut  transverse  grooves  in 
the  runway  pavement  for  a width  of  130  * from  the  intersection 
with  R/W  28L  southerly  to  the  threshold,  the  transverse  groov- 
ing will  increase  the  surface  frictional  resistance  to  air- 
craft braking  under  wet  pavement  conditions  and  hence  enhance 
operational  safety. 

Two  bids  were  received  on  April  6,  1979: 

1.  Hunt  Contracting  Company  $87,630.00 

2.  Penhall  Company  115,570.00 

Construction  time  is  21  calendar  days. 

This  contract  is  not  part  of  the  Airport  Expansion  Program. 

(8)  Airport  Contract  No.  1015,  Garage:  Stage  V,  Substitution  of 

Subcontractor . 


Resolution  approving  the  substitution  of  Roland  Painting  Company 
as  the  painting  subcontractor  for  the  subject  contract  in  lieu 
of  A & B Painting  Company,  the  original  subcontractor  specified 
in  the  bid  proposal. 

The  General  Contractor,  Tital  Pacific  Construction  Corporation, 
has  agreed  to  the  request  of  A&B  Painting  Company  to  be  released 
from  the  painting  subcontract  work  because  a contractual  agree- 
ment cannot  be  reached  between  them.  This  substitution  of  sub- 
contractor is  made  at  no  change  in  cost  to  the  City  and  is  in 
accord  with  Section  60  of  the  General  Provisions  of  the  Contract 
Specifications.  Staff  has  ascertained  the  experience  record  and 
capability  of  Roland  Painting  Company  to  perform  the  required 
work . 

(9)  Modification  No.  4 (Debit),  Airport  Contract  No.  650D,  Ratifying 
Action  of  Director  of  Airports  on  Change  Orders,  North  Terminal 
Interior  Design  Elements,  $23,393,00. 

Resolution  approving  and  ratifying  the  action  of  the  Director  of 
Airports  in  approving  Change  Orders  7 thru  11 , and  requesting  the 
Controller's  certification  of  Modification  No.  4 to  Airport  Con- 
tract No.  650D , North  Terminal  Interior  Design  Elements,  in  the 
total  amount  of  $23,393.00. 

The  contractor  for  this  project  is  Ralph  Larsen  & Son,  Inc. 

The  modification  provides  structural  support  framing  for  double- 
faced  graphic  signs  2177  and  2178;  installs  carpet  wall  finish 
at  curbside  check-ins,  concourse  side,  and  walls  of  security 
check  points  of  frontal  gates;  provides  conduit  and  junction 
boxes  for  one  stand-up  type  telephone  cubicle;  requires  core 
drilling  of  concrete  floors  of  public  telephones;  and  provides 
digital  clock  connections  to  master  clock  system. 

$498,000.00 
24,519.00 
$522,519.00 


23,393.00 
$545,912.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  4 consisting  of  the 
following  Change  Orders : 

No.  7,  $9,062.00  (Debit) 

No.  8,  7,082.00  (Debit) 

No.  9,  343.00  (Debit) 

No.  10,  390.00  (Debit) 

No.  11,  6,516.00  (Debit) 

Revised  amount  of  contract 
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(10) 


Modification  No,  14  (Debit) , Airport  Contract  No.  925, 

North  Terminal  Aprons  and  Reconstruction  of  Taxiways  "S"  and  "SS", 
$36,557.40: 


Resolution  approving  and  ratifying  the  action  of  the  Director  of 
Airports  in  approving  Change  Order  Nos.  925-28,  925-30  and 
925-31  in  accordance  with  Airports  Commission  Resolution  No. 
70-0044  and  requesting  Controller's  certification  of  Debit  Mod- 
ification No.  14  in  the  amount  of  $36,557.40.  The  contractor 
for  the  work  is  Piombo  Corporation. 

This  modification  involves  reconnection  of  existing  electroliers 
to  restore  lighting  in  Butler  Aviation's  parking  lot  and  along 
new  cargo  cart  road;  extension  of  transformer  housings  for 
Taxiway  "A"  centerline  lights  to  meet  field  conditions;  and  con- 
struction of  approximately  3,200  sq.  ft.  of  P.C.C.  pavement  be- 
tween "H"  & "I"  connector  and  Pier  "B"  to  provide  an  access  for 
scavenger  trucks  loading  at  Host  International's  trash  compactor. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Modification  No.  14  (Debit) 
Revised  amount  of  contract 


$8,131,587.00 

171,203.42 

36,557.40 

$8,339,347.82 


This  contract  is  part  of  Federal  Aviation  Administration  ADAP 
Project  No.  6-06-0221-08. 

(11)  Resolution  Approving  A Rental  Credit  as  Reimbursement  to 
Delta  Airlines  in  an  Amount  not  to  Exceed  $263,755.00: 


The  Airport's  Modernization  and  Replacement  Phase  requires  that 
Delta  Airlines  be  relocated  from  Pier  D to  Pier  C on  an  interim 
basis.  The  Airport  is  further  committed  to  absorbing  all  costs 
of  air  carrier  interim  relocation.  The  amount  of  $263,755  is 
that  figure  estimated  by  the  Bureau  of  Terminal  Construction 
as  necessary  to  accomplish  that  relocation. 

(12)  Tenant  Improvement;  United  Airlines  Maintenance  Operations  Center, 
Electrical  Revisions  at  Fuel  Tank  Farm,  $45,000.00. 

Resolution  approving  final  plans  and  specifications  submitted  by 
United  Airlines  showing  modifications  to  the  electrical  system 
for  the  fuel  tank  farm  at  the  Maintenance  Operations  Center  to 
simplify  operation  of  the  tank  farm  and  to  bring  the  electrical 
system  into  compliance  with  the  latest  electrical  code  require- 
ments . 


The  work  will  be  done  by  United  Airlines  at  their  own  and  sole 
expense  and  without  rental  credit.  The  estimated  cost  is 
$45,000.00. 

(13)  Personal  Services  Contract  With  Stephine  Hopkins 

Resolution  approving  personal  contract  with  Stephine  Hopkins 
to  assist  terminal  operations  in  developing  an  Airport  Passenger 
Services  Program. 
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(14 ) Contract  for  North  Terminal  Automation  and  Temperature 
Control  System. 

This  resolution  will  authorize  a contract  between  the  City 
and  County  of  San  Francisco  and  Honeywell  Incorporated  for 
the  full  service  and  complete  maintenance  of  the  automation 
and  temperature  control  system  of  the  North  Terminal  Building 
and  Parking  Garage  Complex. 
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AIRPORTS  COMMISSION 
MEETING 

Tuesday,  May  1,  1979 


ORDER  OF  BUSINESS 

1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Calendar  Items  (see  attached  pages) 

6.  Director's  Reports 

A.  Progress  Report:  FIRM  System  Implementation 

B.  Retirement  Resolution  for  Robert  Lucey. 

7.  Introduction  of  New  Business  by  Commissioners 

8.  Adjournment  to  Executive  Session 


9. 


Executive  Session 


CALENDAR 


THE  FOLLOWING  MATTERS  BEFORE  THE  AIRPORTS  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  BY  THE  DIRECTOR  OF  AIRPORTS: 


(1)  Recommendation  of  the  Director  of  Airports  on  Landing  Fees  for 
1979-80  and  Amendment  to  Landing  Fees  Agreement. 


( 2 ) Bid  Call  - Airport  Contract  No.  110  0,  Boarding  Area  MK" . 

Resolution  approving  final  plans  and  specifications  and  autho- 
rizing the  Director  of  Airports  to  call  for  bids  for  Airport 
Contract  No.  1100,  Boarding  Area  E. 

The  contract  provides  for  construction  of  a passenger  terminal 
facility  at  the  east  end  of  the  North  Terminal  to  service  eight 
aircraft  parking  positions.  This  new  facility  will  replace 
existing  Pier  "B"  which  will  shortly  be  demolished  under  Airport 
Contract  1102,  Concession  spaces,  public  restrooms,  security 
check  space  and  baggage  cart  ramp  to  North  Terminal  basement 
are  included  in  the  work. 

This  work  is  part  of  the  Airport  Expansion  Program. 

The  construction  time  is  670  calendar  days. 


( 3 ) Modification  No.  1 to  Professional  Services  Agreement, 
Modernization  and  Replacement  Phase,  $402,5DQToQ. , 

San  Francisco  Airport  Architects. 

Resolution  approving  Modification  No.  1 to  the  San 
Francisco  Airport  Architects  Professional  Services 
Agreement  to  provide  for  continuance  of  basic  services 
through  bidding  and  construction  phases  and  full  time 
project  representation  beyond  basic  services  during 
the  construction  phase  of  Contract  1100,  Boarding 
Area  E. 

(4)  Supplemental  Appropriation,  Overtime,  $100, 000 , 00. 

Resolution  requesting  the  Mayor  to  recommend  to  the  Board  of 
Supervisors  a supplemental  appropriation  in  the  total  amount  of 
$100,000.00  to  cover  cost  of  operating  and  security  overtime  re- 
quirements. 


(5)  Contract  for  North  Terminal  Automation  and  Temperature 
Control  System. 

This  resolution  will  authorize  a contract  between  the  City  and 
County  of  San  Francisco  and  Honeywell  Incorporated  for  the  full 
service  and  complete  maintenance  of  the  automation  and  temperature 
control  system  of  the  North  Terminal  Building  and  Parking  Garage 
Complex. 


Page  1,  May  1,  1979 


(6)  Bid  Call,  Contract  No.  1222 / Alterations  to  Pier  "C"  at 
Cart  Road  Area. 

Resolution  approving  the  final  plans  and  specifications  and 
authorizing  the  Director  of  Airports  to  call  for  bids  for 
Airport  Contract  No.  1222,  Alterations  to  Pier  "C"  at  Cart 
Road  Area. 

The  purpose  of  this  contract  is  to  lower  the  gradient  of 
the  cart  road  at  Pier  "C"  and  to  repave  it,  including  the 
relocation  of  all  electrical  and  mechanical  pipes  to  achieve 
a minimum  12' 6"  clearance.  This  work  is  necessary  to  allow 
service  trucks  proper  access  in  anticipation  of  the  future 
construction  of  Boarding  Area  D. 

Construction  time  is  30  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(7)  Modification  and  Completion  of  Professional  Services  Agreement, 
Edgar,  Dunn  & Conover,  Inc. 

Resolution  approving  work  performed  under  Professional  Services 
Agreement  dated  January  19,  1979,  with  Edgar,  Dunn  & Conover, 
Inc.  as  satisfactorily  completed,  extending  the  time  to  April 
9,  1979,  approving  debit  modification  in  amount  of  $1,444.53, 
and  approving  final  payment  in  amount  of  $1,466.36. 


(8 )  Completion  of  Maintenance  Periods  for  Airport  Contract  No.  774, 
Landscaping  Entrance  Roads . 

Resolution  accepting  the  maintenance  work  under  service  order 
No.  70185  for  Airport  Contract  No.  774,  Landscaping  Entrance 
Roads,  as  satisfactorily  completed  and  approving  final  payment 
in  the  amount  of  $2,263.52  in  favor  of  the  contractor,  Watkin 
and  Bortolussi,  Inc.,  77  Larkspur  Street,  San  Rafael,  CA  94901. 


Original  amount  of  contract 
(Including  Maintenance) 

Final  amount  of  basic  contract  work 
Amount  of  Service  Order  No.  70185 
for  maintenance  periods 
Performance  time  of  maintenance 
Beginning  date  of  maintenance  periods 
Final  date  of  maintenance  periods 


$767,100.00 

$706,594.98 

$ 41,249.52 
655  calendar  days 
June  25,  1977 
April  20,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(9)  Airport  Contract  No.  1015,  Garage:  Stage  V, 

Substitution  of  Subcontractor. 

Resolution  approving  the  substitution  of  Roland  Painting  Company 
as  the  painting  subcontractor  for  the  subject  contract  in  lieu 
of  A & B Painting  Company,  the  original  subcontractor  specified 
in  the  bid  proposal. 

The  General  Contractor,  Titan  Pacific  Construction  Corporation, 
has  agreed  to  the  request  of  A & B Painting  Company  to  be  re- 
leased from  the  painting  subcontract  work  because  a contractual 
agreement  cannot  be  reached  between  them.  This  substitution  of 
subcontractor  is  made  at  no  change  in  cost  to  the  City  and  is  in 
accord  with  Section  60  of  the  General  Provisions  of  the  Contract 
Specifications.  Staff  has  ascertained  the  experience  record  and 
capability  of  Roland  Painting  Company  to  perform  the  required  work. 
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(10)  Modification  No.  15  (Debit) , Airport  Contract  No.  925, 

North  Terminal  Aprons  and  Reconstruction  of  Taxiway s "S" 
and  "SS",  $57308.42. 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Order  Nos  925-32,  925-33  and 
925-34  in  accordance  with  Airports  Commission  Resolution  No. 
70-0044  and  requesting  Controller's  certification  of  Debit 
Modification  No.  15  in  the  amount  of  $5,308.42.  The  contractor 
for  the  work  is  Piombo  Corporation. 


This  modification  provides  for  installation  of  a 2"  rigid  steel 
conduit  to  regulator  TLC-7,  installation  of  a new  10"  drain  pipe 
from  an  existing  catch  basin  at  the  southeast  corner  of  Plot  4 
to  the  new  catch  basin  on  Road  R-9,  construction  of  approxi- 
mately 35  linear  feet  of  concrete  curb  and  filling  area  between 
curbs  with  selected  soil  for  landscaping  at  the  northwest  corner 
of  Roads  R-9  and  R-18,  and  painting  of  approximately  186  linear 
feet  of  12"xl2"  steel  plate  and  bolts  fastened  to  the  retaining 
wall  adjacent  to  the  'H'  and  ' I*  connector. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Modification  No.  15  (Debit) 
Revised  amount  of  contract 


$8,131,587.00 

207,760.82 

5,308.42 

$8,344,656.24 


This  contract  is  part  of  Federal  Aviation  Administration  ADAP 
Project  No.  6-06-0221-08. 


(11)  Resolution  Approving  Agreement  for  Joint  Use  of  Two  Trash 

Compactors  in  the  North  Terminal  Between  United  Airlines,  Inc. , 
and  the  City  and  County  of  San  Francisco. 

United  Airlines,  Inc.,  a Lessee  in  the  North  Terminal  Building 
at  San  Francisco  International  Airport,  desires  to  use  non- 
exclusively  the  trash  compactors  installed  by  City  and  agrees 
to  repair  and  maintain  said  compactors  at  no  cost  to  City  except 
reimbursement  for  cost  of  parts  and  materials  purchased. 


(12)  Resolution  Approving  Sublease  - United  Airlines,  Inc. 

Sublessor,  and  Federal  Express  Corporation,  Sublessee. 

United  Airlines,  Inc.,  lessor  of  Plot  42  at  San  Francisco  Inter- 
national Airport,  desires  to  sublease  Building  59  situated 
thereon,  one  aircraft  parking  position  and  automobile  parking 
to  Federal  Express  Corporation,  an  air  freight  carrier,  for  a 
term  ending  June  22,  1980  at  a monthly  rental  of  $3,550.00. 


(13)  Resolution  Approving  Sublease  - United  Air  Lines,  Inc. , 
Sublessor,  and  Avis  Rent-A-Car  Systems,  Inc.,  Sublessee. 

United  Air  Lines,  Inc.,  Lessor,  of  129.02  acres  of  land  at  San 
Francisco  International  Airport,  together  with  certain  buildings 
situated  thereon,  desires  to  sublease  approximately  150  sq.  ft. 
at  its  Computer  Operations  Building  for  a two  year  term  ending 
October  1,  1979  and  year  to  year  thereafter  until  terminated  by 
either  Sublessor  or  Sublessee  at  an  annual  rental  of  $3,750.00. 
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(14)  Resolution  Approving  Sublease  - Airborne  Freight  Corporation, 
Sublessor , and  Air  Pacific , Sublessee. 


Airborne  Freight  Corporation,  Lessor  of  Plot  10A  at  San 
Francisco  International  Airport,  desires  to  sublease  1,464 
square  feet  of  office  space  to  Air  Pacific,  a commuter  airline, 
for  a term  ending  December  31,  1979  at  a monthly  rent  of  $937.00. 


(15)  Resolution  Approving  Extension  of  Term  Sublease  - Qantas  Airways 
Limited  (Sublessor  and  Delta  Airlines,  Inc.  (Sublessee) . 

Qantas  Airways  Limited,  Lessor  of  Plot  7S  at  San  Francisco  Inter- 
national Airport  subleases  a portion  thereof  to  Delta  Airlines, 
Inc.  for  a term  of  5 years  commencing  August  20,  1972  plus  an 
option  for  an  additional  5 years,  terminating  on  August  19,  1982. 
Delta  now  desires  to  exercise  its  option. 


(16)  Resolution  Approving  and  Supporting  Representation  and  Partici- 
pation of  Chief  Barker  and  the  Bureau  of  Airport  Police  in  the 
1979  Conference  of  the  California  Peace  Officers  Association"! 
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CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Approval  of  Minutes 

5.  Director's  Reports  (See  attached  pages) 

6.  Agenda  Items  Initiated  by  Commissioners 

7.  Agenda  Items  Involving  Airport  Policies  or 
Major  Operational  Decisions  (See  attached  pages) 

8.  Consent  Calendar  of  Routine  Administrative 
Matters  (See  attached  pages) 

9.  Items  Removed  from  Consent  Calendar 

10.  Communications 

11.  Trailing  Calendar  of  Old  Business  (See  attached 
pages) 

12.  Adjournment 
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5.  Director's  Reports 

(1)  Terminal  Area  Master  Plan. 

(2)  Problems  With  San  Francisco  Art  Commission. 

(3)  Garage  Contract. 
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7.  Agenda  Items  Involving  Airport  Policies  on  Major 
Operational  Decisions. 

(1)  Change  in  Commission  Rules  of  Order.  Rule  16. 

Order  of  Business. 

(2 ) Landing  Fees 

(3)  Schedule  of  Aircraft  Requiring  Customs  Clearance 

Resolution  for  the  establishment  of  hourly  capacity 
criteria  for  international  arriving  flights.  Request 
to  eliminate  or  minimize  passenger  holding  delays 
awaiting  Customs  clearance  due  to  multiple  flight 
arrivals . 

(4 ) Resolution  Approving  Professional  Services  Agreement 
with  San  Francisco  International  Airport  Medical  Clinic. 

This  agreement  will  provide  availability  of  medical 
services  at  the  Airport  24  hours  per  day,  for  the  period 
beginning  July  1,  1979  to  June  30,  1980,  inclusive,  at  a 
cost  not  to  exceed  $85,000.00.  This  agreement  super- 
sedes the  previous  agreement  Resolution  78-0225  dated 
August  15,  1978. 

(5 ) Professional  Services  Agreement, 

Dieter  C.  Rapp,  Interior  Planting  Consultant. 

Resolution  approving  a professional  service  agreement 
with  Dieter  C.  Rapp,  Interior  Planting  Consultant,  for 
the  interior  landscaping  of  the  South  and  Central 
Terminals . 

The  agreement  provides  for  150  plant  units  and  8 trees 
to  be  selectively  placed  in  the  South  and  Central  Termi- 
nals in  locations  jointly  arrived  at  by  Airport  Consul- 
tant and  Architect.  The  units  will  be  maintained  and 
replaced  as  needed  for  a rental/maintenance  monthly  fee 
of  $5,925.00. 

The  agreement  is  for  a term  of  1 year  at  an  estimated 
cost  of  $71,100.00. 

(6)  Resolution  Approving  a Rental  Credit  as  Reimbursement 

to  American  Airlines  in  an  Amount  not  to  Exceed  $500,000. 


The  Airport's  Modernization  and  Replacement  Phase  re- 
quires the  construction  of  Boarding  Area  D at  Airport 
expense.  After  plans  had  been  approved,  American  Air- 
lines (the  proposed  tenant)  requested  additional  area 
be  developed  for  its  space  needs.  American  will  deposit 
$500,000  with  the  Airport  for  the  additional  space  and 
will  be  reimbursed  by  rental  credit  over  a two  year  period. 
The  $500,000  is  a "not  to  exceed"  figure  estimated  by 
San  Francisco  Airport  Architects  and  approved  by  the 
Bureau  of  Terminal  Construction. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters. 


(1)  Resolution  Approving  Change  of  Award  - Shoeshine 
Lease,  South  Terminal  Building. 

National  Shine  Stands,  awarded  the  above  lease  by 
Commission  Resolution  No.  79-0109,  has  advised 
through  its  attorney,  that,  due  to  a mistake  in  the 
amount  bid,  it  will  not  execute  the  lease.  The  reso- 
lution rescinds  the  award  made  by  Resolution  No. 
79-0109,  retains  as  liquidated  damages  the  proceeds 
of  the  $1,000.00  check  provided  by  National  with  its 
bid,  rescinds  the  prior  rejection  of  Mearon  Harper's 
bid  on  the  above  lease  and  awards  said  lease  to 
Mearon  Harper  as  the  next  highest  responsible  and 
qualified  bidder  at  an  annual  consideration  of  $3,600. 

(2)  Completion  of  Airport  Contract  No.  1190, 

Miscellaneous  Coverings,  North  Terminal  'H'  & 'I' 
and  Connector,  $10,683.00. 

Resolution  accepting  the  work  under  Airport  Contract 
No.  1190,  Miscellaneous  Covering,  North  Terminal, 
and  approving  final  payment  in  the  amount  of  $10,683.00 
in  favor  of  the  contractor,  Thomas  Swan  Sign  Company, 
Inc.,  1117  Howard  Street,  San  Francisco,  CA  94103. 


This  contract  is  part  of  the  Airport  Expansion  Program. 

(3)  Modification  No.  52  (Debit),  Airport  Contract  No.  1000, 
Garage:  Stage  IV  - Superstructure  Addition,  $19,067.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  52  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of 
$19,067.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  modification  relocates  the  ten  inch  water  main  and 
two  settlement  pits,  located  on  each  side  of  Radial 
Tunnel  A,  from  underneath  Tunnel  settlement  slabs  in 
lower  loop  roadway  to  landscaped  area  adjacent  to  peri- 
meter of  the  garage. 

Original  amount  of  contract  $50,414,395.00 

Previous  modifications  2,165,284.00 

Revised  amount  of  contract  to  date  $52,579,670.00 

Modification  No.  52  (Debit)  19,067.00 

Revised  amount  of  contract  $52,598,746.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


Original  amount  of  contract 
Final  amount  of  contract 
Performance  time  of  contract 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


60  calendar  days 
February  26,  1979 
April  26,  1979 
April  24,  1979 


$10,683.00 

$10,683.00 
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Consent  Calendar  of  Routine 


Administrative  Matters  (continued) 


(4) 


Ratifying  Action  of  Director  of  Airports  on  Change  Orders 
Mrvi-i  fl  ration  No.  53  (Debit),  Airport  Contract  1000, 
Garage;  Stage  IV  - Superstructure  Addition. 


Resolution  approving  and  ratifying  action  of  the  Director  of 
Airports  in  approving  Change  Orders  119,  121,  and  124  thru  129, 
and  requesting  the  Controller's  certification  of  Modification 
No.  53  to  Airport  Contract  No.  1000,  in  the  total  amount  of 
$24,569.00. 


The  contractor  for  this  work  is  Robert  E.  McKee,  Inc. 


The  work  consists  of  providing  temporary  cable  and  splices  to 
bypass  Loadcenters  TR  and  TS,  to  enable  power  to  be  delivered 
to  the  North  Terminal  Complex  on  schedule;  installs  sensor  walls 
for  future  temperature  readouts  on  high  temperature  and  chilled 
water  piping  in  the  Central  Plant;  installs  temporary  portable 
eye/face  wash  unit  in  Switchgear  Battery  Room  116  in  Segment  2; 
fabricates  and  installs  a drip  gutter  under  the  expansion  joint 
between  North  Terminal  and  Radial  Tunnel  F;  adds  signals  and  re- 
locates gate  housings  at  guard  stations  R-16  and  R-18;  deactivates 
existing  garage  sewage  ejector  No.  3;  installs  control  air  tubing 
to  operate  refrigeration  machines  in  Central  Plant;  and  relocates 
2"  nitrogen  expansion  tank  pipe  in  Central  Plant. 


Original  amount  of  contract 
Previous  modifications  (Debit) 

Revised  amount  of  contract  to  date 
Modification  No.  53,  consisting  of  the 
following  Change  Orders: 


No. 
No. 
No. 
No . 
NO. 
NO. 
No. 
No. 


119,  $10,087.00 


121, 

124, 

125, 

126, 

127, 

128, 
129, 


785.00 

694.00 

557.00 

1.692.00 

4.763.00 

5.116.00 

875.00 


(Debit) 

(Debit) 

(Debit) 

(Debit) 

(Debit) 

(Debit) 

(Debit) 

(Debit) 


Revised  amount  of  contract 


$50,414,395.00 

2,184,351.00 

$52,598,746.00 


24,569.00 

$52,623,315.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(5 ) Modification  No.  54  (Debit),  Airport  Contract  No.  1000, 

Garage:  Stage  IV  - Superstructure  Addition,  $37,023.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  54  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of  $37,023.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

The  work  consists  of  relocating  and  revising  the  Fire 
Department  valves  and  cabinets  in  pedestrian  cores  A,  C, 

E,  F and  G. 

Original  amount  of  contract  $50,414,395.00 

Previous  Modifications  2,208,920.00 

Revised  amount  of  contract  to  date  $52,623,315.00 

Modification  No.  54  (Debit)  37,023.00 

Revised  amount  of  contract  $52,660,338.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


Page  5,  May  15,  1979 


8.  Consent  Calendar  of  Routine  Administrative  Matters  (continued) 


(6 ) Resolution  Approving  Sublease  - United  Air  Lines , Inc., 
Sublessor , and  Lufthansa  German  Airlines , Sublessee. 

United  Air  Lines,  Inc.,  lessee  of  Plot  6 at  San  Francisco 
International  Airport,  desires  to  sublease  700  square 
feet  of  office  space  to  Lufthansa  German  Airlines,  whose 
business  is  passenger  transport,  for  a term  ending 
December  31,  1982  at  a monthly  rate  of  $350.00. 
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11.  Trailing  Calendar  of  Old  Business 

(1)  Taxicabs  and  Courtesy  Vehicles 

Amendment  to  Airport  Rules  and  Regulations. 


(2)  Proceedings  in  Orange  County. 
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SAN  FRANCISCO 
^ AIRPORTS  COMMISSION 

JUN  5 1979 

DOCUMENTS  DEPT. 

a.f.  public  library 


* CALENDAR 


Tuesday,  June  5,  1979 

2:30  P.M. 

Room  282  - City  Hail 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 


Tuesday,  June  5,  1979 


CALENDAR 

1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Approval  of  Minutes 

5.  Director's  Reports  (see  attached  pages) 

6.  Agenda  Items  Initiated  by  Commissioners 

7.  Agenda  Items  Involving  Airport  Policies  or 
Major  Operational  Decisions  (see  attached  pages) 

8.  Consent  Calendar  of  Routine  Administrative 
Matters  (see  attached  pages) 

9.  Items  Removed  from  Consent  Calendar 

10.  Communications 

11.  Trailing  Calendar  of  Old  Business  (see  attached  pages) 

12.  Ad  j ournment 
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5.  Director's  Reports 


(1)  Negotiations  With  the  FAA  and  the  CAB. 

(2)  Airporter  and  Air  Terminal  Facilities. 

Resolution  expressing  support  of  the  Airporter' s plans 
for  Air  Terminal  facilities  at  the  corner  of  Lllis  and 
Taylor  Streets  and  urging  appropriate  and  expeditious 
action  by  the  City  Planning  Commission  in  the  approval 
of  said  facilities. 

(3)  Progress  Report  - Implementation  of  FIRM. 

(4 ) Dedication  of  North  Terminal. 

(5)  Reduction  of  First-Hour  Garage  Rate  to  25 C. 

(6)  Airport  Energy  Conservation. 

(7)  Air  California  - Gate  44. 

(8 ) United  Airlines  Environmental  Impact  Statement. 

(9 ) Review  of  Policy  with  Respect  to  Architectural  Control 
of  Concession  Design  Plan. 

(10)  Report  on  Art  Commission. 
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7.  Agenda  Items  Involving  Airport  Policies  or  Major 
Operational  Decisions. 


(1)  Landing  Fees  for  1979-80 , Amendment  to  Landing  Fees  Agree- 
ment and  Approval  of  Five  Year  Capital  Project  Plan. 

Resolution  approving  the  Capital  Project  plan  for  the 
period  1979-83,  amending  the  landing  fee  agreement  to  set 
rates  for  only  the  initial  year  of  the  period  1979-82, 
and  setting  landing  fee  rates  for  1979-80. 


(2 )  A.B.C.  Cigar  Company  North  Terminal  Lease. 

Resolution  approving  award  of  North  Terminal  leases  to 
A.B.C.  Cigar  Company  for  newspapers  and  related  items 
and  for  gifts  and  souvenirs. 


(3)  Resolution  Approving  a Phase  I Master  Plan  for  North 
Terminal  Concessions. 


(4) . Amending  Taxicab  Rules. 

Resolution  Amending  Section  1.4.5  of  the  Rules  and 
Regulations  by  adding  subsection  (G)  relating  to  taxicabs. 


(5)  Renewal  of  Professional  Services  Agreement  to  Review  and 

Evaluate  the  Performance  of  Airport  Construction  Contracts. 

Resolution  approving  the  employment  of  Irving  L.  Soffer, 
Consultant,  to  provide  professional  services  to  review  and 
evaluate  the  performance  of  Airport  Construction  contracts 
at  a total  fee  not  to  exceed  $2,360.00  per  month.  Contract 
to  expire  on  June  30,  1980. 

Part  of  Expansion  Program. 
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Policies/Operational  Decisions  Calendar  (continued) 


(6 ) Transfer  of  Funds  and  Award  of  Contract  No.  1222, 

Alterations  to  Pier  “C",  at  Cart  Road  Area,  $56,900.00. 


Resolution  approving  the  transfer  of  $6,900  from  Unan- 
ticipated Projects  account  to  Contract  No.  1222,  and 
resolution  awarding  Contract  No.  1222,  Alterations  to 
Pier  "C"  at  Cart  Road  Area  to  Anderson  Construction,  Inc. , 
343  First  Street,  San  Francisco,  CA  94105,  in  the  amount 
of  $56,900.00. 

The  purpose  of  this  contract  is  to  provide  a minimum 
12' -6"  clearance  over  the  cart  road  for  access  of  service 
trucks  for  the  future  construction  of  Boarding  Area  D. 

The  work  includes  the  removal  of  existing  asphalt  pave- 
ment and  repaving  to  a lower  elevation.  Electrical, 
mechanical  and  other  utility  conduits  will  be  rerouted 
to  allow  a 12' -6"  clearance  over  the  cart  road. 


Bids  received  on  May  18,  1979: 
1.  Anderson  Construction  Inc. 

$56,900.00 

2. 

JM  Construction 

$71,750.00 

3. 

James  Marsh  Company 

$103,000.00 

4. 

Moore  Construction  Company 

$110,000.00 

5. 

Leon  Carlen 

$166,958.00 

Construction  time  is  30  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters. 


(1)  Completion  of  Professional  Services  Agreement, 

Industrial  Carpets  North  Terminal  Complex,  Williams 
and  Williams. 

Resolution  accepting  the  work  as  satisfactorily  com- 
pleted by  Williams  & Williams,  to  provide  professional 
services  in  the  preparation  of  technical  specifications, 
bidding  documents,  testing  and  inspection  for  the  car- 
pet in  the  North  Terminal  Complex;  extending  the  time 
of  completion  from  October  31,  1978  to  April  20,  1979; 
and  authorizing  final  payment  in  the  amount  of  $3,000.00. 


Part  of  Expansion  Program. 


(2)  Bid  Call  for  Airport  Contract  No.  1059, 

Slurry  Filling  of  Abandoned  Fuel  Lines. 

Resolution  approving  the  final  plans  and  specifications 
and  authorizing  the  Director  of  Airports  to  call  for  bids 
for  Contract  No.  1059,  Slurry  Filling  of  Abandoned  Fuel 
Lines. 

The  purpose  of  this  contract  is  to  cap  abandoned  fuel 
lines  and  fill  the  lines  with  a slurry  mixture  preventing 
the  lines  from  acting  as  a storage  vessel  for  fuel  vapors 
or  entrapping  drainage  flows.  This  is  required  by  the 
Airport  Fire  Marshall  in  compliance  with  National  Fire 
Codes. 


Original  contract  amount 
Final  contract  amount 
Original  completion  date 
Final  completion  date 


October  31,  1978 
April  20,  1978 


$15,000.00 

$15,000.00 
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Consent  Calendar  (continued) 


(3)  Completion  of  Airport  Contract  No.  1006,  North  Terminal 

Complex  - Graphics,  Modification  No.  6 (Credit),  $924.00. 

Resolution  accepting  the  work  under  Airport  Contract  No. 
1006,  North  Terminal  Complex  - Graphics  as  satisfactorily 
complete;  approving  and  requesting  the  Controller's  certi- 
fication of  Credit  Modification  No.  6 in  the  amount  of 
$924.00;  extending  the  completion  date  from  January  29, 
1979  to  April  22,  1979  and  approving  final  payment  in  the 
amount  of  $41,695.70  in  favor  of  the  contractor,  QRS 
Corporation,  1120  Towne  Avenue,  Los  Angeles,  CA  90021. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


Original  amount  of  contract 
Previous  Modifications  (Debit) 
Modified  amount  of  contract  to  date 
Modification  No.  6 consisting  of 
the  following  Change  Order: 

No.  2,  $618.00  (Debit) 

Revised  amount  of  contract 
Underrun  on  Bid  Item  for 
Temporary  Signs  (Credit) 

Final  revised  amount  of  contract 
Performance  time  of  contract: 
Extension  of  time  (Mod.  No.  2) 
Extension  of  time  (Mod.  No.  3) 
Extension  of  time  (Mod.  No.  5) 
Extension  of  time  (Mod.  No.  6) 

Total  contract  time 
Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$375,452.00 

36,867.30 

$412,319.30 


618.00 

$412,937.30 

1,542.00 

$411,395.30 

180  calendar  days 
60  calendar  days 
60  calendar  days 
83  calendar  days 
443  calendar  days 
February  6,  1978 
August  4,  1978 
April  22,  1979 


(4 ) Completion  of  Airport  Contract  No.  1152,  Pavement  Over- 
lay, Lower  Level  Road  at  North  Terminal  Modification 
No.  1 (Credit),  $8,933.36. 

Resolution  accepting  the  work  under  Airport  Contract  No. 
1152,  Pavement  Overlay  Lower  Level  Road  at  North  Terminal 
as  satisfactorily  completed;  approving  and  requesting  the 
Controller's  certification  of  Credit  Modification  No.  1 
in  the  amount  of  $8,933.36  and  approving  final  payment 
in  the  amount  of  $3,442.56  in  favor  of  the  contractor, 
McGuire  & Hester,  796  - 66th  Avenue,  Oakland,  CA  94621. 


This  contract  is  part  of  the  Airport  Expansion  Program. 


Original  amount  of  contract 
Modification  No.  1 (Final  Modifi- 
cation) -(Credits) 

Final  amount  of  contract 
Performance  time  of  contract: 
Original  contract  time 
Actual  contract  time 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


$77,777.00 

(8,933.36) 


$68,843, 

.64 

30  calendar 

days 

30  calendar 

days 

January  3, 

1979 

February  1, 

1979 

February  1, 

1979 

Page  6,  June  5,  1979 


Consent  Calendar  (continued) 


(5)  Completion  of  Airport  Contract  No.  1188, 

Electrification  of  Exterior  Signs , North  Terminal  Complex. 


Resolution  accepting  the  work  under  Airport  Contract  No. 
1188,  Electrification  of  Exterior  Signs  - North  Terminal 
Complex,  as  satisfactorily  completed;  approving  and  re- 
questing the  Controller's  certification  of  Debit  Modifi- 
cation No.  1 in  the  amount  of  $1,657.00;  extending  the 
completion  date  from  January  23,  1979  to  February  28,  1979 
and  approving  the  final  payment  in  the  amount  of  $2,485.90 
in  favor  of  the  contractor,  Arrow  Electric  Company,  23  So. 
Railroad  Avenue,  San  Mateo,  CA  94401. 


Original  amount  of  contract 
Modification  No.  1 consisting 
following  Change  Order: 

No.  1,  $1,657.00  (Debit) 
Final  amount  of  contract 
Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$16,578.00 

of  the 

1,657.00 
$18,235.00 
December  21,  1978 
January  23,  1979 
February  28,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(6)  Modification  No.  11  and  Substantial  Completion  of 
Contract  977,  Expansion  of  Electrical  Distribution 
System  - Phase  I. 

Resolution  accepting  the  work  under  Airport  Contract  No. 
977,  Expansion  of  Electrical  Distribution  System,  Phase  I, 
as  substantially  completed  by  Homer  J.  Olsen,  Inc.;  ap- 
proving final  Modification  No.  11  in  the  amount  of 
$115,094.25  and  approving  payment  in  the  amount  of 
$506,005.74,  in  favor  of  the  contractor,  Homer  J.  Olsen, 
Inc.,  2726  Lynch  Way,  P.O.  Box  993,  Union  City,  CA  94587. 


Original  amount  of  contract 
Prior  Modifications  No.  1 
through  10  (Debit) 

Modification  No.  11: 

Settlement  of  Disputes  $50, 

Bid  Item  Overruns  and 

underruns  50, 

Additional  costs  to 

complete  work  23, 

Total  amount  of  Modification  No. 
Final  amount  of  contract 
Original  contract  time 
Total  extension  of  time 
(including  Mod.  No.  11) 

Total  contract  time 
Original  completion  date 
Modified  completion  date 


$3,897,000.00 

177,932.37 


760.00 

383.25 


951.00 

11 


115,094.25 
$4,190,026.62 
566  calendar  days 

159  calendar  days 
715  calendar  days 
November  12,  1978 
April  20,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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Consent  Calendar  (continued) 


(7 )  Modification  No.  55  (Debit) , Airport  Contract  No.  1000, 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  IV  - Superstructure  Addition;  $8,363.00"! 

Resolution  approving  and  ratifying  action  of  the  Director 
of  Airports  in  approving  Change  Order  130,  and  requesting 
the  Controller's  certification  of  Modification  No.  55  to 
Airport  Contract  No.  1000,  in  the  total  amount  of  $8,363.00. 

The  contractor  for  this  work  is  Robert  E.  McKee,  Inc. 


The  work  consists  of  installing  continuous  angles  at  both 
the  head  and  sill,  exterior  side,  of  the  window  wall  at 
pedestrian  bridges  E and  F in  lieu  of  the  six-inch  angles. 


Original  amount  of  contract 
Previous  modifications  (debit) 
Revised  amount  of  contract  to  date 
Modification  No.  55  consisting  of 
the  following  Change  Order: 

No.  130,  $8,363.00  (Debit) 
Revised  amount  of  contract 


$50,414,395.00 

2,245,943.00 

$52,660,338.00 


8,363.00 

$52,668,701.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(8 )  Modification  No.  1 (Debit),  Airport  Contract  No.  1141, 

Ratifying  Action  of  Director  of  Airports  on  Change  Order, 
Fuel  Reserve  Tanks  - Central  Heating  & Cooling  Plant, 
$11,120.00: 

Resolution  approving  and  ratifying  the  action  of  the 
Director  of  Airports  in  approving  Change  Order  1,  and 
requesting  the  Controller's  certification  of  Modification 
No.  1 to  Airport  Contract  No.  1141,  Installation  of  Fuel 
Reserve  Tanks  - Central  Heating  and  Cooling  Plant,  in  the 
total  amount  of  $11,120.00. 

The  contractor  for  this  project  is  Eagan  & Paradiso 
Construction  Company. 

This  modification  provides  for  furnishing  and  installing 
steel  sheet  piles  along  existing  structural  column  line 
to  contain  and  protect  existing  backfill  gravel  around 
four  existing  fuel  tanks  previously  installed  under 
Contract  1000. 

Original  amount  of  contract  $148,544.00 

Modification  No.  1 consisting  of 
the  following  Change  Order: 

No.  1,  $11,120.00  (Debit)  11,120.00 

Revised  amount  of  contract  $159,664.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(9 )  Approval  of  Payment  to  Pacific  Southwest  Airlines  and 

Hughes  Airwest  for  Interim  Relocation  Projects,  $400,000 
maximum. 

Resolution  approving  a lump  sum  payment  not  to  exceed 
$400,000  to  Pacific  Southwest  Airlines  and  Hughes  Airwest, 
from  the  1977  Series  B Bond  Issue,  for  specified  interim 
remodeling  and  construction  on  Pier  D.  These  airline 
reloccation  and  remodeling  projects  are  required  under 
the  approved  Modernization  and  Replacement  Program  and 
are  funded  by  the  1977  Series  B Bond  Issue  under  "Temporary 
Relocations  and  Demolitions". 
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Consent  Calendar  (continued) 


(10)  Two  Temporary  Rental  Abatements  for  United  Airlines 

To  accommodate  the  Airport's  M & R Phase,  United  Air- 
lines is  subleasing  the  easterly  portion  of  Boarding 
Area  F to  National  Airlines  and  will  hold  this  space 
available  until  National's  sublease  starts;  this  reso- 
lution will  suspend  United's  rent  until  the  sublease 
rental  commences.  Further,  due  to  National's  additional 
direct  lease  of  space  under  the  Boarding  Area  F gaterooms, 
one  of  United's  rooms  becomes  isolated  from  United's 
operational  area;  the  rent  for  this  room  would  also  be 
suspended  during  National's  occupancy. 


(11)  Tenant  Improvement:  Western  Airlines,  Air  Cargo 

Building  Addition,  $1,000,000.00 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Western  Airlines  showing  the  addition  onto 
their  Air  Cargo  Building  at  Plot  12.  The  work  consists 
of  constructing  a single  story  building  addition  with  a 
floor  area  of  21,000  square  feet  onto  the  existing  build- 
ing to  provide  additional  truck  docking  and  cargo  ware- 
housing facilities. 

The  work  will  be  done  by  Western  Airlines  at  their  own 
and  sole  expense  and  without  rental  credit.  Estimated 
cost  is  $1,000,000.00. 

This  project  is  not  part  of  the  Airport  Expansion  Program. 


(12)  Approval  of  Tenant  Contract  Drawings,  Delta  Airlines 
Modification  to  Pier  "C". 

Resolution  approving  the  contract  drawings  of  Delta 
Airline's  modification  to  Pier  C (T-2215)  and  approval 
to  commence  remodeling  and  construction.  This  is  an 
interim  relocation  project,  and  an  integral  part  of  the 
Modernization  and  Replacement  Phase  of  the  Terminal 
Expansion  Program. 

The  maximum  cost  of  this  project  is  $263,755. 


(13)  Tenant  Improvement:  Duty  Free  Shoppers,  Ltd. 

Modifications  to  Retail  Stores  in  Terminals,  $90,000.00. 


Resolution  approving  the  final  plans  and  specifications 
submitted  by  Duty  Free  Shoppers,  Ltd.  showing  the  conver- 
sion of  storage  space  into  retail  store  space  at  their 
retail  outlets  in  the  South  Terminal  and  at  the  entrance 
to  Rotunda  A.  The  work  will  consist  of  refurbishing  the 
storage  areas  and  installing  display  counters  and  trade 
fixtures . 

The  work  will  be  done  by  Duty  Free  Shoppers  at  their  own 
and  sole  expense  and  without  rental  credit.  The  estimated 
cost  for  this  project  is  $90,000.00. 

This  project  is  not  part  of  the  Airport  Expansion  Program. 
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11.  Trailing  Calendar  of  Old  Business 


(1)  Photographic  Library 

(As  noted  in  the  Memorandum  on  this  item,  a progress 
report  will  be  made  at  the  August  21,  1979  Commission 
meeting. ) 


(2)  General  Aviation Landing  Fees 

(A  report  to  Commission  will  be  made  at  the  July  3, 
1979  Commission  meeting.) 


(3)  Contract  with  San  Francisco  Airport  Medical  Clinic 

(A  report  to  Commission  will  be  made  at  the  July  3, 
1979  Commission  meeting.) 


(4)  Customs  Improvements;  Sunday  Scheduling  and  Passenger 
Flows . 

(A  progress  report  to  Commission  will  be  made  at  the 
June  19,  1979  Commission  meeting.) 


(5)  Passenger  Information,  Visitor  Service  Program  and 
Visitors  Guide 

(A  recommendation  for  action  will  be  made  at  the  July  3, 
1979  Commission  meeting.) 


(6)  Garage  Contract 

(A  recommendation  for  action  will  be  made  at  the  June  19 
1979  Commission  meeting.) 


(7)  News  and  Gift  Shop  Lease  for  South  and  Central  Terminals 

(A  recommendation  for  action  will  be  made  at  the  June  19 
1979  Commission  meeting.) 


(8)  Rules  and  Regulations  for  Limousines,  Tour  Buses  and 
Courtesy  Cars. 

(A  recommendation  for  action  will  be  made  at  the  June  19 
1979  Commission  meeting. ) 


(9)  Termination  of  Master  Plan  Contract  with  Joint  Venture 
and  New  Contract  with  Howard  Friedman 


(A  recommendation  for  action  will  be  made  at  the  July  17 
1979  Commission  meeting.) 
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MEETING 

Tuesday,  June  19,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Approval  of  Minutes 

5.  Director's  Reports  (see  attached  page) 

6.  Agenda  Items  Initiated  by  Commissioners 

7.  Agenda  Items  Involving  Airport  Policies  or 
Major  Operational  Decisions  (see  attached  pages). 

8.  Consent  Calendar  of  Routine  Administrative 
Matters  (see  attached  pages) 

9.  Items  Removed  from  Consent  Calendar 

10.  Communications 

11.  Trailing  Calendar  of  Old  Business  (see  attached 

page) 

12.  Adjournment  of  Public  Meeting 

13.  Executive  Session 
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5.  Director's  Reports 


(1)  U.S.  Customs  Area  Improvements 


(2)  A.B.C.  Cigar  Company  - Amendments  to  North  Terminal 
Newsstand  and  Giftshop  Leases, 

Resolution  approving  amendments  to  leases  to  A.B.C. 

Cigar  Company  for  operation  of  a Newsstand  and  Book- 
shop and  a Gift  and  Sundries  Shop  in  the  North  Terminal. 


(3)  Timetable  for  Implementation  of  the  North  Terminal 
Concession  Plan. 
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7.  Agenda  Items  Involving  Airport  Policies  or 
Major  Operational  Decisions 

(1)  Professional  Services  Agreement  to  Review  and  Evaluate 
the  Performance  of  Airport  Commission  Contracts. 

Resolution  approving  the  terms  and  conditions  and  autho- 
rizing the  execution  of  a Profession  Services  Contract 
with  Irving  Soffer  to  review,  and  evaluate  the  perform- 
ance of  Airports  Construction  Contracts  for  a total  fee 
not  to  exceed  $2,360.00  per  month. 


(2)  Recommendations  for  Selection  of  Architects  for  Four 
Projects  of  Less  Than  $2,000,000.00. 


(3)  Transfer  of  1977  Bond  Funds  from  Airport  Contract  1001, 
Control  Tower  at  Garage,  to  Contract  No.  1100,  Boarding 
Area  E,  in  the  amount  of  $3,005,330  and  Award  of 
Contract  No.  1100,  Boarding  Area  E - $12,705,330.00. 


Two  resolutions,  one  to  transfer  1975  Bond  Funds  in  the 
amount  of  $3,005,330  from  Airport  Contract  1001,  Control 
Tower  at  Garage,  to  Contract  1100,  Boarding  Area  E;  and 
another  resolution  to  award  Contract  1100  to  F.P.  Lathrop 
Construction  Company,  1900  Powell  Street,  Suite  1100, 
Emeryville,  CA  94608,  on  the  basis  of  Base  Bid  plus 
Alternatives  A,  B,  C,  and  D. 

Four  bids  were  received  June  7,  1979: 


Contractor 


Base  Bid  + Alternates 
A,  B,  C,  & D 


1.  F.P.  Lathrop  Construction  Co. 

2.  Engstrum  & Nourse/Stolte 

(A  Joint  Venture) 

3 . Titan  Group 

4.  Joseph  L.  Barnes  & Homer  J. 

Olsen  (A  Joint  Venture) 


$12,705,330 

$13,811,760 

$14,312,960 

$14,794,700 


(4) . Resolution  Approving  Transfer  of  Jurisdiction  of  Former 
Downtown  Heliport  to  the  Port  Commission 

Since  the  discontinuance  of  helicopter  operations  from 
the  Ferry  Building  to  the  Airport  in  1970,  the  1446  square 
foot  ticket  sales/lobby/office  has  been  surplus  to  Airport 
needs.  This  resolution  will  authorize  transfer  of  juris- 
diction to  the  Port  Commission  at  no  cost  to  the  Airport. 
The  Airport  will  thereafter  be  relieved  of  any  liability 
for  rent  or  removal  of  the  structure. 


(5)  Professional  Services  Agreement 

Resolution  authorizing  the  Director  of  Airports  to  se- 
lect a reputable  accounting  firm  and  enter  into  an 
agreement  for  professional  services  in  connection  with 
the  audit  of  major  concessions  and  contractors  at  San 
Francisco  International  Airport  for  a fee  not  to  exceed 
$30,000.00. 
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7.  Policies/Operational  Decisions  (continued) 

(6)  Robertshaw  Contract 

Resolution  approving  contract  between  Robertshaw 
Controls  Company  and  the  City  and  County  of  San 
Francisco  for  the  full  service  and  complete 
maintenance  of  automation  and  temperature  control 
system  in  the  Boarding  Areas  H and  I and  Connector. 
Payments  shall  not  exceed  $16,530.00  in  the  first 
year. 


(7)  Services  Agreement  with  San  Mateo  County  for 
Harold  N,  Barker,  Chief  of  Airport  Police' 

Approving  service  agreement  between  City  and 
County  of  San  Francisco  and  County  of  San  Mateo 
for  services  of  Harold  N.  Barker  as  Chief  of 
Airport  Police. 


(8 )  Approval  of  the  SFIA  Energy  Conserving  Design 
Criteria. 

A resolution  approving  the  May  1979  SFIA  Energy 
Conserving  Design  Criteria  prepared  by  Willis  and 
Associates  under  Contract  with  SFIA.  This  criteria 
satisfies  Phase  1 and  2 requirements  of  the  contract 
scope  of  work,  and  will  be  the  basis  for  design  re- 
view of  M & R Projects  for  energy  conservation,  and 
compliance  with  the  California  Energy  Commission 
Title  24  Requirements. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters. 


(1)  Modifications  to  Base  Schedule 

Resolution  approving  the  modifications  to  the  Base 
Schedule  approved  and  adopted  by  resolution  at  the 
April  17,  1979  Airports  Commission  meeting. 

The  modifications  for  which  approval  is  being  re- 
quested include  changes  to  work  sequence  and  cor- 
rections to  graphic  errors  found  within  the  schedule 
since  its  approval. 

These  corrections  and  modifications  for  which  approval 
is  being  requested;  with  the  exception  of  the  con- 
struction of  Ramps  of  Boarding  Area  "E",  does  not 
change  the  opening  date  of  Boarding  Area  "E"  nor  does 
it  change  any  other  project  completion  date.  These 
changes  also  do  not  change  any  of  the  project  budgets. 


( 2 )  Contract  No.  1200,  Central  Terminal  Modernization , 

Approval  of  Additional  Services,  Wind  Dynamic  Analysis 
Air  Traffic  Control  Tower . 

Resolution  approving  additional  services  for  a Wind 
Dynamic  Analysis  of  the  Air  Traffic  Control  Tower. 

The  proposed  analysis  will  assess  the  degree  of  motion 
to  be  anticipated  in  the  upper  levels  of  the  Tower  due 
to  wind  and  the  need,  if  any,  for  additional  structure 
to  resist  that  motion. 

This  is  to  insure  that  the  Tower  will  be  sufficiently 
resistant  to  wind  induced  movement  to  prevent  discom- 
fort due  to  motion  sickness  which  could  affect  the 
performance  of  Air  Traffic  Controllers. 

The  maximum  fee  for  this  analysis  is  $13,000.00. 

An  allowance  of  $20,000  was  certified  for  additional 
services  as  a part  of  the  design  development  phase  of 
the  contract.  This  funding  was  not  allocated  to  a 
specific  use,  however,  it  was  anticipated  that  a 
structural  analysis  as  described  above  would  probably 
be  required.  The  determination  of  the  need  for  this 
work  and  the  fee  involved  had  to  be  deferred  pending 
further  development  of  the  Tower  design  which,  at  that 
time,  was  only  a preliminary  feasibility  study  with 
insufficient  detail  on  which  to  base  a decision. 


(3)  Approval  of  Amendment  to  Professional  Services  Agree- 
ment with  Arthur  Andersen  & Company. 

Authorizes  Phase  II  of  the  FIRM  implementation  pro- 
ject Financial  Information  component. 


Contract  amount 
Phase  I authorization 
Phase  II  authorization 
Yet  unauthorized 


$319,000 

90,000 

125.000 

104.000 
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8.  Consent  Calendar  (continued) 


(4 )  Contract  Modification  - Willis  and  Associates,  Inc. 

A resolution  approving  modification  to  the  August  1, 
1978  Willis  and  Associates,  Inc.  Contract  for  San 
Francisco  International  Airport  Energy  Conserving 
Consulting  Services.  The  modifications  include  a 
change  of  Consultant  name,  reassignment  of  phase 
budgets,  and  modification  of  scope,  at  no  additional 
cost  to  the  Airport. 


(5)  Bid  Call  for  Airport  Contract  No.  1189, 

Drainage  Improvement  at  Gate  68  - Pier  "FF" 

Resolution  approving  the  final  plans  and  specifica- 
tions and  authorizing  the  Director  of  Airports  to 
call  for  bids  for  Airport  Contract  No.  1189,  Drain- 
age Improvement  at  Gate  68  - Pier  "FF". 

The  purpose  of  this  contract  is  to  correct  the  sur- 
face drainage  problem  at  Gate  68,  Pier  "FF" , by 
repaving  and  adjusting  slopes  around  the  building. 

The  work,  in  general,  consists  of  constructing  new 
sidewalks  and  ramp  area  at  a level  above  the  adja- 
cent apron  which  will  provide  a drainage  flow  away 
from  the  building. 

Construction  time  is  30  calendar  days. 

This  work  is  not  part  of  the  Expansion  Program. 


(6)  Bid  Call  for  Airport  Contract  No.  1248, 

Emergency  Airfield  Pavement  Repairs,  Fiscal  Year 
1979-80. 


Resolution  approving  the  final  plans  and  specifica- 
tions and  authorizing  the  Director  of  Airports  to 
call  for  bids  for  Airport  Contract  No.  1248,  Emer- 
gency Airfield  Pavement  Repairs,  FY  1979-80. 

The  purpose  of  this  annual  contract  is  to  prevent 
important  airfield  pavements  from  being  taken  out 
of  service  and  to  avoid  hasty  negotiations  for 
emergency  pavement  repairs  by  providing  a means  to 
perform  urgent  repair  work  over  and  beyond  the  capa- 
bility of  our  maintenance  forces. 

Construction  time  is  not  specified,  but  the  contract 
will  terminate  on  June  30,  1980  unless  extended. 
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8.  Consent  Calendar  (continued) 


(7)  Modification  No.  56  (Debit) , Airport  Contract 
No.  1000,  Garage:  Stage  IV  - Superstructure 

Addition,  $137,315.00. 

Resolution  approving  and  requesting  the  Control- 
ler's certification  of  Debit  Modification  No.  56 
to  Airport  Contract  No.  1000,  in  the  total  debit 
amount  of  $137,315.00. 

The  contractor  for  this  project  is  Robert  K.  McKee, 
Inc. 


This  modification  adds  1-inch  of  fireproofing  to 
top  and  bottom  of  metal  deck  soffit  and  revises 
contract  details  on  Pedestrian  Bridges  E and  F. 


Original  amount  of  contract 
Previous  modifications 
Revised  amount  of  contract  to  date 
Modification  No.  56  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

2,254,306.00 

$52,668,701.00 

137,315.00 

$52,806,016.00 


This  contract  is  part  of  the  Airport  Expansion 
Program. 


(8)  Modification  No.  57  (Debit) , Airport  Contract  No.  1000 
Ratifying  Action  of  Director  of  Airports  on  Change 
Orders , Garage : Stage  IV  - Superstructure  Addition, 

$12,172. 00^ 

Resolution  approving  and  ratifying  the  action  of  the 
Director  of  Airports  in  approving  Change  Orders  131 
thru  133,  and  requesting  the  Controller's  ce  .tifica- 
tion  of  Modification  No.  57  to  Airport  Contract  No. 
1000,  in  the  total  amount  of  $12,172.00. 


The  contractor  for  this  work  is  Robert  E.  McKee,  Inc. 


The  work  consists  of  revising  electrical  services  to 
Control  Air  Compressor  DAC-1  in  the  Central  Plant; 
performing  additional  refurbishment  of  existing  400KW 
emergency  generator  TG-3;  and  installing  pedestal 
type  fire  hose  cabinets  in  lieu  of  column  mounted  in 
Segment  6 at  column  line  TT/221,  levels  1 thru  4. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  57  consisting  of 
the  following  Change  Orders: 


No. 

131, 

$ 851.00 

(Debit) 

No. 

132, 

4,391.00 

(Debit) 

No. 

133, 

6,930.00 

(Debit) 

Revised  amount  of  contract 


$50,414,395.00 

2,391,621.00 

$52,806,016.00 


12,172.00 

$52,818,188.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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8.  Consent  Calendar  (continued) 


(9)  Modification  No.  58  (Debit),  Airport  Contract  No. 

1000 , Garage:  Stage  IV  - Superstructure  Addition, 

$248/320,00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  58  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of 
$248/320.00. 

The  contractor  for  this  project  is  Robert  E.  McKee, 
Inc . 


The  work  completes  specific  areas  in  Contract  1000 
which  are  essential  to  the  operation  of  the  North 
Terminal  Complex  prior  to  the  Terminal ' s scheduled 
opening  date. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  58  (Debit) 

Revised  amount  of  contract 


$50,414/395.00 

2,403,793.00 

$52,818,188.00 

248,320.00 

$53,066,508.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(10)  Modification  No.  1 and  Completion  of  Airport  Contract 
No.  1042  - Repaint  Restricted  Areas  Between  Taxiway 
"A"  and  Taxiway  “B". 

Resolution  accepting  the  work  under  Airport  Contract 
No.  1042,  Repaint  Restricted  Areas  between  Taxiway  "A1 
and  Taxiway  "B",  as  satisfactorily  completed;  approv- 
ing and  requesting  the  Controller's  certification  of 
Credit  Modification  No.  1 in  the  amount  of  $1,861.21; 
extending  the  completion  date  from  May  19,  1979  to 
May  22,  1979;  and  approving  the  final  payment  in  the 
amount  of  $51,490.79  in  favor  of  the  contractor, 
Malott  and  Peter son-Grundy,  2412  Harrison  Street,  San 
Francisco,  CA  94110. 


Original  amount  of  contract 
Modification  No.  1 (Credit) 
Final  amount  of  contract 
Performance  time  of  contract 
Original 
As  Modified 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$53,352.00 

(1,861.21) 

$51,490.79 

20  calendar  days 
23  calendar  days 
April  30,  1979 
May  19,  1979 
May  22,  1979 


This  contract  is  not  part  of  Airport  Expansion  Program. 
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8.  Consent  Calendar  (continued) 


(11)  Airport  Contract  No.  1176 , Emergency  Airfield  Pavement 
Repairs , Modification  No.  1 - Extension  of  Time. 

Resolution  approving  Modification  No.  1 extending  the 
completion  date  62  calendar  days  from  June  30,  1979 
to  August  31,  1979,  at  no  additional  cost  to  the  City. 

There  is  a balance  of  approximately  $13,400.00  remain- 
ing in  this  annual  emergency  repair  contract.  The 
extension  of  time  will  enable  the  City  to  have  the 
service  during  the  interim  period  before  the  fiscal 
year  1979-80  contract  is  available  for  use. 


Original  amount  of  contract 
Modification  No.  1 (Time 
Extension) 

Revised  amount  of  contract 
Amount  Earned  to  Date 
(Approximate ly ) 

Amount  available  for 
Further  Repairs 
Original  completion  date 
Modified  Completion  date 


$63,290.00 


No  additional  cost 
$63,290.00 

$49,890.00 

$13,400.00 
June  30,  1979 
August  31,  1979 


This  contract  is  not  part  of  the  Airport  Expansion 
Program. 


(12)  Tenant  Improvement:  American  Airlines, 

Modification  to  Outbound  Baggage  Handling  System 
at  South  Terminal,  $335,000.00. 

Resolution  approving  the  final  plans  and  specifica- 
tions submitted  by  American  Airlines  showing  proposed 
revisions  to  their  outbound  baggage  handling  system 
at  the  South  Terminal.  The  project  consists  of  in- 
stalling a new  baggage  carousel  on  the  field  side 
of  the  terminal  service  road.  The  carousel  will  be 
fed  by  an  overhead  conveyor  belt  extending  from  the 
existing  off-loading  belt  at  the  back  of  the  South 
Terminal . 

The  work  will  be  done  by  American  Airlines  at  their 
own  and  sole  expense  and  without  rental  credit.  The 
estimated  cost  is  $335,000.00. 


(13)  Tenant  Improvement:  Air  California 

North  Terminal  Facilities  - $325,000.00. 

Resolution  approving  the  final  plans  and  specifica- 
tions submitted  by  Air  California  showing  space 
improvements  in  their  lease  areas  in  the  North 
Terminal.  The  work  consists  of  constructing  offices, 
employee  facilities,  and  baggage  handling  facilities. 

The  work  will  be  done  by  Air  California  at  its  own 
and  sole  expense  and  without  rental  credit.  The 
estimated  cost  of  $325,000.00. 

This  project  is  a tenant  improvement  to  facilities 
constructed  under  the  Airport  Expansion  Program. 
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11.  Trailing  Calendar  of  Old  Business 


(1)  Garage  Contract 

(A  recommendation  for  action  will  be  made  at 
the  July  3,  1979  Commission  meeting.) 


(2)  A.B.C.  Contract 

(A  recommendation  for  action  will  be  made  at 
the  July  3,  1979  Commission  meeting.) 


(3)  Amending  Section  1.4.5  of  the  Airport  Rules  and 
Regulations  „ 

Resolution  amending  Section  1.4.5  of  the  Airport 
Rules  and  Regulations,  relating  to  the  operation 
of  courtesy  vehicles,  limousines,  busses  and 
taxicabs . 


(4)  Contract  with  San  Francisco  Airport  Medical  Clinic 

(A  report  to  the  Commission  will  be  made  at  the 
July  3,  1979  Commission  meeting.) 


(5)  Passenger  Information,  Visitor  Service  Program  and 
Visitors  Guide. 

(A  recommendation  for  action  will  be  made  at  the 
July  3,  1979  Commission  meeting.) 


(6)  Termination  of  Master  Plan  Contract  with  Joint 
Venture  and  New  Contract  with  Howard  Friedman. 

(A  recommendation  for  action  will  be  made  at  the 
July  17,  1979  Commission  meeting.) 


(7)  General  Aviation  Landing  Fees 

(A  report  to  the  Commission  will  be  made  at  the 
August  21,  1979  Commission  meeting.) 


(8)  Photographic  Library 

(A  progress  report  to  the  Commission  will  be  made 
at  the  August  21,  1979  Commission  meeting.) 
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SAN  FRANCISCO 
AIRPORTS  COMMISSION 


„ CALENDAR 

Tuesday,  July  3,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 

San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

Tuesday,  July  3,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Secretary's  Announcement  of  Items  Passed  in  Executive 

Sessions  of  June  21,  1979  and  June  27,  1979 

6.  Director's  Reports  (see  attached  page) 

7.  Agenda  Items  Initiated  by  Commissioners  (see  attached  page) 

8.  Agenda  Items  Involving  Airport  Policies  or  Major 

Operational  Decisions  (see  attached  pages) 

9.  Consent  Calendar  of  Routine  Administrative  Matters 

(see  attached  pages) 

10.  Consent  Calendar  of  Contract  Modifications  (see  attached 

pages) 

11.  Items  Removed  from  Consent  Calendar 

12 . Communications 

13.  Trailing  Calendar  of  Old  Business  (see  attached  pages) 

14.  Adjournment  of  Public  Meeting 

15.  Executive  Session 
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6.  Director's  Reports 


(1)  Human  Rights  Commission  Requirements  for  Contract  No. 
1100 , Boarding  Area  E. 

Progress  report  on  the  contractor's  attempt  to  meet  the 
Human  Rights  Commission's  affirmative  action  goals. 

(2 ) Visitors  Service  and  Passenger  Information  Program. 

(3)  North  Terminal  Carpet 

(4)  Airport  Energy  Conservation 

(5)  Housekeeping  in  Ticketing  Lines 

(6)  "Delay"  Signs  in  Customs  Area 
Recommendation  for  action. 

(7)  Deak-Pereia,  Foreign  Currency  Exchange  Booth 

(8 ) Progress  Report  - Implementation  of  FIRM. 
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7.  Agenda  Items  Initiated  by  Commissioner 


(1)  Expenditure  of  Travel  Money 
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8 . Airport  Policy/Major  Operational  Decisions 


(1)  Amendment  to  Section  1.4.5  of  Airport  Rules  and 

Regulations  for  Ground  Transportation  Services  at 
Airport. 


(2)  Garage  Contract 

Resolution  approving  the  bid  specifications  and  approv- 
ing the  form  and  format  of  the  contract,  and  authoriz- 
ing the  solicitation  of  proposals  to  select  qualified 
bidders. 


(3)  Approving  the  SFIA  Terminal  Area  Master  Plan 

A resolution  approving  the  June,  1979  SFIA  Terminal 
Area  Master  Plan  prepared  by  the  joint  venture  of  John 
Carl  Warnecke  and  Associates  and  Dreyfuss  and  Blackford. 


(4)  Termination  of  Contract  with  John  Carl  Warnecke  and 

Associates  and  Dreyfuss  and  Blackford,  a Joint  Venture, 
Master  Architect  Services. 

Resolution  accepting  the  consultant's  work  as  satis- 
factory and  terminating  the  agreement  for  master  archi- 
tect professional  services  with  John  Carl  Warnecke  and 
Associates  and  Dreyfuss  and  Blackford,  a joint  venture. 


(5)  Contract  Modification  No.  2,  Professional  Services 
Agreement  with  Howard  A.  Friedman  & Associates 

Resolution  approving  Modification  No.  2 to  Professional 
Services  Agreement  with  Howard  A.  Friedman  & Associates, 
to : 

1.  Extend  term  of  contract  to  June  30,  1980. 

2.  Increase  scope  of  work  to  cover  services 
required  for  the  review  of  construction 
projects  for  compliance  with  the  Master 
Plan,  and  for  assisting  the  Bureau  of 
Terminal  Construction  in  the  updating  of 
the  Master  Plan. 

3.  Increase  contract  amount  by  $40,000.00. 


(6)  Approval  of  A.B.C.  Leases  in  North  Terminal 

Resolution  approving  and  authorizing  amendment  to  Leases 
of  the  "Newsstand  and  Bookstore"  and  the  "Gifts  and 
Sundries  Shop"  with  A.B.C.  Cigar  Company  for  North 
Terminal  building. 
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8 . Policy/Operational  Decisions  (continued) 


(7)  Central  and  South  Terminal  Newsstand  and  Giftshop  Leases 

Resolution  approving  terms  and  conditions  of  four  leases: 
one  each  for  the  operation  of  a "Newsstand  and  Bookstore" 
and  a "Gift  and  Sundries  Shop"  in  the  Central  and  South 
Terminals,  respectively,  and  authorizing  invitations  for 
bids . 


(8)  Resolution  Approving  Two  Sculptures  and  Two  Paintings 
for  the  Art  Enrichment  Program,  Authorizing  Transfer 
of  Funds  to  the  Art  Commission  Account  and  for  the 
Controller  to  Pay  for  These  Works  Upon  Proper  Documen- 
tation, 


(9)  Resolution  Approving  Professional  Services  Agreement 
with  San  Francisco  International  Airport  Medical 
Group,  Inc. 

This  agreement  will  provide  availability  of  medical 
services  at  the  Airport  24  hours  per  day,  for  the  period 
beginning  July  1,  1979  to  June  30,  1980,  inclusive,  at  a 
cost  not  to  exceed  $85,000.00.  This  agreement  supersedes 
the  previous  agreement  Resolution  78-0225  dated 
August  15,  1978. 


(10 )  Declaration  of  Emergency 

Sewer  line  failure  at  Airport  Facility. 


(11)  Safety  Consultant  Services 

Resolution  approving  and  authorizing  Director  to  execute 
agreement  with  Iver  C.  Larson  & Associates  for  safety 
consultant  services. 
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9.  Consent  Calendar  of  Routine  Administrative  Matters 


(1)  Completion  of  Professional  Services,  Irving  L.  Softer, 
Consultant. 


Resolution  accepting  the  work  performed  by  Irving  L. 
Softer,  Consultant,  on  the  review  and  evaluation  of 
construction  claims  and  modifications  of  contract  for 


construction  contracts,  and 
in  the  amount  of  $2,250.00. 

Original  amount  of  contract 
Final  amount  of  contract 
Original  starting  date 
Original  completion  date 


authorizing  final  payment 


$13,500.00 
$13,500.00 
January  1,  1979 
June  30,  1979 


Mr.  Softer' s contract  was  renewed  by  Commission  for 
fiscal  year  1979-80  at  the  meeting  of  June  19,  1979. 


(2 )  Landing  Weights  for  Scheduled  Airlines'  Aircrafts 

Operating  at  San  Francisco  International  Airport  from 
July  1,  1979  through  June  30,  1979. 

Resolution  approving  the  maximum  gross  landing  weights 
for  each  type  of  aircraft  operated  by  the  scheduled 
airlines  operating  at  San  Francisco  International  Air- 
port for  the  period  July  1,  1979  through  June  30,  1979 

The  maximum  gross  landing  weights  must  be  updated  each 
fiscal  year  to  reflect  all  changes  in  aircraft  type, 
and  model. 


(3)  Approving  $1,500,000  Special  Revenue  Bond  Financing  by 
the  San  Francisco  Airport  Improvement  Corporation  to 
Enlarge  Western  Airlines'  Cargo  Building  on  Plot  12. 

The  non-profit  San  Francisco  Airport  Improvement  Corpo- 
ration has  requested  approval  for  financing  a 20,457 
square  foot  addition  to  Western  Airlines'  Cargo  Building 
on  Plots  12  and  12B.  City  Planning  has  approved  the 
project  as  not  having  an  adverse  effect  on  the  environment. 
The  amount  of  special  revenue  bonds  proposed  for  issuance 
is  $1,500,000,  but  the  City  incurs  no  liability  for  re- 
payment. 


(4)  Approving  Advance  Right  of  Entry  to  the  Federal  Aviation 
Administration . 

In  the  interests  of  flying  safety,  the  Federal  Aviation 
Administration  must  relocate  and  expand  certain  Localizer 
and  Glide  Slope  facilities  which  are  components  of  the 
Instrument  Landing  System  for  Runways  10R  and  28L.  An 
Advance  Right  of  Entry  will  allow  FAA  to  go  to  bid  pending 
preparation  of  the  lease  documents. 
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9.  Consent  Calendar  (cont'd) 


(5)  Resolution  Approving  Lease  and  "Advance  Right  of  Entry"- 
Federal  Aviation  Administration , Lessee  and  City  and 
County  of  San  Francisco,  Lessor. 

The  Federal  Aviation  Administration  desires  to  lease 
from  the  City  and  County  of  San  Francisco  certain  lo- 
cations adjacent  to  Runway  19R  for  installation,  oper- 
ation and  maintenance  of  Visual  Approach  Slope  Indicators. 


(6)  Resolution  Approving  Amendment  to  Lease  and  "Advance 
Right  of  Entry"  Federal  Aviation  Administration, 

Lessee,  and  City  and  County  of  San  Francisco,  Lessor. 

The  Federal  Aviation  Administration  desires  to  install, 
operate  and  maintain  an  additional  Visual  Approach  Slope 
Indicator  for  Runway  10L. 


(7)  Completion  of  Airport  Contract  No.  1157R,  Replacement  of 
Sewer  Piping,  South  Terminal  Crawl  Space. 

Resolution  accepting  the  work  under  Airport  Contract  No. 
1157R,  Replacement  of  Sewer  Piping,  South  Terminal  Crawl 
Space,  as  satisfactorily  completed  and  approving  final 
payment  in  the  amount  of  $925.00  in  favor  of.  the  contrac- 
tor, Pat  Kennelly  Construction  Company,  P.O.  Box  669, 
South  San  Francisco,  CA  94080. 


Original  amount  of  contract 
Final  amount  of  contract 
Performance  time  of  contract 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


$18,500.00 
$18,500.00 
60  calendar  days 
April  10,  1979 
June  8,  1979 
April  20,  1979 


This  contract  is  not  part  of  the  Airport  Expansion 
Program. 
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9.  Consent  Calendar  (cont'd) 


(8 ) Completion  of  Airport  Contract  No.  1187 , 

Security  Check  Point  at  Connector  and  North  Terminal. 


Resolution  accepting  the  work  under  Airport  Contract  No. 
1187,  Security  Check  Point  at  Connector  and  North 
Terminal  as  satisfactorily  completed;  approving  and  re- 
questing the  Controller's  certification  of  Final  Modi- 
fication No.  1 in  the  debit  amount  of  $145.48;  extending 
the  completion  date  from  March  1,  1979  to  May  4,  1979 
and  approving  final  payment  in  the  amount  of  $27,798.40 
in  favor  of  the  contractor,  J M Construction  Company, 
1175  Montgomery  Avenue,  San  Bruno,  CA  94066. 


Original  amount  of  contract 
Previous  Modifications  (None) 
Modification  No.  1 consisting  of  the 
following  Change  Order: 

No.  1,  $145.48  (Debit) 

Final  revised  amount  of  contract 
Performance  time  of  contract 
Original  contract  time 
Extension  of  time  (Mod.  No.  1) 
Total  contract  time 
Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$83,560.00 

-0- 


145.48 

$83,705.48 

60  calendar  days 
65  calendar  days 
125  calendar  days 
January  1,  1979 
March  1,  1979 
May  4,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(9)  Modification  No.  1 and  Completion  of  Airport  Contract 

No.  1236,  Grooving  of  Runway  1R-19L,  South  Half,  $93,371.41 

Resolution  accepting  the  work  under  Airport  Contract  No. 
1236,  Grooving  of  Runway  1R-19L,  South  Half,  as  satis- 
factorily completed;  approving  and  requesting  the  Control- 
ler's certification  of  Debit  Modification  No.  1 in  the 
amount  of  $5,741.41;  and  approving  final  payment  in  the 
amount  of  $93,371.41  in  favor  of  the  contractor,  Hunt 
Contracting  Company,  1627  Chico  Avenue,  South  El  Monte, 

CA  91733. 


Original  amount  of  contract 
Modification  No.  1 (Debit) 
Final  amount  of  contract 
Performance  time  of  contract 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


$87,630.00 
5,741.41 
$93,371.41 
21  calendar  days 
May  15,  1979 
June  4,  1979 
June  1,  1979 


This  contract  is  part  of  Federal  Aviation  Administration 
ADAP  Project  No.  6-06-0221-09. 
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9.  Consent  Calendar  (cont'd) 


(10)  Tenant  Improvement:  Pacific  Southwest  Airlines  - 

Parts  Storage  Building  at  Superbay  Hangar,  $180",  000. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Pacific  Southwest  Airlines  showing  their 
proposed  parts  storage  building  adjacent  to  the  American 
Airlines  Superbay  Hangar  within  PSA's  sublease  area  at 
Plot  40.  The  project  consists  of  constructing  a single 
story,  steel  frame,  metal  sided  building  with  a floor 
area  of  5,400  square  feet. 

The  work  will  be  done  by  Pacific  Southwest  Airlines  at 
its  own  and  sole  expense  and  without  rental  credit.  The 
estimated  cost  is  $180,000. 


(11)  Tenant  Improvement;  Braniff  International,  South 
Terminal  Space  Improvements,  $170,000.00. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Braniff  International  showing  the  remodel- 
ing of  their  ticket  counter  and  offices  at  the  upper 
level  of  the  South  Terminal  and  the  construction  of 
employee  locker  rooms  and  baggage  service  offices  at 
the  lower  level  in  space  formerly  used  for  a flight 
kitchen. 

The  work  will  be  done  by  Braniff  International  at  its 
own  and  sole  expense  and  without  rental  credit. 

The  estimated  cost  is  $170,000.00. 


(12)  Amending  Resolution  No.  79-0131  by  Splitting  a Previously 
Authorized  Rent  Credit  Between  Delta  and  United  Airlines. 

Airports  Commission  Resolution  No.  79-0131  previously 
authorized  a $263,755  rental  credit  to  Delta  Airlines  to 
reimburse  Delta  for  expenses  incurred  in  its  interim  re- 
location to  Pier  "C" . Delta  has  requested  an  accelerated 
playback,  and  this  resolution  will  provide  it  by  reducing 
Delta's  rent  credit  to  $180,000  and  giving  United  Airlines 
a rental  credit  for  the  balance  of  $83,755.  This  latter 
amount  is  attributed  to  Delta's  equipment  and  material 
purchases  from  United  Airlines. 


(13 )  Resolution  Approving  Sublease  from  Trans  World  Airlines 
to  Japan  Air  Lines. 

Trans  World  Airlines,  Inc.  proposes  to  sublease  to  Japan 
Airlines  1,420  square  feet  of  office  space  and  9,842 
square  feet  of  warehouse  space  in  its  Air  Cargo  Facility 
on  Plot  3. 
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10-  Consent  Calendar  for  Contract  Modifications 


(1)  Modification  No.  5 (Debit) , Completion  of  Airport 

Contract  No.  650D,  North  Terminal  - Interior  Design 
Elements/  $1,884.09. 

Resolution  accepting  the  work  under  Airport  Contract  No. 
650D,  North  Terminal  Interior  Design  Elements,  as  satis- 
factorily completed;  approving  and  requesting  the  Con- 
troller's certification  of  Debit  Modification  No.  5 in 
the  amount  of  $1,884.09;  extending  the  completion  date 
from  November  1,  1978  to  April  12,  1979;  and  approving 
final  payment  in  the  amount  of  $56,475.29  in  favor  of 
the  contractor,  Ralph  Larsen  & Son,  Inc.,  1849  Bayshore 
Highway,  Suite  321,  Burlingame,  CA  94010. 


Original  amount  of  contract 
Modifications  Nos.  1 thru  4 
Revised  amount  of  contract  to  date 
Modification  No.  5 consisting  of 
the  following  Change  Orders: 

No.  13,  $ 329.00  (Debit) 

No.  14,  1,555.00  (Debit) 

Final  amount  of  contract 
Performance  time  of  contract: 
Original  contract  time 
Actual  contract  time 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


$498,000.00 

47,912.00 

$545,912.00 


1,884.09 

$547,796.09 

116  calendar  days 
331  calendar  days 
May  15,  1978 
September  8,  1978 
April  12,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(2)  Modification  No.  59  (Debit),  Airport  Contract  No.  1000, 
Garage:  Stage  IV  - Superstructure  Addition,  $72,448.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  59  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of 
$72,448.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  modification  directs  contractor  to  operate  the 
Central  Heating  and  Cooling  Plant  and  related  appurtenances 
for  an  unspecified  period  of  time  subsequent  to  the  sub- 
stantial completion,  starting  and  testing  on  each  piece  of 
equipment  and/or  system;  and  provides  primary  insurance 
coverage  for  the  contractor  under  the  City's  boiler  and 
chiller  insurance  policies. 

Original  amount  of  contract  $50,414,395.00 

Previous  modifications  2,652,113.00 

Revised  amount  of  contract  to  date  $53,066,508.00 

Modification  No.  59  (Debit)  72,448.00 

Revised  amount  of  contract  $53,138,956.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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10.  Consent/Modif ications  (cont'd) 


(3)  Modification  No.  13  (Debit),  Airport  Contract  No.  1015y 
Garage:  Stage  V - Final  Modifications , $21,359.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  13,  to  Airport 
Contract  No.  1015,  Garage:  Stage  V - Final  Modifications, 

in  the  total  amount  of  $21,359.00. 


The  contractor  for  this  project  is  Titan  Pacific  Con- 
struction Corporation. 


Modification  No.  13  furnishes  and  installs  steel  beams 
spanning  the  air  supply  shafts  in  Cores  BC  and  EF  re- 
quired for  maintenance  and  removal  of  fans,  as  detailed 
in  Bulletin  38R1  dated  January  9,  1979. 


Original  amount  of  contract 
Previous  Modifications  (Net  Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  13  (Debit) 

Revised  amount  of  contract 


$13,925,744.00 

212,246.08 

$14,137,990.08 

21,359.00 

$14,159,349.08 


This  contract  is  part  of  the  Airport  Expansion  Program. 


Page  11,  July  3,  1979 


13..  Trailing  Calendar  of  Old  Business 


(1)  Visitor  Service  and  Passenger  Information  Program 

(A  Progress  Report  on  this  item  is  contained  in  this 
Calendar  under  Director's  Reports,  Item  (2);  a recom- 
mendation for  action  will  be  made  at  the  July  17,  1979 
Commission  meeting.) 


(2)  Airport  Energy  Conservation 

(A  Progress  Report  on  this  item  is  contained  in  this 
Calendar  under  Director's  Reports,  Item  (4);  a recom- 
mendation for  action  will  be  made  at  the  July  17,  1979 
Commission  meeting.) 


(3)  Publicity  of  Availability  and  Solicitation  of  Suggestions 
for  North  Terminal  Lease  Space 

(A  Progress  Report  will  be  made  at  the  July  17,  1979 
Commission  meeting.) 


(4)  Flower  Concession  Lease  for  North  Terminal 

(A  recommendation  for  action  will  be  made  at  the  July  17, 
1979  Commission  meeting.) 


(5)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  Progress  Report  will  be  made  at  the  July  17,  1979 
Commission  meeting;  a recommendation  for  action  will  be 
made  at  the  September  4,  1979  Commission  meeting.) 


(6 )  Revision  of  the  Interim  Noise  Policy 

(As  noted  in  the  Memorandum  on  this  item,  a recommendation 
for  action  will  be  made  at  the  August  7,  1979  Commission 
meeting. ) 


(7)  Housekeeping  in  Ticketing  Lines 

(A  Progress  Report  on  this  item  is  contained  in  this 
Calendar  under  Director's  Reports,  Item  (5);  a recom- 
mendation for  action  will  be  made  at  the  August  7,  1979 
Commission  meeting.) 


(8)  General  Aviation  Landing  Fees 

(A  report  will  be  made  at  the  August  21,  1979  Commission 
meeting. ) 
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13*  Trailing  Calendar  of  Old  Business  (cont'd) 


(9)  Photographic  Library 

(A  Progress  Report  will  be  made  at  the  August  21,  1979 
Commission  meeting.) 

(10)  Fall  Schedule  of  International  Carriers 

(A  report  will  be  made  at  the  September  18,  1979 
Commission  meeting.) 
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SAN  FRANCISCO 
< AIRPORTS  COMMISSION 
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CALENDAR 


Tuesday,  July  17,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 


COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.  Z.  L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 


Tuesday,  July  17,  1979 


CALENDAR 

1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4 . Adoption  of  Minutes 

5.  Secretary's  Announcement  of  Items  Passed  in  Executive 

Session  of  July  3,  1979  and  July  12,  1979. 

6.  Director's  Reports  (see  attached  page) 

7.  Agenda  Items  Initiated  by  Commissioners  (see  attached  page) 

8.  Agenda  Items  Involving  Airport  Policies  or  Major  Operational 

Decisions  (see  attached  pages) 

9.  Consent  Calendar  of  Routine  Administrative  Matters  (see 

attached  pages) 

10.  Consent  Calendar  of  Contract  Modifications  (see  attached 

pages) 

11.  Items  Removed  from  Consent  Calendars 

12.  Communications 

13.  Trailing  Calendar  of  Old  Business  (see  attached  pages) 

14.  Adjournment  of  Meeting. 

15.  Executive  Session 
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6 . Director ' s Reports 


(1)  Advertising  for  Proposals  of  Concessions  - 
North  Terminal  Building. 

Report  on  the  interest  and  proposals  received  as 
the  result  of  the  advertisement  in  the  media  by 
the  Director  for  Concessions  in  the  North  Terminal 
building. 


(2)  Public  Service  Program  1979-80 

Recommendation  for  action  on  a proposed  Public 
Service  Program  for  fiscal  year  1979-80,  to  provide 
passenger  service  and  public  information  services 
in  the  terminal  buildings  for  users  of  San  Francisco 
International  Airport. 
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7,  Agenda  Items  Initiated  by  Commissioners 

(1)  Policy  on  Out-of-State  Travel 

Resolution  establishing  the  policy  of  the  Airports 
Commission  in  regard  to  expenditures  for  out-of- 
state  travel  for  Commissioners  and  Airport  staff, 
and  approval  thereof. 
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8.  Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions. 

(1)  Delta  Air  Lines  Stand  on  FAR  36  Compliance 

Resolution  commending  Delta  Air  Lines  for  their  stand 
on  the  Noise  Bill  and  for  their  plans  to  comply  with 
FAR  36  standards  within  the  present  deadlines,  and 
directing  the  Secretary  of  the  Commission  to  send 
copies  of  this  resolution  to  appropriate  officials  of 
Delta  Air  Lines  and  to  citizens  interested  in  this 
Airport's  noise  problems. 


(2)  Open  Taxicab  Transportation  System  Operating  Agreement 

Resolution  approving  and  authorizing  Director  to  enter 
into  an  Open  Taxicab  Transportation  System  Operating 
Agreement  with  Airport  Parking  Management  of  San 
Francisco,  a joint  venture. 


(3)  Organizational  Report  and  Recommendations  and  Airport 
Goals  and  Objectives  for  1979-80. 

Resolutions  approving  the  report  and  recommendations 
of  the  Airport's  consultants,  Booz,  Allen  and  Hamilton, 
on  the  reorganization  of  Airport  staff  and  functions 
and  the  report  on  Airport  goals  and  objectives  for 
1979-80. 


(4 ) Master  Plan  - Cargo  Facilities 

Resolution  requiring  the  development  of  a Master  Plan 
for  Cargo  Facilities,  and  the  disapproval  of  any  more 
such  facilities  until  the  Plan  is  developed. 

(5 ) Central  and  South  Terminal  Newsstand  and  Giftshop 
Leases o 

Resolution  approving  terms  and  conditions  of  four 
leases:  one  each  for  the  operation  of  a "Newsstand 
and  Bookstore"  and  a "Gift  and  Sundries  Shop"  in  the 
Central  and  South  Terminals,  respectively,  and  autho- 
rizing invitations  for  bids. 


(6)  Flower  Shop  Lease  - North  Terminal 

Resolution  approving  terras  and  conditions  for  the 
operation  of  a "Flower  Shop"  in  the  North  Terminal 
building  and  authorizing  invitations  for  bid. 
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8.  Policy/Operational  Decisions  (continued) 


(7)  Resolution  Authorizing  Invitation  to  Bid  For 
Luggage  Cart  Concession. 

This  resolution  will  authorize  the  Director  to 
advertise  and  solicit  competitive  bids  for  a self- 
service  coin-dispensed  luggage  cart  system  at  the 
Airport.  The  proposed  term  is  ten  years,  and  the 
biddable  item  will  be  the  highest  percentage  of 
gross  income  after  refunds  as  automatically  recorded 
by  coin  or  bill  operated  vending  units. 


(8)  Professional  Services  Agreement  - 

Hogan  and  Hartson,  Modification  No.  5. 

Resolution  approving  Modification  No.  5 of  Agreement 
with  Hogan  and  Hartson,  Washington,  D.C.,  for  service 
as  Special  Counsel,  to  extend  term  of  agreement  for 
an  additional  year  to  July  14,  1980  and  to  increase 
the  maximum  sum  payable  by  $10,000. 
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9.  Consent  Calendar  of  Routine  Administrative  Matters 

(1)  Settlement  of  Claims 

Resolution  approving  settlement  of  claims. 


(2)  Airport  Development  Aid  Program  (ADAP)  Project  No. 
6-06-0221-10  - Project  Application. 

Resolution  requesting  the  Mayor  to  recommend  to  the 
Board  of  Supervisors  the  adoption  of  a resolution 
authorizing  the  Airports  Commission  to  submit  ADAP 
Project  Application  No.  10  to  the  Federal  Aviation 
Administration  for  a grant  of  federal  funds  and  to 
accept  the  resulting  Grant  offer.  The  application 
consists  of: 

1.  Runway  and  Taxiway  Shoulder  Drop-Off  Releveling 
and  Blast  Shoulder  Extension. 

2.  Reconstruction,  Airfield  Perimeter  Dike,  Phase  A. 

3.  Concrete  Pads  - Pier  F. 

4.  Apron  Overlay  Between  Piers  E and  F. 

5.  New  Firehouse. 

6.  New  Field  Lighting  Building. 

7.  Taxiway  Centerline  Lighting. 

8.  Reconstruction  and  Overlay,  South  End  T/W  "B". 

Total  estimated  cost  of  the  project  is  $9,470,000.00. 

Total  portion  of  costs  eligible  for  federal  funding 
is  $7,102,500.00. 


(3)  Bid  Call,  Contract  No.  1096,  Emergency  Communication 

System  for  Elevators  - North  Terminal  & Parking  Garage . 

Resolution  approving  the  final  plans  and  specifications 
and  authorizing  the  Director  of  Airports  to  call  for  bids 
for  Airport  Contract  No.  1096,  Emergency  Communication 
System  for  Elevators,  North  Terminal  and  Parking  Garage. 

The  purpose  of  this  contract  is  to  install  two-way 
emergency  communications  equipment  in  the  North  Terminal 
and  Parking  Garage  passenger  elevators.  This  work  is 
necessary  for  compliance  with  State  safety  regulations 
and  to  promote  passenger  security  in  elevators.  A total 
of  33  elevators  will  be  equipped  with  the  emergency 
system. 

Construction  time  is  120  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


Page  6,  July  17,  1979 


9.  Consent  Calendar  (continued) 


(4)  Award  of  Airport  Contract  No.  1059 , 

Slurry  Filling  of  Abandoned  Fuel  Lines-. 

Resolution  awarding  Contract  No.  1059,  Slurry  Filling 
of  Abandoned  Fuel  Lines  to  Piombo  Corporation,  1601 
Industrial  Way,  Belmont,  California,  94002,  in  the 
total  amount  of  $82,500.00. 

The  purpose  of  this  contract  is  to  cap  abandoned  fuel 
lines  and  fill  the  lines  with  a slurry  mixture  pre- 
venting the  lines  from  acting  as  a storage  vessel  for 
fuel  vapors  or  entrapping  drainage  flows,  in  compliance 
with  fire  codes. 

Two  bids  received  on  June  29,  1979: 

1.  Piombo  Corporation  $82,500 

2.  M.G.M.  Construction  $99,250 

Construction  time  is  30  calendar  days. 

This  contract  is  not  part  of  the  Airport  Expansion 
Program. 

(5)  Completion  of  Professional  Services  Agreement, 

National  Safety  Council. 

Resolution  accepting  work  of  consultants  as  completed 
and  authorizing  final  payment  in  amount  of  $2,000.00. 


(6)  Tenant  Improvement:  National  Airlines,  Interim  Ramp 

Service  Facilities  at  Boarding  Area  F,  $320,000.00. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  National  Airlines  showing  their  interim 
ramp  service  facilities  at  Boarding  Area  F.  The  work 
consists  of  constructing  offices,  shops,  locker  rooms, 
and  parts  storage  rooms  to  support  National's  ramp 
service  activities. 

The  work  will  be  done  by  National  Airlines  on  a rental 
credit  basis.  The  estimated  cost  is  $320,000.00. 

This  project  is  an  interim  facility  under  the  Airport 
Expansion  Program. 
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9 . Consent  Calendar  (continued) 


(7)  Tenant  Improvement:  Pan  American  World  Airways, 

Ticket  Counter  Modifications/  $35,000.00. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Pan  American  World  Airways  showing  modifi- 
cations to  their  ticket  counter  and  the  office  area  in 
back  of  the  ticket  counter.  The  project  consists  of 
moving  the  counter  back  eight  feet  from  its  present 
position  to  create  additional  space  for  ticket  counter 
lines  so  that  the  lines  do  not  block  the  entrance  to 
Pier  G. 

The  work  will  be  done  by  Pan  American  World  Airways  at 
its  own  and  sole  expense  and  without  rental  credit. 

The  esimated  cost  is  $35,000.00. 


(8)  Tenant  Improvement:  Pan  American  World  Airways, 

Modifications  of  Outbound  Baggage  Conveyor  Systems, 

$20,000.00. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Pan  American  World  Airways  showing  modifi- 
cations to  the  outbound  baggage  conveyor  systems  used 
by  the  international  carriers  at  the  west  end  of  the 
South  Terminal.  The  work  consists  of  revising  the 
system  to  provide  two  off-loading  belts  in  place  of  the 
single  off-loading  belt  at  the  baggage  make-up  area 
presently  fed  by  the  two  conveyor  systems. 

The  work  will  be  done  by  Pan  Am  on  behalf  of  all  carriers 
using  the  outbound  baggage  systems  without  rental  credit 
from  the  airport.  The  estimated  cost  is  $20,000.00. 
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10.  Consent  Calendar  of  Contract  Modifications 


(1)  Modification  No.  16  (Debit),  Airport  Contract  No.  925, 
North  Terminal  Aprons  and  Reconstruction  of  Taxiways 
"S"  and  "SS”,  $236,000.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  16  in  the 
amount  of  $236,000.00.  The  contractor  for  the  work 
is  Piombo  Corporation. 

This  modification  provides  for  the  substitution  of 
cement  treated  base  in  lieu  of  soil  stabilization  in 
order  to  expedite  construction  of  concrete  and  asphalt 
aprons  and  to  increase  quantity  of  granular  subbase 
due  to  unanticipated  soft  spots  and  unavailable  sources 
of  fill  material. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Modification  No.  16  (Debit) 
Revised  amount  of  contract 


$8,131,587.00 

213,069.24 

236,000.00 

$8,580,656.24 


(2)  Modification  No.  60  (Debit) , Airport  Contract  No.  1000, 

Garage:  Stage  IV  - Superstructure  Addition,  $116,861.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  60  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of 
$116,861.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  modification  directs  the  contractor  to  remove  and 
turn  over  to  the  City  the  eight  existing  lower  loop 
roadway  exhaust  fans  (EF1  thru  8)  and  install  eight  new 
backward  inclined  plug  type  exhaust  fans  and  24-inch 
long  sound  attenuators  with  related  appurtenances  in 
order  to  eliminate  excessive  fan  noise  in  front  of  the 
North  Terminal  Complex. 

Original  amount  of  contract  $50,414,395.00 

Previous  modifications  2,724,561.00 

Revised  amount  of  contract  to  date  $53,138,956.00 
Modification  No.  60  (Debit)  116,861.00 

Revised  amount  of  contract  $53,255,817.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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10.  Consent  Calendar  of  Contract  Modifications  (continued) 


(3)  Modification  No.  61  (Debit) , Airport  Contract  No.  1000, 
Sarage:  Stage  IV  - Superstructure  Addition,  $49,579.00 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  61  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of 
$49,579.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc 


Changes  the  method  of  installing  tile  block  in  the 
North  Cooling  Tower  in  order  to  meet  the  scheduled  com- 
pletion date  for  providing  chilled  water  to  the  North 
Terminal  Complex  prior  to  the  Terminal's  scheduled 
opening  date. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  61  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

2,841,422.00 

$53,255,817.00 

49,579.00 

$53,305,396.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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10.  Consent  Calendar  of  Contract  Modifications  (continued) 


(4)  Modification  No.  14  (Debit)  Airport  Contract  No.  1015 , 
Garage:  Stage  V - Final  Modifications/  $43,767.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  14,  to  Airport 
Contract  No.  1015,  Garage:  Stage  V - Final  Modifica- 

tions, in  the  total  amount  of  $43,767.00. 


The  contractor  for  this  project  is  Titan  Pacific 
Construction  Corporation. 


Modification  No.  14  provides  18  new  signs  and  modifies 
29  signs  in  the  Parking  Garage;  as  detailed  in  Bulletin 
25R1  and  Clarification  41. 


Original  amount  of  contract 
Previous  modifications  (Net  Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  14  (Debit) 

Revised  amount  of  contract 


$13,925,744.00 

233,605.09 

$14,159,349.08 

43,767.00 

$14,203,116.08 


This  contract  is  part  of  the  Airport  Expansion  Program. 


( 5)  Modification  No.  15  (Debit),  Airport  Contract  No.  1015, 
Ratifying  Action  of  Director  of  Airports  on  Change 
Orders,  Garage:  Stage  V - Final  Modif ications-$6 , 977 . 92 . 

Resolution  approving  and  ratifying  the  action  of  the 
Director  of  Airports  in  approving  Change  Orders  37  thru 
41  and  requesting  the  Controller's  certification  of 
Modification  No.  15  to  Airport  Contract  No.  1015,  in 
the  total  amount  of  $6,977.92. 


Contractor  for  this  work  is  Titan  Pacific  Construction 
Corporation. 

This  modification  adds  sprinkler  heads  and  revises  the 
ductwork  layout  in  the  core  extensions;  provides  addi- 
tional signs  at  elevators;  adds  a message  to  the  road 
graphics  signs  and  substitutes  a different  type  of  paint. 

Original  amount  of  contract  $13,925,744.00 

Previous  modifications  (Debit)  277,372.08 

Revised  amount  of  contract  to  date  $14,203,116.08 

Modification  No.  15  consisting  of  the 
following  Change  Orders: 

No.  37,  $1,572.92  (Debit) 

No.  38,  6,982.00  (Debit) 

No.  39,  3,070.00  (Debit) 

No.  40,  637.00  (Debit) 

No.  41,  5,284.00  (Credit)  6,977.92 

Revised  amount  of  contract  $14,210,094.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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13.  Trailing  Calendar  of  Old  Business 


(1)  Revision  of  the  Interim  Noise  Policy. 

(A  recommendation  for  action  will  be  made  at  the 
August  7,  1979  Commission  meeting.) 


(2)  Amending  Section  1.4.5  of  the  Airport  Rules  and 
Regulations . 

(A  recommendation  for  action  will  be  made  at  the 
August  7,  1979  Commission  meeting.) 


(3)  Visitor  Service  and  Passenger  Information  Program 

(A  recommendation  for  action  is  contained  in  this 
Calendar,  under  Director's  Reports,  Item  (2);  a 
recommendation  for  action  in  the  form  of  a resolu- 
tion will  be  made  at  the  August  7,  1979  Commission 
meeting. ) 


(4)  Energy  Conservation  of  Gasoline 

(A  recommendation  for  action  will  be  made  at  the 
August  7,  1979  Commission  meeting.) 


(5)  Housekeeping  in  Ticketing  Lines 

(A  recommendation  for  action  will  be  made  at  the 
August  7,  1979  Commission  meeting.) 


(6 )  General  Aviation  Landing  Fees 

(A  report  will  be  made  at  the  August  21,  1979 
Commission  meeting.) 


(7)  Photographic  Library 

(A  Progress  Report  will  be  made  at  the  August  21, 
1979  Commission  meeting.) 


(8 )  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  made  at  the 
September  4,  1979  Commission  meeting.) 


(9)  Fall  Schedule  of  International  Carriers 


(A  report  will  be  made  at  the  September  18,  1979 
Commission  meeting.) 
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(10)  Airport  Energy  Conservation 

(A  recommendation  for  action  will  be  made  at  the 
September  18,  1979  Commission  meeting.) 


(11)  Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 
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CALENDAR 


ThurHdrty,  July  26,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 


DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 

San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
SPECIAL  MEETING 

Thursday,  July  26,  19  79 


CALENDAR 


1.  Call  to  Or dor 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Secretary's  Announcement  of  Item  Paused  in 

Executive  Session  of  July  17,  1979. 

5.  Agenda  Items  Involving  Airport  Policies  or  Major 

Operational  Decisions  (see  attached  payed) 

6.  Adjournment  of  Meeting 

7.  Executive  Session 
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5.  Agenda  Items  Involving  Airport  Policies  or  Major 
Operational  Decisions. 


(1)  Modification  No.  2 to  Professional  Services  Agreement 
with  John  Carl  Warnecke  & Associates  and  Dreyfuss  & 
Blackford , a Joint  Venture , to  delete  certain  projects 
and  to  adjust  fees  accordingly. 

Resolution  approving  Modification  No.  2 to  Professional 
Services  Agreement  with  John  Carl  Warnecke  & Associates 
and  Dreyfuss  & Blackford  dated  July  18,  1978,  to  dis- 
continue services  for  the  following  projects: 

Boarding  Area  "D'\ 

South  Terminal  East  Addition,  and 
Boarding  Area  "C" 

Budgeted  compensation  shall  be  decreased  by  $495,411.00. 


(2)  Modification  No.  1 to  Gensler  and  Associate's  Professional 
Service  Agreement  to  Combine  Contract  1300,  b/a  "D"  with 
Contract  1200,  Central  Terminal  Modernization. 

Resolution  approving  1)  the  incorporation  of  the  scope  of 
work  for  Contract  No.  1300,  Boarding  Area  "D"  into  Contract 
1200,  Central  Terminal  Modernization  and  2)  Modification 
No.  1 to  Gensler  and  Associates  Professional  Services 
Agreement  to  include  the  scope  of  work  for  Boarding  Area  "D" . 


(3)  Modification  No.  26  to  Professional  Services  Agreement, 

John  Carl  Warnecke  & Associates,  & Dreyfuss  & Blackford, 

A Joint  Venture  - $227,389.00"! 

Resolution  approving  Modification  No.  26  to  the  Professional 
Services  Agreement  with  John  Carl  Warnecke  & Associates  and 
Dreyfuss  & Blackford,  a Joint  Venture  (dba  San  Francisco 
Airport  Architects)  and  requesting  the  Controller's  certi- 
fication of  said  Modification  in  the  total  amount  of 
$227,389.00. 


1. 

Fee  Adjustment  on  Completed  Work 
Contract  906  - Central  Plant 

Equipment  (Credit) 

($  1,122.00) 

Contract  950  - Boarding  Areas  H & I 

21,016.00 

Contract  960  - Road  Graphics 

173.00 

2. 

Fee  Adjustment  on  Abandoned  Project 
Contract  1001  - Air  Traffic 

Control  Tower 

42,322.00 

3. 

Adjustments  in  Net  Budgeted  Fees 
Contract  977  - Expansion  of  Electrical 

Distribution  System  Phase  I 
Contract  1000  - Parking  Garage: 

6,000.00 

Stage  IV 

Contract  1015  - Parking  Garage: 

120,000.00 

Stage  V 

39,000.00 

$227,389.00 


Part  of  Expansion  Program. 
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5.  Agenda  Items  Involving  Airport  Policies  or  Major 
Operational  Decisions  (continued) 


(4)  Contract  No.  1100,  Boarding  Area  E,  Correction  of 
Award  Amount  from  $12,765,35(3.00  to  $12,704,330.00  . 

Resolution  retroactively  correcting  error  in  award 
from  $12,705,330.00  to  $12,704,330.00  in  Resolution 
No.  79-0190,  approved  at  the  June  19,  1979  Commission 
meeting. 
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SAN  FRANCISCO 
AIRPORTS  COMMISSION 


CALENDAR 


Tuesday,  August  7,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 

RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

Tuesday,  August  7,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Director's  Reports  (see  attached  page) 

6.  Agenda  Items  Involving  Airport  Policies  or  Major 

Operational  Decisions  (See  attached  pages) 

7.  Consent  Calendar  of  Routine  Administrative  Matters 

(see  attached  pages) 

8.  Consent  Calendar  of  Contract  Modifications  (see 

attached  pages) 

9.  Items  Removed  from  Consent  Calendars 

10.  Communications 

11.  Trailing  Calendar  of  Old  Business 

12.  Adjournment  of  Meeting. 


13. 


Executive  Session. 


Director's  Reports 


5 . 


( 1 )  Letter  from  Jan  Blais , Chairman  of  the  Airlines  Policy 
Committee . 

Request  from  Airlines  Policy  Committee  to  return  the 
monies  now  on  deposit  in  the  General  Obligation  Bond 
Sinking  Fund  to  the  Airports  Revenue  Fund.  Also,  a 
request  to  amend  Resolution  No.  79-0165  which  suspends 
the  surcharge  until  at  least  November  1,  1979. 


( 2 )  Progress  Report  - Implementation  of  FIRM  Report 


( 3 )  Reduction  of  Mailing  of  Commission  Calendars  and  Minutes 

Report  explaining  measures  to  be  taken  to  reduce  cost  of 
mailing  180  copies  of  Calendar  and  Minutes.  All  Calendar 
recipients  will  be  asked  to  respond  affirmatively  that 
they  want  to  continue  receiving  Calendar.  Minutes  will  be 
sent  to  seven  offices  and  libraries;  others  who  wish  to 
continue  receiving  Minutes  will  need  to  write  a letter 
explaining  their  continued  wish  for  receipt  of  Minutes. 
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6.  Agenda  Items  Involving  Airport  Policies  or  Major 
Operational  Decisions. 


(1)  Goals  and  Objectives 

Resolution  adopting  the  report  of  Booz,  Allen  & Hamilton, 
Inc.  entitled,  "San  Francisco  International  Airport  Goals 
and  Objectives  Setting." 


(2)  Reorganization  of  Airport 

Resolution  adopting  report  and  recommendations  of  Booz, 
Allen  & Hamilton,  Inc.,  entitled,  "San  Francisco  Inter- 
national Airport  Organization  Study" , and  plans  to  imple- 
ment said  Report. 


(3)  Approval  of  Terms  and  Conditions  of  Concessions  for  North 
Terminal  Building. 

To  approve  the  terms  and  conditions  of  the  following  con- 
cessions and  authorize  Director  to  proceed  with  the  bid 
invitations.  The  concessions  are: 

1.  Flower  Shop 

2.  Jewelry  Shop 

3.  Candy  Shop 

4.  Passenger  Service  Center 

5.  Wine,  Cheese,  and  Specialty  Food  Shop 

6.  Pre-Packaged  Crab  Kiosk 

7.  Sunglasses  Kiosk 


( 4 )  Policy  - Host  International  Operation  of  an  Ice  Cream 
Parlor  in  North  Terminal  Building. 

A resolution  authorizing  Director  to  request  Host  Inter- 
national to  construct  and  operate  or  sub-lease  an  Ice 
Cream  Parlor  in  North  Terminal  Building. 


(5 )  Professional  Services  Agreement 

Resolution  authorizing  the  Director  of  Airports  to  enter 
into  a professional  services  agreement  with  Coopers  and 
Lybrand,  Certified  Public  Accountants,  for  services  in 
connection  with  the  audit  of  major  concessions  and  contrac- 
tors at  San  Francisco  International  Airport,  for  a fee  not 
to  exceed  $29,000.00. 


(6)  Supplemental  Appropriation  $3,025,000.00. 

Resolution  requesting  the  Mayor  to  recommend  to  the  Board 
of  Supervisors  a supplemental  appropriation  in  the  total 
amount  of  $3,025,000  to  provide  additional  funds  needed 
for  construction  of  the  Control  Tower  Facility  as  an  ex- 
tension of  the  major  structural  revision  of  the  Central 
Terminal.  Unappropriated  funds  are  available  in  the  1967 
Bond  Fund  and  the  Airport  Revenue  Fund. 
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6 . Policy/Operational  Decisions  (continued) 


(7)  Supplemental  Appropriation,  $508,000.00. 

Resolution  requesting  the  Mayor  to  recommend  to  the  Board 
of  Supervisors  a supplemental  appropriation  in  the  total 
amount  of  $508,000  to  cover  the  cost  of  court-ordered 
travel  allowance  for  Airport  Employees  living  in  San 
Francisco,  and  needed  temporary  clerical  personnel. 


(8 )  Supplemental  Appropriation,  $37,230.00 

Resolution  requesting  the  Mayor  to  recommend  to  the  Board 
of  Supervisors  a supplemental  appropriation  in  the  total 
amount  of  $37,230  to  cover  the  cost  of  field  testing  and 
office  equipment. 


( 9 )  Resolution  Authorizing  Extension  of  Airline  Terminal  Leases 

Some  twenty-four  (24)  airline  leases  for  terminal  space 
contain  options  for  a four  (4)  year  extension  ending 
August  31,  1983.  The  resolution  authorizes  the  extension 
of  term  at  prevailing  rental  rates  subject  to  annual  review 
and  adjustment. 
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7.  Consent  Calendar  of  Routine  Administrative  Matters 


(1)  Supplemental  Appropriation,  $2,658.00 

Resolution  requesting  the  Mayor  to  recommend  to  the  Board 
of  Supervisors  a supplemental  appropriation  in  the  total 
amount  of  $2,658.00  to  cover  the  cost  of  salary  adjustments 
and  mandatory  fringe  benefits  to  effect  the  reclassification 
of  two  (2)  General  Laborers  to  Asphalt  Finishers. 


(2)  Bid  Call,  Airport  Contract  No.  1257, 

Silt  Removal  - Fiscal  Year  1979-80 

Resolution  approving  the  final  plans  and  specifications  and 
authorizing  the  Director  to  call  for  bids  for  Airport 
Contract  No.  1257,  Silt  Removal  - Fiscal  Year  1979-80. 

This  contract  provides  for  the  clearing  of  silt  and  vegeta- 
tion growth  from  the  Airport  drainage  canals  on  its  west  of 
Bayshore  property  and  on  the  Airport. 

Not  part  of  the  Expansion  Program. 


(3)  Airport  Contract  No.  1189,  Rejection  of  Bids, 

Drainage  Improvement  at  Gate  68,  Pier  "FF" . 

Resolution  rejecting  all  bids  received  for  Airport  Contract 
No.  1189,  Drainage  Improvement  at  Gate  68,  Pier  "FF",  and 
authorizing  the  Director  of  Airports  to  readvertise  for  new 
bids . 

Two  bids  were  received  on  July  13,  1979: 

1.  McGuire  & Hester  $21,500.00 

2.  Piombo  Corporation  $22,980.00 

The  Engineer's  estimate  was  $13,000.00. 

The  purpose  of  this  contract  is  to  correct  the  surface 
drainage  problem  at  Gate  68,  Pier  "FF".  Plans  and  specifi- 
cations have  been  revised  to  eliminate  overtime  and  weekend 
work  and  to  encourage  more  competitive  bidding,  including 
minority  contractors. 

Construction  time  is  30  calendar  days. 

This  work  is  not  part  of  the  Expansion  Program. 
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7.  Consent  Calendar  (continued) 


(4 )  Award  of  Contract  No.  1248 , 

Emergency  Airfield  Pavement  Repairs , F.Y.  1979-80 

Resolution  awarding  Airport  Contract  No.  1248,  Emergency 
Airfield  Pavement  Repairs,  Fiscal  Year  1979-80  to  The 
Lowrie  Paving  Company,  Inc.,  P.  0.  Box  2465,  South  San 
Francisco,  CA  94080  in  the  total  amount  of  $62,500. 

The  purpose  of  this  contract  is  to  prevent  important 
airfield  pavements  from  being  taken  out  of  service 
and  to  avoid  hasty  negotiations  for  emergency  pavement 
repairs  by  providing  a means  to  perform  urgent  repair 
work  over  and  beyond  the  capabiltiy  of  our  maintenance 
forces.  The  Contractor  is  subject  to  24  hour  advance 
notification  by  the  City  with  the  work  to  be  done  at 
anytime,  including  holidays  and  weekends. 

Bids  received  on  July  13,  1979: 

1.  Lowrie  Paving  Co.  Inc.  $62,500.00 

2.  Piombo  Corporation  $68,200.00 

Construction  time  is  not  specified  but  the  contract 
will  terminate  on  June  30,  1980  unless  extended. 

This  work  is  not  part  of  the  Expansion  Program  but  is 
included  in  the  Facilities  Maintenance  budget. 


(5)  Completion  of  Airport  Contract  No.  1171R, 

Enclosures  for  Unassigned  Spaces,  Boarding  Areas  'H'  & 'I1, 
as  satisfactorily  completed;  extending  the  completion  date 
from  May  16,  1979  to  July  17,  1979;  and  approving  final  pay- 
ment in  the  amount  of  $4,766.19  in  favor  of  the  contractor 
J.M.  Construction,  1175  Montgomery  Avenue,  San  Bruno,  CA 
95066. 


Original  amount  of  contract 
Final  amount  of  contract 
Performance  time  of  contract: 
(Original) 

(As  modified) 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$48,884.00 

48,884.00 

45  calendar  days 
107  calendar  days 
April  2,  1979 
May  6,  1979 
July  17,1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(6)  Completion  of  Professional  SErvices  Agreement, 

Pacific  Environmental  Laboratory  Waste  Water  Testing 
and  Analysis . 

Resolution  accepting  the  work  performed  under  Controller's 
No.  70679,  Professional  Services  for  Wastewater  Analysis 
at  San  Francisco  International  Airport  as  satisfactorily 
completed  and  approves  final  payment  in  the  amount  of 
$2,929.80  to  Pacific  Environmental  Laboratory. 

Not  part  of  the  Expansion  Program. 
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7.  Consent  Calendar  (continued) 


(7)  Modification  No.  3 and  Completion  of  Airport  Contract  No. 
1114 , Landscaping  and  Street  Furniture  - North  Terminal. 

Resolution  accepting  the  work  under  Airport  Contract  No. 
1114,  Landscaping  and  Street  Furniture  - North  Terminal, 
as  satisfactorily  completed;  approving  and  requesting  the 
Controller's  certification  of  Credit  Modification  No.  3 
in  the  amount  of  $344.98;  extending  the  completion  date 
from  June  8,  1979  to  June  23,  1979;  and  approving  final 
payment  in  the  amount  of  $6,225.71  in  favor  of  the  con- 
tractor, A & J Shooter  and  Associates,  1129  Huff  Avenue, 
Mountain  View,  CA  94043. 


Original  amount  of  contract  $129,769.00 

Modifications  No.  1 and  2 (Debit)  3,648.44 

Modification  No.  3 (Credit)  344.98 

Final  amount  of  contract  $133,072.46 

Performance  time  of  contract  including 
60  days  planting  establishment  period: 

(Original)  150  calendar  days 

(As  Modified)  165  calendar  days 

Effective  date  of  contract  January  10,  1979 

Original  completion  date  including 

60  days  planting  establishment  period  June  8,  1979 
Modified  completion  date  June  23,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(8 )  Pan  American  Surrender  of  Former  "Clipper  Club"  Space 

This  resolution  will  approve  a modification  of  lease 
surrendering  1226  square  feet  of  mezzanine  space  in  the 
South  Terminal  for  urgently  needed  Airport  use.  The  area 
was  formerly  utilized  as  the  Pan  American  "Clipper  Club". 


(9 )  Tenant  Improvement:  Union  Oil  Company, 

Aviation  Refueler  Truck  Loading  Facility  at  Plot  3A,  $60,000. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Union  Oil  Company  showing  their  relocated 
aviation  fuel  bottom  loading  facilities  at  Plot  3A.  This 
project  consists  of  constructing  a concrete  pad  and  aviation 
fuel  hydrants  at  Plot  3A  so  that  their  refueler  truck  route 
will  be  moved  from  Taxiway  B. 

The  work  will  be  done  by  Union  Oil  Company  at  its  own  and 
sole  expense  and  without  rental  credit.  The  estimated  cost 
is  $60,000. 
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8.  Consent  Calendar  of  Contract  Modifications 


( l ) Completion  and  Final  Modification  to  Airport  Contract 
No".  980,  North  Terminal  Complex  - Carpeting,  Modifica- 
tion No.  3 (Debit)  - $79,010.55. 


Resolution  accepting  the  work  under  Airport  Contract  No. 
980,  North  Terminal  Complex  - Carpeting,  as  satisfactorily 
completed;  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  3 in  the  amount 
of  $79,010.55;  extending  the  completion  date  from 
December  31,  1978  to  April  22,  1979;  and  approving  final 
payment  in  the  amount  of  $125,477.22  in  favor  of  the  con- 
tractor, American  Contract  Interior,  Inc.,  World  Trade 
Center,  Suite  250C,  San  Francisco,  CA  94111. 


Original  amount  of  contract 
Modifications  Nos.  1 and  2 
Revised  amount  of  contract  to 
Modification  No.  3 consisting 
of  the  following: 

Change  Order  1,  $ 4, 

Change  Order  2,  10, 

Bulletin  4,  29, 

Unavoidable  Time-Delay  30, 

Aluminum  Thresholds,  1, 

Carpet  Base,  1/ 

Floor  Preparation  2, 

Final  contract  amount 
Performance  time  of  contract 
Original  contract  time 
Actual  contract  time 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


date 


500.00 
000.00 
334.70 
000.00 

290.00 

700.00 
185.85 


$929,333.33 

-0- 

$929,333.33 


(Debit) 

(Debit) 

(Debit) 

(Debit) 

(Debit) 

(Debit) 

(Debit)  79,010.55 
$1,008,343.88 


153  calendar  days 
347  calendar  days 

May  10,  1978 
October  10,  1978 
Aoril  22,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(2)  Modification  No.  62  (Debit),  Airport  Contract  No.  1000, 

Ratifying  Action  of  Director  of  Airports  on  Change  Orders, 
Garage:  Stage  IV  - Superstructure  Addition,  $12,665.00. 

Resolution  ratifying  the  action  of  the  Director  of  Airports 
in  approving  Change  Orders  134  thru  141  and  requesting  the 
Controller's  certification  of  Modification  No.  62  to  Airport 
Contract  No.  1000,  in  the  total  amount  of  $12,665.00. 

The  Contractor  for  this  work  is  Robert  E.  McKee,  Inc. 

The  work  consists  of  recircuiting  carbon  monoxide  panelboard; 
supplying  power  to  temperature  control  command  center;  provid- 
ing temporary  circuiting  to  activate  new  garage  entry  plaza 
ticket  dispensers;  installing  an  elastomeric  membrane  on 
Core  C;  installing  emergency  telephone  backboard  assembly; 
deleting  bridge  walkway  fireproofing;  and  providing  a switch 
for  manual  selection  of  Central  Plant  feed  water  pumps  MP-1 
and  MP-2 . 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  62  consisting  of 
the  following  Change  Orders: 


NO. 

134, 

$7,778.00 

(Debit) 

No. 

135, 

526.00 

(Debit) 

No. 

136, 

3,284.00 

(Debit) 

No. 

137, 

408.00 

(Debit) 

No. 

138, 

503.00 

(Debit) 

No. 

139, 

1,928.00 

(Debit) 

No. 

140, 

(3,051.00 

(Credit) 

No. 

141, 

1,289.00 

(Debit) 

Revised  amount  of  contract 


$50,414,395.00 

2,891,001.00 

$53,305,396.00 


12,665.00 

$53,318,061.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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Consent  Mod.  Calendar  (continued) 


(3)  Modification  No.  63  (Debit),  Airport  Contract  1000 / 

Garage:  Stage  IV  - Superstructure  Addition,  $16"7029.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  63  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of  $16,029.00 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


This  modification  directs  contractor  to  provide  an  addi- 
tional display  alarm  for  the  North  Terminal  Sewage  Ejector/ 
Sump  Pumps;  to  provide  power  for  the  secondary  cooling 
pumps  in  Cores  E and  F;  to  delete  the  resilient  tile  base 
on  the  concrete  wall  in  Corridor  M120;  to  revise  hardware 
for  core  extension  exit  doors;  and  to  provide  sealant  in 
expansion  joint  for  Segment  2/3  exhaust  shaft. 


Original  amount  of  contract 
Previous  modifications  (Debit) 

Revised  amount  of  contract  to  date 
Modification  No.  63  consisting  of 
the  following: 

CMC  Bulletin  117  No  Cost 

CMC  Field  Memo  1000-477,  $12,690.00 

CMC  Memo  dated  4/27/79,  165.00 

CMC  Memo  dated  5/22/79,  1,514.00 

Commission  letter  6/11/79  2,000.00 

Revised  amount  of  contract 


$50,414,395.00 

2,903,666.00 

$53,318,061.00 


(Debit) 

(Credit) 

(Debit) 

(Debit) 

16,029.00 

$53,334,090.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(4)  Modification  No.  1 (Debit),  Airport  Contract  No.  1183, 
Overlay  and  Reconstruction,  Runway  10L-28R,  Between 
Taxiways  "E"  and  "N",  $4,887.50. 

Resolution  approving  and  ratifying  the  action  of  the 
Director  of  Airports  in  approving  Change  Order  No.  1183-1 
in  accordance  with  Airports  Commission  Resolution  No. 
70-0044;  extending  the  completion  date  from  June  23,  1979 
to  August  10,  1979;  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  1 in  the  amount 
of  $4,887.50.  The  contractor  for  this  work  is  Branaugh 
Excavating,  Inc. 

This  modification  provides  for  relocating  and  rerouting 
of  various  existing  electrical  facilities  to  resolve  a 
conflict  between  new  work  and  existing  hidden  utilities. 
The  work  was  performed  at  night  to  reduce  interference 
with  air  traffic. 


Original  amount  of  contract 
Modification  No.  1 (Debit) 
Revised  amount  of  contract 
Original  completion  date 
Modified  completion  date 


$1,531,071.40 
4,887.50 
$1,535,958.90 
June  23,  1979 
August  10,  1979 


This  contract  is  part  of  Federal  Aviation  Administration 
ADAP  Project  No.  6-06-0221-09. 
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11.  Trailing  Calendar  of  Old  Business 


(1)  Revision  of  Interim  Noise  Policy 

(A  public  hearing  on  this  item  will  be  held  at  the 
August  21,  1979  Commission  meeting.) 


(2)  General  Aviation  Landing  Fees 

(A  report  will  be  made  at  the  August  21,  1979  Commission 
meeting) . 


(3)  Amending  Section  1.4.5  of  the  Airport  Rules  and  Regulations 

(A  recommendation  for  action  will  be  made  at  the  August  21, 
1979  Commission  meeting) 


(4)  Central  Terminal  Modernization 

Approval  of  Preliminary  Design  and  Authorization  to  Proceed 
with  Construction  Documents. 

(A  recommendation  for  action  will  be  made  at  the  August  21, 
1979  Commission  meeting.) 


(5)  Visitor  Service  and  Passenger  Information  Program 

(A  recommendation  for  action  will  be  made  at  the  August  21, 
1979  Commission  meeting.) 


(6)  Contract  with  San  Francisco  Airport  Medical  Clinic 

(A  recommendation  for  action  will  be  made  at  the  August  21, 
1979  Commission  meeting.) 


(7)  Housekeeping  in  Ticketing  Lines 

(A  Report  will  be  made  at  the  August  21,  1979  Commission 
meeting. ) 
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11.  Trailing  Calendar  (continued) 


(8 ) Photographic  Library 

(A  Progress  Report  will  be  made  at  the  August  21,  1979 
Commission  meeting.) 

(9 ) Garage  Contract 

Submission  of  List  of  Qualified  Bidders. 

(A  recommendation  for  action  will  be  made  at  the 
September  4,  1979  Commission  meeting.) 

(10)  Open  Taxicab  Transportation  System 

(A  recommendation  for  action  will  be  made  at  the 
September  4,  1979  Commission  meeting.) 

(11)  Energy  Conservation  of  Gasoline 

(A  recommendation  for  action  will  be  made  at  the 
September  7,  1979  Commission  meeting.) 

(12)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  made  at  the 
September  4,  1979  Commission  meeting.) 

(13)  Fall  Schedule  of  International  Carriers 

(A  report  will  be  made  at  the  September  18,  1979 
Commission  meeting.) 

(14)  Airport  Energy  Conservation 

(A  recommendation  for  action  will  be  made  at  the 
September  18,  1979  Commission  meeting.) 

(15)  Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 
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San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

Tuesday,  August  21,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Director's  Reports  (see  attached  page) 

6.  Agenda  Items  Involving  Airport  Policies  or  Major 

Operational  Decisions  (see  attached  pages) 

7.  Consent  Calendar  of  Routine  Administrative  Matters 

(see  attached  pages) 

8.  Consent  Calendar  of  Contract  Modifications  (see 

attached  pages) 

9.  Trailing  Calendar  of  Old  Business 

10.  Adjournment  of  Meeting 


5.  Director's  Reports 


(1)  Airport  Participation  in  the  San  Mateo  County  Fair 
July  23  to  August  4,  1979. 

(2)  Report  on  General  Aviation  Landing  Fees 

Director's  Report  on  problem  of  collection  of  general 
aviation  fees  and  charges  by  Butler  Aviation. 

(3)  Reduced  Paper  Work 

Director's  recommendation  on  ways  to  reduce  the  amount 
of  paper  work  flowing  from  the  Airport  to  the  Commission. 

(4 ) Auditor  Contract 


Suggestion  of  the  Director  that  no  Auditor  Contract  be 
awarded  at  this  time. 
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6.  Agenda  Items  Involving  Airport  Policies  or  Major 
Operational  Decisions. 


( 1 )  Renewal  Contract  with  SFIA  Medical  Group,  Inc . 

This  contract  with  San  Francisco  International 
Airport  Medical  Group,  Inc.,  for  $85,000  provides 
for  the  availability  of  24-hour,  365-day  medical 
services  on  the  Airport  premises. 


(2)  Recommendation  on  Commission  Minutes 

Recommendation  of  the  Director  on  future  procedures 
to  be  followed  in  keeping  the  minutes. 


(3)  Revised  Interim  Noise  Policy 

Recommendation  for  a proposed  revised  Interim  Noise 
Policy  and  setting  the  date  for  a public  hearing  of 
said  policy. 


(4 )  Procedures  for  Major  Policy  Items  Submitted  by 
Commissioners . 


(5)  Establishment  of  a Photographic  Library  at  the  Airport 


(6)  Contract  No.  1200,  Central  Terminal  Modernization, 
Approval  of  Amendment  of  Contract  between  City  and 
County  of  San  Francisco  and  FAA  for  Construction  of 
a New  Air  Traffic  Control  Tower 

Resolution  approving  Amendment  One  to  Contract  No.  DOT 
FA76WE-3747  between  the  City  and  County  of  San  Francisco 
and  the  Federal  Aviation  Administration  for  the  construc- 
tion of  a new  Air  Traffic  Control  Tower. 

This  amendment  revises  the  site  location  from  the  Central 
Parking  Complex  to  the  Central  Terminal  in  accordance 
with  Commission  Resolution  No.  79-0064  dated  March  6, 
1979.  In  addition,  it  establishes  the  tower  CAB  floor 
elevation  at  a minimum  of  154  feet  above  apron  level, 
updates  the  Federal  Affirmative  Action,  Equal  Employment 
Opportunity,  and  disputes  clauses  of  the  contract,  and 
revises  the  technical  requirements  and  lease  agreement 
in  accordance  with  the  new  site  and  revised  construction 
schedule. 


(7)  Administrator,  Bureau  of  Terminal  Construction 

Director's  recommendation  that  Mr.  Jason  Yuen  fill  the 
position  of  Administrator,  Bureau  of  Terminal  Construction. 
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Policy-Operational  Decisions  (continued) 


(8)  Airline  Reservation  of  Rights 

Resolution  under  which  it  would  be  agreed  that  the 
Airlines  paying  the  increased  landing  fees  would 
not  be  giving  up  any  of  their  legal  rights. 


(9)  Resolution  Approving  Bid  Call  for  Service  Agreement 
for  Airport  Patron  Assistance  and  Guidance  for  a 
One-Year  Term  at  a Cost  not  to  Exceed  $300,000  and 
Requesting  Supplemental  Appropriation  for  Same. 
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7.  Consent  Calendar  of  Routine  Administrative  Matters. 


(1)  Professional  Services  Agreement , Consolidated 

Engineering  Laboratories  Not  to  Exceed  $40~T00  0 - 

Contract  to  provide  professional  services  for 
materials  testing  in  accordance  with  specifications 
for  Airport  Contract  No.  1100,  Boarding  Area  E. 

Primarily,  the  testing  is  for  certain  concrete  and 
structural  steel  tests  beyond  the  capabilities  of 
the  Airport's  construction  laboratory. 


(2)  Completion  of  Airport  Contract  No.  1187, 

Security  Check  Point  at  Connector  and  North  Terminal. 

Resolution  amending  Commission  Resolution  No.  79-0232 
of  July  3,  1979  to  reflect  the  proper  amount  of  final 
payment  for  Airport  Contract  No.  1187. 


(3)  Resolution  Approving  Sub-Sublease  - Pan  American  World 

' Airways,  Inc,  to  Embry-Riddle  Aeronautical  University,  Inc. 

Pan  American  World  Airways,  Inc.,  Sublease  of  Plot  1C 
at  San  Francisco  International  Airport,  desires  to  sub- 
lease 280  square  feet  of  office  space  plus  classroom 
area  to  Embry-Riddle  Aeronautical  University,  Inc. , 
specialists  in  Administrative  and  Technical  Aviation 
instruction.  The  term  expires  March  31,  1983,  and  the 
monthly  office  rental  is  $233.33  plus  $10.00  per  hour 
for  use  of  classroom. 


(4)  U . S ♦ Coast  Guard  Base,  Exchange  of  Road  Easement  and 
.11  acres. 

This  resolution  will  authorize  the  City's  Director  of 
Property  to  effect  an  exchange  of  road  easements  and 
0.11  acre.  The  road  easement  is  to  document  the  actual 
access  road  to  the  Coast  Guard  Base,  which  has  changed 
over  the  years;  the  .11  acre  lane  portion  provides 
wingtip  clearance  for  Taxiway  C and  the  Flying  Tiger 
Hangar . 


(5)  Tenant  Improvement:  Federal  Aviation  Administration, 

Relocation  of  Runway  28L  Glideslope,  $25,000.00. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  the  FAA  showing  the  relocation  of  the 
Runway  28L  ILS  Glideslope  facility  from  its  present 
location  between  Runway  28L  and  Taxiway  F to  a more 
suitable  location  between  Runway  28R  and  Runway  28L. 

The  work  will  be  performed  by  the  FAA  at  its  own  and 
sole  expense  and  without  rental  credit.  The  estimated 
cost  is  $25,000. 
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7.  Consent  Calendar  (continued) 


(6)  Tenant  Improvements:  Trans  World  Airlines , 

Revise  Aviation  Fueling  Facilities  at  Gate  59, 

Pier  F - $60,000;  Improvements  to  Ramp  Service 
Employee  Facilities,  Pier  F - $35,0011! 

Resolution  approving  the  final  plans  and  specifica- 
tions submitted  by  TWA  for  two  tenant  improvement 
projects  at  Pier  F.  One  project  consists  of  instal- 
ling a new  aviation  fuel  hydrant  pit  at  Gate  59  and 
constructing  a concrete  pad  on  the  ramp  for  parking 
refueler  trucks  to  accommodate  a revised  aircraft 
parking  layout  at  Gate  59.  The  estimated  cost  is 
$60,000  for  this  project. 

The  other  project  consists  of  remodeling  space  at 
the  lower  level  of  Pier  F to  improve  the  locker 
rooms,  restrooms,  lunchrooms,  and  offices  used  by 
TWA's  ramp  service  personnel.  The  estimated  cost 
for  this  project  is  $35,000. 

All  work  will  be  done  by  TWA  at  its  own  and  sole 
expense  and  without  rental  credit. 


(7)  Tenant  Improvement:  United  Airlines  Maintenance  Center, 

Conversion  of  Lighting  in  Docks  3,  4,  5 and  6,  to  High 
Pressure  Sodium  Vapor  Fixtures,  $96,000.  ~ 

Resolution  approving  final  plans  and  specifications 
submitted  by  United  Airlines  showing  the  conversion 
of  the  present  mercury  lighting  system  in  Docks  3,  4, 

5 and  6 at  the  Maintenance  Operations  Center  to  high 
pressure  sodium  fixtures.  The  work  will  be  done  by 
United  Airlines  at  its  own  and  sole  expense  and  without 
rental  credit.  The  estimated  cost  is  $96,000. 


(8)  Normal  Work  Week  for  Airport  Craft  Employees 

Resolution  for  Commission  approval  and  authorization 
of  the  Director  of  Airports  to  forward  to  the  Board 
of  Supervisors  an  amendment  to  Ordinance  No.  139-79, 
Salary  Standardization  Ordinance,  amending  Section 
11. A. 3(0)  thereof,  to  allow  the  Director  of  Airports 
to  establish  a normal  work  week  of  forty  (40)  hours 
for  certain  Airport  employees  assigned  to  the 
Maintenance  Division. 
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8.  Consent  Calendar  of  Contract  Modifications 


(1)  Modification  No.  17  and  Completion  of  Airport  Contract 
No.  925,  North  Terminal  Aprons  and  Reconstruction  of 
Taxiways  "S*  abd  "SS". 

Resolution  accepting  the  work  under  Airport  Contract  No. 
925,  North  Terminal  Aprons  and  Reconstruction  of  Taxiways 
"S"  and  "SS",  as  satisfactorily  completed;  extending  the 
completion  date  of  Phase  I to  Phase  IV  from  July  21,  1978 
to  March  13,  1979  and  the  completion  date  of  Taxiway  'A' 
extension  from  February  5,  1979  to  May  5,  1979;  approving 
and  requesting  the  Controller's  certification  of  Debit 
Modification  No.  17  in  the  amount  of  $102,410.81;  and 
approving  final  payment  in  the  amount  of  $971,067.78  in 
favor  of  the  contractor,  Piombo  Corporation,  505  Pico 
Boulevard,  San  Carlos,  CA  94070. 


Original  amount  of  contract 
Modifications  No.  1-16  (Debit) 


Modification  No.  17  (Debit) 

Revised  amount  of  contract 
Performance  time  of  contract  (original) 
Phase  I thru  IV  390 

Phase  V 60 

Taxiway  'A'  Extension  105 

Performance  time  of  contract  (as  modified) 
Phase  I thru  IV  625 

Phase  V 

Taxiway  'A'  Extension  215 

Effective  date  of  contract 


Original  completion  date.  Phase  I-IV 
Modified  completion  date,  Phase  I-IV 
Original  completion  date,  Taxiway  A Ext. 
Modified  completion  date.  Taxiway  A Ext. 


$8,131,587.00 

449,069.24 

102,410.81 

$8,683,067.15 

calendar  days 
calendar  days 
calendar  days 

calendar  days 
deleted 
calendar  days 
June  27,  1977 
July  21,  1978 
March  13,  1979 
Feb.  4,  1979 
May  25,  1979 


This  contract  is  part  of  Federal  Aviation  Administration 
ADAP  Project  No.  6-06-0221-08. 


(2)  Modification  No.  5 and  Completion  of  Airport  Contract 

No.  1122,  Industrial  Wastewater  Collection  System,  Phase  II. 

Resolution  accepting  the  work  under  Airport  Contract  No. 
1122,  Industrial  Wastewater  Collection  System  - Phase  II, 
as  satisfactorily  completed;  approving  and  requesting  the 
Controller's  certification  of  Debit  Modification  No.  5 
in  the  amount  of  $46,802.67;  extending  the  completion 
date  from  April  28,  1978  to  July  6,  1979;  and  approving 
final  payment  in  the  amount  of  $161,476.09  in  favor  of 
the  contractor,  Piombo  Corporation,  505  Pico  Boulevard, 

San  Carlos,  CA  94070. 


Original  amount  of  contract 
Previous  Modifications  (Debit) 
Modification  No.  5 (Debit) 
Final  amount  of  contract 
Performance  time  of  contract: 
Original 
As  Modified 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$890,919.00 

37,341.56 

46,802.67 

$975,063.23 

180  calendar  days 
164  calendar  days 
October  31,  1977 
April  28,  1978 
July  6,  1979 


This  contract  is  not  part  of  the  Airport  Expansion  Program. 
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8.  Consent  Modifications  (continued) 


(3)  Modification  No.  64  (Debit),  Airport  Contract  No.  1000, 

Garage;  Stage  IV  - Superstructure  Addition , $290/880.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  64  to  Airport 
Contract  No.  1000,  in  the  total  amount  of  $290,880.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  work  opens  specific  areas  of  the  garage  for  public 
parking  prior  to  the  scheduled  completion  dates  to  relieve 
traffic  congestion  at  the  Airport  Terminal  and  Parking 
Facilities . 

Original  amount  of  contract  $50,414,395.00 

Previous  Modifications  2,919,695.00 

Revised  amount  of  contract  to  date  $53,334,090.00 

Modification  No.  64  (Debit)  290,880.00 

Revised  amount  of  contract  $53,624,970.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(4)  Modification  No.  65  (Debit),  Airport  Contract  No.  1000, 

Garage:  Stage  IV  - Superstructure  Addition,  $180,385.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  65  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of  $180,385. 

It  is  determined  by  Maintenance  staff  that  the  capacity 
of  the  Central  Plant  boiler  room  and  Emergency  Generators 
TG-1  and  2 day  tanks  must  be  increased  and  the  fuel  oil 
piping  and  electrical  controls  be  revised  so  as  to  in- 
crease their  periods  of  operation  under  emergency  condi- 
tions to  allow  Airport  personnel  sufficient  time  to  pro- 
cure, transport  and  refill  these  tanks  in  a prolonged 
emergency  situation  to  maintain  vital  services  while  the 
circumstances  surrounding  the  emergency  situation  to 
maintain  vital  services  while  the  circumstances  surround- 
ing the  emergency  on  the  Airport  are  identified  and 
resolved. 


The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  65  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

3,210,575.00 

$53,624,970.00 

180,385.00 

$53,805,355.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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8.  Consent  Modifications  (continued) 


(5)  Modification  No.  1 and  Completion  of  Airport  Contract 
No.  1102 / Demolition  of  Pier  "B" / North  Consourse  and 
Baggage  Shelters. 

Resolution  accepting  the  work  under  Airport  contract 
No.  1102,  Demolition  of  Pier  "B" , North  Concourse  and 
Baggage  Shelters,  as  satisfactorily  completed;  approv- 
ing and  requesting  the  Controller's  certification  of 
Debit  Modification  No.  1 in  the  amount  of  $5,661.77; 
extending  the  completion  date  from  July  12,  1979  to 
July  18,  1979;  and  approving  final  payment  in  the 
amount  of  $47,930.77  in  favor  of  the  Contractor,  Ferma 
Corporation,  P.O.  Box  1316,  Mountain  View,  CA  94042. 


Original  amount  of  contract 
Modification  No.  1 (Debit) 
Final  amount  of  contract 
Performance  time  of  contract: 
Original 
As  Modified 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$196,473.00 

5,661.77 

$202,134.77 

60  calendar  days 
66  calendar  days 
May  14,  1979 
July  12,  1979 
July  18,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


Page  9,  August  21,  1979 


9.  Trailing  Calendar  of  Old  Business 


(1)  Amending  Section  1.4.5  of  the  Airport  Rules  and 
Regulations . 

(Negotiations  are  still  under  way.  Recommendation  for 
action  will  be  made  at  the  September  4,  1979  Commission 
meeting. ) 


(2)  Human  Rights  Commission 

(Expect  letter  from  Grant  Mickens  by  September  A,  1979) 


(3)  Garage  Contract 

Submission  of  List  of  Qualified  Bidders. 

(A  recommendation  for  action  will  be  made  at  the 
September  A,  1979  Commission  meeting) 


(4)  Open  Taxicab  Transportation  System 

(A  recommendation  for  action  will  be  made  at  the 
September  A,  1979  Commission  meeting.) 


(5)  Energy  Conservation  of  Gasoline 

(A  recommendation  for  action  will  be  made  at  the 
September  A,  1979  Commission  meeting.) 


(6)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  made  at  the 
September  A,  1979  Commission  meeting.) 


(7)  Fall  Schedule  of  International  Carriers 

(A  report  will  be  made  at  the  September  18,  1979 
Commission  meeting.) 


(8 )  Airport  Energy  Conservation 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 
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SAN  FRANCISCO 
< AIRPORTS  COMMISSION 


e CALENDAR 

Tuesday,  September  4,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

Tuesday,  September  4,  1979 


CALENDAR 

1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Director's  Reports  (see  attached  page) 

6.  Agenda  Items  Involving  Airport  Policies  or  Major 

Operational  Decisions  (see  attached  pages) 

7.  Consent  Calendar  of  Routine  Administrative  Matters 

(see  attached  pages) 

8.  Consent  Calendar  of  Contract  Modifications  (see 

attached  pages) 

9.  Trailing  Calendar  of  Old  Business 

10.  Adjournment  of  Meeting 

11.  Executive  Session 
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September  4 


1979 


5.  Director's  Reports 


(1)  Implementation  of  the  Financial  Information  and 
Resources  Management  System. 

(2)  Management  Improvement  Program  FY  1980-81 

Key  Result  Areas  and  Mayor's  Executive  Summary. 


(3)  Customs  Arrival  Area 

The  attached  station  activity  chart  relates  the  winter 
schedule  for  international  arrivals  at  the  San  Francisco 
International  Airport  Customs  area.  Through  the  con- 
certed efforts  and  with  the  positive  intervention  of  the 
Commission,  we  have,  at  least  for  the  winter  period, 
modified  an  untenable  situation. 


(4)  Energy  Conservation  - Gasoline 


(5 )  Chamber  Music,  Performed  by  Twin  Pines  Ensemble,  Funded 
by  CETA,  Sponsored  by  San  Mateo  County  Arts  Council,  in 
Rotunda  Area  of  North  Terminal  during  Specific  Hours. 
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Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions. 


(1)  Public  Hearing  - Revised  Interim  Noise  Policy 

Recommendation  for  a proposed  revised  Interim  Noise 
Policy  and  setting  the  date  for  a public  hearing. 


(2)  Contract  No.  1200 , Approval  of  Preliminary  Plans  for 
Central  Terminal  Modernization. 

Resolution  approving  the  preliminary  design  dated  July  16, 
1979,  and  authorizing  Gensler  and  Associates  to  proceed 
with  the  construction  document  phase  for  the  Central 
Terminal  and  Control  Tower  portion  of  Contract  No.  1200, 
Central  Terminal  Modernization. 

The  preliminary  design  submittal  includes  the  Central 
Terminal  and  the  Air  Traffic  Control  Tower.  The  redesign 
of  Boarding  Area  "D",  awarded  to  Gensler  and  Associates 
by  Commission  Resolution  79-0265  on  July  26,  1979,  will 
be  submitted  to  the  Commission  for  preliminary  approval 
on  October  2,  1979.  At  that  time  Boarding  Area  "D"  will 
be  fully  integrated  with  the  Contract  No.  1200  documents. 

The  construction  budget  for  the  Central  Terminal  and 
Control  Tower,  excluding  Boarding  Area  "D" , is  $20,800,000. 
The  estimated  construction  cost  at  the  preliminary  design 
stage  is  $20,789,570. 

The  amount  requested  for  certification  for  the  construction 
document  phase  for  the  Central  Terminal  and  Control  Tower 
is  $658,600.00. 


(3)  Public  Participation  at  Commission  Meetings 

Resolution  approving  a procedure  whereby  members  of  the 
public  may  address  the  meeting. 


(4 )  Art  Enrichment  Program 

Resolution  approving  award  of  certain  commissions  to 
artists  and  the  creation  of  a special  holding  fund  by  the 
Controller  to  pay  for  said  works  of  art. 


(5)  Resolution  Approving  Bid  Call  for  Airport  Patron  Assistance 
and  Guidance  Program. 

Resolution  approving  Bid  Call  for  Service  Agreement  for 
Airport  Patron  Assistance  and  Guidance  for  a one-year  term 
at  a cost  not  to  exceed  $300,000  and  requesting  supple- 
mental appropriation  for  same. 
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6.  Policy/Operational  Decisions  (continued) 


(6)  Extension  of  SFO  Airporter,  Inc.  Operating  Agreement 

Resolution  approving  the  extension  of  SFO  Airporter, 
Inc.  operating  agreement. 


(7)  Recommendation  for  Inclusion  of  the  Taxicab  Operation 
in  the  Garage  Contract. 

Desire  to  establish  an  efficient,  safe,  adequately 
sized  taxi  staging  area. 


(8)  Amendment  to  Section  1.4.5  of  Airport  Rules  and  Regula- 
tions for  Ground  Transportation  Services  at  Airport. 


(9)  North  Terminal  Concession  Policy 

Resolution  authorizing  Director  to  proceed  with  the 
development  of  seven  (7)  additional  concession  bid 
specifications  for  the  North  Terminal  Building.  The 
bidding  process  will  not  occur  until  the  present  con- 
cessions out  to  bid  are  awarded.  The  proposed  conces- 
sions are: 

1.  Personally  Yours 

2.  Clothing  Boutique 

3.  Entertainment  Center 

4 . Ethnic  Display  Center 

5 . Toys 

6.  Nuts  'n  Such 

7.  Cookies 
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7.  Consent  Calendar  of  Routine  Administrative  Matters. 


(1)  Bid  Rejection/  Contract  No.  1096 , 

Emergency  Communication  System  for  Elevators  - 
North  Terminal  and  Parking  Garage. 

Resolution  rejecting  all  bids  received  for  Airport 
Contract  1096,  Emergency  Communication  System  for 
Elevators,  North  Terminal  and  Parking  Garage. 

The  reason  for  rejection  is  that  all  bids  received  were 
substantially  higher  than  the  estimated  cost  of  the  work. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(2)  Bid  Call,  Contract  No.  1256B, 

Railing  Cap  Addition,  Upper  Roadway,  North  Terminal. 

Resolution  approving  the  final  plans  and  specifications 
and  authorizing  the  Director  to  call  for  bids  for 
Contract  1256B,  Railing  Cap  Addition,  Upper  Roadway, 

North  Terminal. 

The  work  consists  of  adding  sections  of  precast  concrete 
railing  to  bring  the  overall  height  of  the  existing  rail- 
ing to  3'  6"  to  meet  safety  requirements. 

The  estimated  cost  for  the  project  is  $16,500.00. 

The  construction  time  is  45  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(3)  Award  of  Contract  No.  1189R, 

Drainage  Improvement  at  Gate  68,  Pier  "FF",  $18,032.00. 

Resolution  awarding  Contract  118 9R,  Drainage  Improvement 
at  Gate  68,  Pier  "FF",  to  Hodgson  Construction,  Inc., 

2815  Fair  Oaks  Avenue,  Redwood  City,  CA  in  the  total  amount 
of  $18,032.00. 

The  purpose  of  this  contract  is  to  prevent  the  flooding 
around  Gate  68,  by  repaving  and  changing  the  drainage 
patterns. 


Three  bids  were  received  on  August  24th,  1979. 


1. 

Hodgson  Construction  Inc. 

$18,032.00 

2. 

Piombo  Corporation 

$19,970.00 

3. 

McGuire  & Hester 

$21,500.00 

Construction  time  is  30  calendar  days. 

This  contract  is  not  part  of  the  airport  expansion  program. 
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7.  Consent  Calendar  (continued) 


(4 ) Award  of  Contract  No.  1257/ 

Silt  Removal , Fiscal  Year  1979-80. 


Resolution  awarding  Airport  Contract  No.  1257,  Silt 
Removal  - Fiscal  Year  1979-80  to  CAL  Equipment,  710 
Orange  Avenue,  San  Carlos,  California  94070  in  the 
total  amount  of  $26,950.00. 


This  contract  provides  for  the  clearing  of  silt  and 
vegetation  growth  from  the  drainage  canals  on  Airport 
property  west  of  Bayshore  Freeway  and  on  the  Airport. 
Four  bids  were  received  on  August  24,  1979  as  follows: 


Contractor 


Amount 


CAL  Equipment 

Dan  Dark  Construction  Corp. 
Ferma  Corporation 
McGuire  and  Hester 


$26,950.00 

33,000.00 

38.500.00 

39.200.00 


Construction  time  is  45  days. 


This  work  is  not  a part  of  the  Airport  Expansion 
Program. 


(5 ) Completion  of  Airport  Contract  No.  1221R, 

Newspaper  Vending  Machine  Enclosures,  Boarding  Areas 
"H"  and  irlrr‘. 

Resolution  accepting  the  work  under  Airport  Contract 
No.  1221R,  Newspaper  Vending  Machine  Enclosures  - 
Boarding  Areas  "H"  & "I"  as  satisfactorily  completed 
and  approving  final  payment  in  the  amount  of  $9,900.00 
in  favor  of  the  contractor,  Leon  Carlen,  General  Building 
Contractor,  3232  Mission  Street,  San  Francisco,  CA  94110. 


Original  amount  of  contract 
Final  amount  of  contract 
Performance  time  of  contract: 
Original 
Actual 

Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


$9,900.00 

$9,900.00 

45  calendar  days 
40  calendar  days 
May  24,  1979 
July  7,  1979 
July  2,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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7.  Consent  Calendar  (continued) 


(6)  Completion  of  Airport  Contract  No.  1222, 

Alterations  to  Pier  WC"  at  Cart  Road  Area. 


Resolution  accepting  the  work  under  Airport  Contract  No. 
1222 , Alterations  to  Pier  "C"  at  Cart  Road  Area,  as 
satisfactorily  completed  and  approving  final  payment 
in  the  amount  of  $56,900.00  in  favor  of  the  contractor, 
Anderson  Constructors,  Inc.,  330  First  Street,  San 
Francisco,  CA  94105. 


Original  amount  of  contract 
Final  amount  of  contract 
Performance  time  of  contract: 
Original 
Actual 

Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


$56,900.00 

$56,900.00 

30  calendar  days 
30  calendar  days 
June  28,  1979 
July  27,  1979 
July  27,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(7)  Modification  No.  1 and  Completion  of  Professional  Services 
Agreement,  Hales  Testing  Laboratories. 

Resolution  accepting  the  work  under  Prof fessional  Services 
Agreement  with  Hales  Testing  Laboratories,  Controller's 
No.  70229,  as  satisfactorily  completed  and  approving  and 
requesting  the  Controller's  certification  of  Credit  Modi- 
fication No.  1 in  the  amount  of  $1,895.10. 


Original  amount  of  agreement 
Modification  No.  1 (Credit) 
Final  amount  of  agreement 
Starting  date 
Original  completion  date 
Actual  completion  date 


$25,000.00 
(1,895.10) 
$23,104.90 
September  26,  1977 
December  31,  1978 
December  31,  1978 


Part  of  Federal  Aviation  Administration  ADAP  Project 
No.  6-06-0221-08. 


(8)  Tenant  Improvement:  United  Airlines, 

Plot  4 Ground  Vehicle  Maintenance  Shop,  $350,000.00. 

Resolution  approving  the  revised  final  plans  and  specifi- 
cations submitted  by  United  Airlines  showing  the  construc- 
tion of  a group  equipment  maintenance  shop  at  the  Service 
Center  on  Plot  4.  The  shop  will  consist  of  a single  story 
building  with  a floor  area  of  9,000  square  feet. 

The  work  will  be  done  by  United  Airlines  at  their  own 
and  sole  expense  and  without  rental  credit. 

Estimated  cost  is  $350,000.00. 
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7.  Consent  Calendar  (continued) 


(9)  Tenant  Improvement:  Western  Airlines , 

Relocation  of  Employee  Parking  Lot,  $98/000.00. 

Resolution  approving  final  plans  and  specifications 
showing  the  relocation  of  Western  Airline's  employee 
parking  lot  at  their  hangar  and  air  cargo  facility. 
The  work  consists  of  paving  a plot  to  replace  the 
existing  employee  parking  lot. 

The  work  will  be  done  by  Western  Airlines  at  its  own 
and  sole  expense  and  without  rental  credit.  The 
estimated  cost  is  $98,000.00. 


(10)  Tenant  Improvement:  Budget  Rent-A-Car, 

Reservation  Counter  Computer  Terminal  Installation, 
$25,000.00. 


Resolution  approving  plans  and  specifications  submitted 
by  Budget  Rent-A-Car  showing  installation  of  computer 
terminals  at  Budget's  reservation  counters  in  the  Airport 
passenger  terminal  buildings.  The  work  will  be  done  by 
Budget  Rent-A-Car  at  its  own  and  sole  expense  and  without 
rental  credit.  The  estimated  cost  is  $25,000.00. 
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8.  Consent  Calendar  on  Contract  Modifications 


(1 ) Completion  and  Final  Modification  of  Airport  Contract 

650C,  Completion  of  North  Terminal  Building , Modification 
No.  U (Debit),  $2^1,386. SIT 

Resolution  accepting  the  work  under  Airport  Contract  No. 
650C,  Completion  of  North  Terminal  Building,  as  satis- 
factorily completed;  approving  and  requesting  the  Control- 
ler's certification  of  Debit  Modification  No.  42  in  the 
amount  of  $231,980.66;  extending  the  completion  date  from 
November  19,  1978  to  April  22,  1979;  and  approving  final 
payment  in  the  amount  of  $306,855.66  in  favor  of  the 
contractor,  F.  P.  Lathrop  Construction  Company,  Suite  1100, 
Watergate  Tower,  1900  Powell  Street,  Emeryville,  CA  94608. 


Original  amount  of  contract 
Previous  modifications  Nos.  1 thru  41 
Revised  amount  of  contract  to  date 
Modification  No.  42  consisting  of  the 
following  items: 

Appurtenances , 

Remedial  and  Redesign 
Work 

Upper  Loop  Roadway 
Waterproofing 
Smoke  Detectors 
Elevator  Electrical 
Additions , 

Elevator  Mechanical  and 
Graphic  Additions, 

Final  amount  of  contract 
Original  contract  time 
Actual  contract  time 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 


$ 32,266.66, 

160,233.00, 

6,000.00, 

10,967.00, 


(Debit) 

Debit 

Debit 

Debit 

Debit 


11,346.00,  Debit 


11,168.00,  Debit 


$19,412,491.00 

1,627,457.90 

$21,039,948.90 


231,980.66 
$21,271,929.56 
720  calendar  days 
1,121  calendar  days 
March  8,  1976 
March  18,  1978 
April  22,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(2)  Modification  No.  66  (Debit),  Airport  Contract  No.  1000, 
Garage:  Stage  IV  - Superstructure  Addition,  $34,218.00. 

Resolution  approving  and  requesting  the  Controller's  certifi- 
cation of  Debit  Modification  No.  66  to  Airport  Contract  No. 
1000,  in  the  total  debit  amount  of  $34,218.00. 

It  is  determined  by  Engineering  Staff  that  additional  street 
improvements  and  utilities  are  required  to  be  completed  on 
the  lower  level  road  by  the  contractor  in  concurrence  with 
the  required  contract  work,  and  to  accomplish  this  work  in 
the  "first  phase"  of  Contract  1000  rather  than  the  "second 
phase",  in  order  to  accommodate  the  City  contract  for  pave- 
ment overlay  for  the  area  between  the  North  Terminal  and  the 
new  garage. 


The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  66  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

3,390,960.00 

$53,805,355.00 

34,218.00 

$53,839,573.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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8.  Consent,  Contract  Modifications  (continued) 


(3)  Modification  No.  67,  (Debit),  Airport  Contract  No.  1000, 
Garage;  Stage  IV  - Superstructure  Addition,  $25,000.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  67  to  Airport 
Contract  No.  1000,  in  the  total  amount  of  $25,000.00. 


The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  work  directs  the  contractor  to  use  non-combustible 
paint,  provides  special  protection  to  active  mechanical 
and  electrical  equipment,  and  authorizes  overtime  pay  in 
the  painting  of  the  Central  Plant  in  order  not  to  shut 
down  equipment  which  is  vital  for  the  proper  temperature 
control  in  the  North  Terminal. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  67  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

3,425,178.00 

$53,839,573.00 

25,000.00 

$53,864,573.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(4 ) Modification  No.  1 (Debit),  Airport  Contract  No.  1198, 

Aircraft  Parking  Apron,  North  Terminal,  East  Phase,  $7,000. 

Resolution  approving  and  ratifying  the  action  of  the  Director 
of  Airports  in  approving  Change  Order  Nos.  1198-1  and  1198-2 
in  accordance  with  Airports  Commission  Resolution  No.  70-0044 
and  requesting  Controller's  certification  of  Debit  Modifica- 
tion No.  1 in  the  amount  of  $7,000.00.  The  contractor  for 
the  work  is  Piombo  Corporation. 

This  modification  provides  for  installation  of  12"  x 12' 
long  timber  barricades  and  automatic  flash  units  with 
batteries  along  asphaltic  concrete  and  Portland  cement 
edges  to  prevent  vehicles  from  driving  over  the  edges  of 
the  completed  work  area. 

This  modification  also  provides  for  fencing  at  Gate  68  exit 
stairway. 

Original  amount  of  contract  $636,460.00 

Modification  No.  1 (Debit)  7,000.00 

Revised  amount  of  contract  $643,460.00 

This  contract  is  part  of  Federal  Aviation  Administration 
ADAP  Project  No.  6-06-0221-08. 
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Trailing  Calendar  of  Old  Business 


9. 


(1)  Human  Rights  Commission 

(Letter  from  Grant  Mickens  expected  by  September  4,  1070 

not  received.  But  over  to  September  18,  1979). 


(2 )  Airport  l'lnor  gy  Conservation 

(A  recommendation  for  action  will  be  made  at  the 
September  18,  1979  Commission  meeting.) 


( 3 )  General  Aviation  Landing  Fees 

(A  recommendation  for  action  will  be  made  at  the 
September  18,  1979  Commission  meeting.) 


( 4 )  Contract  with  San  Francisco  Airport  Medical  Clinic 

(Negotiations  still  in  progress.  A recommendation  for 
action  will  be  made  at  the  September  18,  1979  Commission 
meeting . ) 


(5)  Garage  Contract 

Submission  of  List  of  Qualified  Bidders. 

(A  recommendation  for  action  will  be  made  at  the  October  2 
1979  Commission  meeting.) 


(6 )  Reduction  in  Paper  Produced 

(A  recommendation  for  action  will  be  made  at  the  October  2 
1979  Commission  meeting.) 


(7)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  held  over  to  the 
October  16,  1979  Commission  meeting.) 


(8)  Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the  January  2 
1.980  Commission  meeting.) 
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CALENDAR 

Tuesday  ^September  18,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 
DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

RUTH  S.  KADISH 
President 

MORRIS  BERNSTEIN 
Vice-President 
WILLIAM  K.  COBLENTZ 
DR.  Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 

RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

Tuesday,  September  18,  1979 


CALENDAR 

1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Director's  Reports  ( see  attached  page) 

6.  Items  Initiated  by  Commissioners 

7.  Agenda  Items  Involving  Airport  Policies  or  Major 
Operational  Decisions  (see  attached  pages) 

8.  Consent  Calendar  of  Routine  Administrative  Matters 
(see  attached  pages) 

9.  Consent  Calendar  of  Contract  Modifications  (see 
attached  pages) 

10.  Items  Removed  from  Consent  Calendar 

11.  Communications 

12.  Trailing  Calendar  of  Old  Business 

13.  Adjournment  of  Public  Meeting  to  Go  Into 
Executive  Session. 

14.  Executive  Session 


Page  1,  September  18,  1979 


5.  Director's  Reports 


(1)  Interim  Noise  Policy 

Report  to  the  Commission  that  insufficient  data  has 
been  received  from  the  airlines  to  be  able  to  make 
a recommendation  for  various  decibel  levels  for  an 
Interim  Noise  Policy. 
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7.  Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions. 


(1)  Amendment  to  Professional  Services  Agreement  with 
Arthur  Andersen  & Co^ 

This  amendment  to  the  professional  services  agreement 
with  Arthur  Andersen  & Co.,  a consulting  partnership, 
which  was  engaged  to  assist  the  airport  in  the  imple- 
mentation of  the  Finale ial  Information  component  of 
the  FIRM  project,  authorizes  the  commencement  of 
Phase  III  and  provides  additional  funding  of  $33,000 
bringing  the  total  contract  to  $352,000. 


(2)  Discontinuance  of  Southern  Pacific  Commuter  Service 

The  Interstate  Commerce  Commission  in  Washington,  D.C. 
is  considering  an  appeal  from  the  decision  of  an 
Administrative  Law  Judge  in  the  matter  of  Southern 
Pacific  Co.,  discontinuance  of  passenger  trains  between 
San  Francisco  and  San  Jose.  The  proposed  resolution 
opposes  discontinuance  and  supports  the  MTC  position 
before  the  ICC. 


(3)  Employee  Commendation 

Resolution  commending  the  actions  of  Alfred  Brown, 
Airport  Custodian. 
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Airport  Policies/Operational  Decisions  (continued) 


( 4)  Completion  and  Final  Modification  of  Airport  Contract  No.  6 5 PC, 
Completion  of  North  Terminal  Building,  Modification  No.  4T~, 
TPebit)  $231,980.661 

Resolution  accepting  the  work  under  Airport  Contract  No.  650C, 
Completion  of  North  Terminal  Building,  as  satisfactorily 
completed;  approving  and  requesting  the  Controller's  certifi- 
cation of  Debit  Modification  No.  42  in  the  amount  of  $231,980.66; 
extending  the  completion  date  from  November  19,  1978  to  April  22, 
1979;  and  approving  final  payment  in  the  amount  of  $306,855.66 
in  favor  of  the  contractor,  F.P.  Lathrop  Construction  Company, 


Suite  1100,  Watergate  Tower 

, 1900  Powell 

Street, 

Emeryville, 

CA  94608. 

Original  amount  of  contract 
Previous  modifications  Nos. 
41  (Debit) 

1 thru 

$19,412,491.00 

1,627,457.90 

Revised  amount  of  contract  to  date 
Modification  No.  42  consisting  of  the 

$21,039,948.90 

following  items: 

Appurtenances , 

$ 32,266.66, 

Debit 

Remedial  and  Redesign 

Work, 

160,233.00, 

Debit 

Upper  Loop  Roadway 

Waterproofing, 

6,000.00, 

Debit 

Smoke  Detectors, 

10,967.00, 

Debit 

Elevator  Electrical 

Additions, 

11,346.00, 

Debit 

Elevator  Mechanical  and 

Graphic  Additions, 
Final  amount  of  contract 

11,169.00, 

Debit 

231,980.66 

$21,271,929.56 

Original  contract  time 

720 

calendar  days 

Actual  contract  time 
Effective  date  of  contract 
Original  completion  date 
Actual  completion  date 

1,121 

calendar  days 
March  8,  1979 
March  18,  1978 
April  22,  1979 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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7.  Airport  Policies/Operational  Decisions  (continued) 


( 5)  Modification  No.  67  (Debit)/  Airport  Contract  No.  1000, 
Garage:  Stage  IV  - Superstructure  Addition,  $25,000.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  67  to  Airport 
Contract  No.  1000,  in  the  total  amount  of  $25,000.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

This  work  directs  the  contractor  to  use  non-combustible 
paint,  provides  special  protection  to  active  mechanical 
and  electrical  equipment,  and  authorizes  overtime  pay  in 
the  painting  of  the  Central  Plant  in  order  not  to  shut 
down  equipment  qhich  is  vital  for  the  proper  temperature 
control  in  the  North  Terminal. 

Original  amount  of  contract 
Previous  modifications  (Debit) 

Revised  amount  of  contract  to  date 
Modification  No.  67  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

3,425,178.00 

$53,839,573.00 

25,000.00 

$53,864,573.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(6)  SFO  Airporter,  Inc.  Operating  Agreement 

Resolution  approving  amendment  to  the  SFO  Airporter,  Inc. 
operating  agreement. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters. 


(1)  Bid  Call  - Airport  Contract  No.  1246 , 

Motorized  Controls  for  Sunshades , North  Terminal. 

Resolution  approving  the  final  plans  and  specifications 
and  authorizing  the  Director  to  call  for  bids  for  Airport 
Contract  No.  1246,  Motorized  controls  for  Sunshades, 

North  Terminal. 

The  purpose  of  this  contract  is  to  install  power  and 
control  circuits  for  the  existing  sunshades  at  the  high 
bay  windows  on  the  south  side  of  the  North  Terminal. 

These  sunshades  are  provided  with  motorized  units  for 
automatic  operation.  Due  to  the  tight  schedule  for  the 
opening  of  the  North  Terminal,  there  was  insufficient 
time  to  bring  power  to  operate  these  shades.  This  contract 
will  provide  that  power. 

The  completion  of  the  above  work  would  permit  the  sunshades 
to  be  adjusted  automatically  at  predetermined  times  of  the 
day. 

Construction  time  is  60  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(2)  Modification  No.  2 and  Completion  of  Airport  Contract 
No.  1176  - Emergency  Airfield  Pavement  Repairs, 

Fiscal  Year  19 7 a- 7$.  


Resolution  accepting  the  work  under  Airport  Contract  No. 
1176,  Emergency  Airfield  Pavement  Repairs,  Fiscal  Year 
1978-79,  as  satisfactorily  completed;  approving  and  re- 
questing the  Controller's  certification  of  Credit  Modi- 
fication No.  2 in  the  amount  of  $2,493.75  in  favor  of 
the  contractor,  Lowrie  Paving  Company,  Inc.,  1321  Lowrie 
Avenue,  South  San  Francisco,  CA  94080. 


Original  amount  of  contract 
Modification  No.  1,  Extension  of  time 
Modification  No.  2 (Credit) 

Final  amount  of  contract 
Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$63,290.00 
No  additional  cost 
(13,415.00) 
$49,875.00 
September  18,  1978 
June  30,  1979 
August  31,  1979 


This  contract  is  not  part  of  Airport  Expansion  Program. 
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Consent  Calendar  (continued) 


(3)  Tenant  Improvement:  United  Airlines  Air  Cargo  Bldg. 

Replace  Deteriorated  Concrete  Pavement,  $150,000.00. 

Resolution  approving  final  plans  and  specifications 
submitted  by  United  Airlines  showing  the  replacement 
of  deteriorated  concrete  pavement  at  the  truck  dock 
area  adjacent  to  their  Air  Cargo  Building  at  Plot  6. 
The  work  will  be  done  by  United  Airlines  at  their 
own  and  sole  expense  and  without  rental  credit. 

The  estimated  cost  is  $150,000. 


(4)  Capital  Project  No.  1223,  Approval  of  Tenant  Contract 
Drawings,  PSA/Northwest  (TMR  2241)  and  Hughes  Airwest 
(TMR  2241)  Modifications  to  Pier  ~D~. 

Resolution  approving  the  contract  drawings  of  PSA/ 
Northwest  and  Hughes  Airwest  modifications  to  Pier  D 
and  approval  to  commence  remodeling  and  construction. 
These  are  interim  relocation  projects  and  an  integral 
part  of  Modernization  and  Replacement  phase  of  the 
Terminal  expansion  program. 

The  maximum  budget  for  these  projects  if  $400,000.00 
and  the  not-to-exceed  design  and  construction  cost 
has  been  determined  to  be  $836,887.00. 
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9.  Consent  Calendar  for  Contract  Modifications 


(1)  Modification  No.  68,  Airport  Contract  No.  1000 , (Debit) 
Garage:  Stage  IV  - Superstructure  Addition,  $10,822.00 

Resolution  approving  and  requesting  the  Controller's  certifi- 
cation of  Debit  Modification  No.  68  to  Airport  Contract  No. 
1000,  in  the  total  debit  amount  of  $10,822.00. 


The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


This  modification  directs  contractor  to  revise  the  sprinkler 
system,  complete  electrical  interfacing,  provide  interim 
controls  and  interim  drainage  piping,  add  castors  for  C.O. 
annunciator  cabinets,  modify  access  sleeve  to  fuel  oil  tank 
manholes,  add  metal  stud  and  gypsum  board  closure,  revise 
ceiling  heights,  install  additional  handrails  and  reverse 
roof  hatch  swing. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  68  consisting  of 
the  following: 


$50,414,395.00 

3,450,178.00 

$53,864,573.00 


CMC  Field  Memorandum 
CMC  Field  Memorandum 
CMC  Field  Memorandum 
CMC  Field  Memorandum 
CMC  Field  Memorandum 
CMC  Field  Memorandum 
CMC  Field  Memorandum 
CMC  Memorandum  dated 
October  11,  1978, 
CMC  Memorandum  dated 
December  5,  1978, 
CMC  Memorandum  dated 
April  27,  1979, 

CMC  Memorandum  dated 
July  17,  1979, 
Revised  amount  of  cor 


443, 

$ 725.00 

(Debit) 

447, 

721.00 

(Debit) 

464, 

2,045.00 

(Debit) 

474, 

1,065.00 

(Debit) 

501, 

1,008.00 

(Debit) 

518, 

530.00 

(Debit) 

528, 

1,429.00 

(Debit) 

744.00 

(Debit) 

454.00 

(Debit) 

1,509.00 

(Debit) 

592.00 

(Debit) 

10,822.00 

$53,875,395.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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Consent  /Contract  Modifications  (continued) 


(2 ) Modification  No.  69  (Debit)/  Airport  Contract  No.  1000, 
Garage:  Stage  IV  - Superstructure  Addition,  $14,270.00. 

Resolution  approving  and  requesting  the  Controller's  certi- 
fication of  debit  modification  No.  6 9 to  Airport  contract 
No.  1000 , in  the  total  debit  amount  of  $14,270.00. 


The  contractor  for  this  work  is  R bert  E.  McKee,  Inc. 


Provide  for  the  service  of  a start-up  engineer,  installa- 
tion of  a 400:5  ratio  current  transformer,  wiring  for  the 
remote  stop  of  the  chillers  from  the  control  panel,  re- 
alignment of  the  chillers  and  payment  of  overtime  differ- 
ential in  conjunction  with  the  "accelerated  construction 
program" . 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 
Modification  No.  69  (Debit) 

Revised  amount  of  contract 


$50,414,395.00 

3,461,178.00 

$53,875,573.00 

14,270.00 

$53,889,843.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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12.  Trailing  Calendar  of  Old  Business 


(1)  Garage  Contract 

(A  list  of  qualified  bidders  will  be  submitted  for 
appraisal  at  the  October  2,  1979  Commission  meeting.) 

(2 ) Contract  with  San  Francisco  Airport  Medical  Clinic 

(A  recommendation  for  action  will  be  made  at  the 
October  2,  1979  Commission  meeting.) 

(3)  Reduction  in  Paper  Produced 

(A  recommendation  for  action  will  be  made  at  the 
October  2,  1979  Commission  meeting.) 

(4 ) Human  Rights  Commission  Action  Regarding  Concessions 

(A  report  will  be  made  at  the  October  2,  1979  Commission 
meeting. ) 

(5)  General  Aviation  Landing  Fees 

(A  recommendation  for  action  will  be  made  at  the 
October  16,  1979  Commission  meeting.) 

(6)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  made  at  the  October 
16,  1979  Commission  meeting.) 

(7)  Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 
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Am  SAN  FRANCISCO 
AIRPORTS  COMMISSION 


CALENDAR 

Tuesday,  October  2,  1979 

2:30  P.M. 

Room  282  - City  Hall 
City  and  County  of  San  Francisco 


DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

MORRIS  BERNSTEIN 
President 

WILLIAM  K.  COBLENTZ 
Vice-President 
RUTH  S.  KADISH 
DR.  Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 

San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

Tuesday,  October  2,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4 . Adoption  of  Minutes 

5.  Director's  Reports  (see  attached  page) 

6.  Agenda  Items  Involving  Airport  Policies  or  Major 

Operational  Decisions  (see  attached  pages) 

7.  Items  Initiated  by  Commissioners. 

8.  Consent  Calendar  of  Routine  Administrative  Matters 

(See  attached  pages) 

9.  Consent  Calendar  of  Contract  Modifications  (see 

attached  page) 

10.  Communications  (see  attached  page) 

11.  Trailing  Calendar  of  Old  Business 

12.  Adjournment  of  Meeting  to  go  into  Executive  Session 

13.  Executive  Session 
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5.  Director's  Reports 


(1)  Use  of  Staff  Vehicles 


Report  on  efforts  to  establish  a policy  on  usage  of 
staff  vehicles  and  study  of  the  Board  of  Supervisors' 
ordinance . 


(2)  Paperwork  Reduction 

Progress  Report  on  the  reduction  of  paperwork,  mailing 
of  Commission  Calendars  and  Minutes,  etc. 


(3)  Progress  Report  on  the  Implementation  of  FIRM 


(4)  Airport  Defederalization 

Report  on  Senator  Cannon's  proposed  legislation  regarding 
removal  of  federal  tax  on  airline  tickets  and  removal  of 
larger  airports  from  ADAP  funding. 
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6.  Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions . 


(1)  Interim  Noise  Policy 

Resolution  explaining  why  a new  Interim  Noise  Policy 
cannot  be  immediately  adopted  and  asking  FAA  for 
technical  assistance. 


(2 )  Rental  Credit  Agreement  with  Host  International  for 
Expanded  Facilities  in  Rotunda  A. 

Resolution  approving  in  concept  the  expansion  of  the 
Host  International  food  and  beverage  facility  in 
Rotunda  A.  The  construction  cost  of  the  facility  is 
presently  estimated  at  $550,000  and  thus,  with  A & E 
and  contingency,  the  amount  of  the  rental  credit  is 
estimated  at  a maximum  of  $660,000.00. 


( 3 )  Award  of  Concession  Leases,  North  Terminal  Building 

. The  Commission  has  invited  bids  for  various  concession 
leases  in  the  North  Terminal  and  is  to  make  an  award 
of  same  to  the  highest  responsible  bidder  in  each 
instance . 

The  following  concessions  are  to  be  awarded: 

Candy 

Crab  Kiosk 
Flowers 
Jewelry 
Sunglass  Kiosk 


(4 )  Resolution  Establishing  a Contract  With  the  SFIA  Medical 
Clinic  to  Provide  24-hour  Service  at  a Cost  not  to 
Exceed  $85,000  and  to  be  Calculated  Based  on  a Formula 
Tied  to  Gross  Medical  Billings. 


( 5 )  Approval  of  Preliminary  Plans,  Boarding  Area  "D"  Portion 
of  Contract  No.  1200,  Central  Terminal  Modernization . 


Resolution  approving  the  preliminary  plans  dated 
September  4,  1979  submitted  by  Gensler  and  Associates 
for  the  Boarding  Area  "D"  portion  of  Contract  No.  1200, 
Central  Terminal  Modernization. 

The  construction  budget  for  Boarding  Area  "D"  is 
$13,700.00.  The  estimated  construction  cost  at  the 
preliminary  design  stage  is  $13,393,000. 

The  amount  requested  for  certification  for  the  construc- 
tion document  phase  for  Boarding  Area  "D"  is  $321,950.00. 
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6.  Airport  Policies/Operational  Decisions  (continued) 


( 6 )  Amendment  to  Section  1.4.5  of  Airport  Rules  and  Regulations 
for  Ground  Transportation  Services  as  Outlined  in  Memoran- 
dum dated  August  27 , 1979  Which  was  Approved  by  Airports 
Commission  Resolution  79-0318  dated  September  4,  1979. 


(7)  Completion  and  Final  Modification  of  Airport  Contract  6 5 PC, 
Completion  of  North  Terminal  Building,  Modification  No.  4 ~2 
(Debit)  , $231,980.66. 

Resolution  accepting  the  work  under  Airport  Contract  No.  650C, 
Completion  of  North  Terminal  Building,  as  satisfactorily  com- 
pleted; approving  and  requesting  the  Controller's  certifica- 
tion of  Debit  Modification  No.  42  in  the  amount  of  $231,980.66; 
extending  the  completion  date  from  November  19,  1978  to  April 
22,  1979;  and  approving  final  payment  in  the  amount  of 
$306,855.66  in  favor  of  the  contractor,  F.P.  Lathrop  Con- 
struction Company,  Suite  1100,  Watergate  Tower,  1900  Powell 
Street,  Emeryville,  California  94608. 

Original  amount  of  contract  $19,412,491.00 

Previous  modifications  Nos.  1 


thru  41  (Debit)  1,627,457.90 
Revised  amount  of  contract  to  date  $21,039,948.90 
Modification  No.  42  consisting  of 


the  following  items : 
Appurtenances , 

$ 32,266.66, 

Debit 

Remedial  and 
Redesign  Work 

160,233.00, 

Debit 

Upper  Loop  Roadway 
Waterproofing , 

6,000.00, 

Debit 

Smoke  Detectors, 

10,967.00, 

Debit 

Elevator  Electrical 
Additions , 

11,346.00, 

Debit 

Elevator  Mechanical  and 
Graphic  Additions, 

11,168.00, 

Debit 

231,980.66 

Final  amount  of  contract 
Original  contract  time 

720 

$21,271,929.56 
calendar  days 

Actual  contract  time 

1,121 

calendar  days 

Effective  date  of  contract 
Original  completion  date 

March  8,  1976 
March  18,  1978 

Actual  completion  date 

April  22,  1979 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(8 )  Travel,  Budget  Allocation  and  Travel  Plan  Approval 

Resolution  approving  the  travel  budget  for  FY  1979-80  and 
certain  out-of-state  travel  plans  by  staff  members. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters 


(1)  Completion  of  Airport  Contract  No.  1191 , 

Exit  Stairway  - North  Terminal,  Gate  68 

Resolution  accepting  the  work  under  Airport  Contract  No. 
1191,  Exit  Stairway  - North  Terminal,  Gate  68,  as  satis- 
factorily completed;  extending  the  completion  date  from 
June  9,  1979  to  July  27,  1979;  assessing  liquidated 
damages  in  the  amount  of  $400.00;  and  approving  final 
payment  in  the  amount  of  $464.56  in  favor  of  the  con- 
tractor, Hodgson  Construction  Company,  Inc.,  2815  Fair 
Oaks  Avenue,  Redwood  City,  California  94063. 


Original  amount  of  contract 
Final  amount  of  contract 
Performance  time  of  contract: 
Original 
As  Modified 
Actual 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 
Actual  completion  date 


$38,425.00 

$38,425.00 

90  calendar  days 
138  calendar  days 
142  calendar  days 
March  12,  1979 
June  9,  1979 
July  27,  1979 
July  31,  1979 


This  contract  is  part  of  the  Airport  Expansion  Program. 


(2 ) Modification  No.  1 and  Completion  of  Airport  Contract 
No.  1255,  Emergency  Sewer  Repairs  at  Pump  Station 
No.  7,  $17,231.83. 


Resolution  accepting  the  work  under  Airport  Contract  No. 
1255,  Emergency  Sewer  Repairs  at  Pump  Station  No.  7,  as 
satisfactorily  completed;  approving  and  requesting  the 


Controller's  certification  o 
in  the  amount  of  $17,768.17; 
in  the  amount  of  $17,231.83 
M.G.M.  Construction  Company, 
California  94524. 

Original  amount  of  contract 
Modification  No.  1 (Credit) 
Final  amount  of  contract 
Performance  time  of  contract 
Effective  date  of  contract 
Contract  completion  date 


f Credit  Modification  No.  1 
and  approving  final  payment 
in  favor  of  the  contractor, 
P.  0.  Box  5757,  Concord, 


$35,000.00 
(17,768.17) 
$17,231.83 
11  calendar  days 
July  5,  1979 
July  15,  1979 


This  contract  is  not  part  of  the  Airport  Expansion  Program. 
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8.  Consent  Calendar  (continued) 


(3)  Resolution  Approving  Modification  of  Lease  Between 
Pan  American  World  Airways , Inc.  Lessee,  and  The 
City  and  County of  San  Francisco , Lessor,  - Reduction 
in  Area  of  Leasehold  Premises  and  Granting  of 
Rental  Credit. 

Pan  American  World  Airways,  Inc.,  Lessee,  of  certain 
space  in  the  South  Terminal  Building,  at  the  request 
of  the  City,  surrendered  certain  leasehold  areas  and 
substituted  therefor  space  containing  320  square  feet 
less  area.  The  substituted  area  was  subsequently 
surrendered. 

A Modification  of  Lease  is  submitted  to  reflect  the 
change  in  Leasehold  area  together  with  granting  of  a 
rent  credit  of  $23,446.67  for  overpayment  of  rent  by 
Pan  Am  for  320  square  feet  from  June  1,  1970  through 
November  30,  1978. 


(4 )  Tenant  Improvement:  Shell  Oil  Company,  Relocate 

Aviation  Fuel  Line  Facilities  in  Boarding  Area  A 
Project  Area. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Shell  Oil  Company  showing  the  relocation 
of  aviation  fuel  pipeline  facilities  to  accommodate 
the  westerly  addition  to  the  South  Terminal  and  Board- 
ing Area  A Connector.  The  work  will  be  done  by  Shell 
Oil  Company  at  its  own  and  sole  expense  and  without 
rental  credit.  The  estimated  cost  is  $30,000.00. 


(5 )  Retirement  Resolution 


Resolution  recognizing  Ms.  Vivian  Malcolm's  service 
to  the  Airport. 
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9.  Consent  Calendar  on  Contract  Modifications 


(1)  Modification  No.  70,  Airport  Contract  No.  1000  (Debit) , 
Garage;  Stage  IV  - Superstructure  Addition,  $24,102.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  70  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of 
$24,102.00. 


The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 

The  work  consists  of  changing  the  fire  alarm  conduit 
size  from  one  3h"  conduit  to  two  3"  conduits,  adding 
public  address  speakers  at  Cores  A and  J,  rekeying  the 
Segment  2 service  elevator,  deleting  a portion  of  the  wall 
wash  light  fixtures,  revising  the  power  and  telephone 
installation  to  the  guard  shelter  at  R-16,  and  backcharging 
the  Contractor  for  Soils  Engineer  services  and  San  Francisco 
Airport  Architects  services. 


Original  amount  of  contract 
Previous  modifications  (Debit) 

Revised  amount  of  contract  to  date 
Modification  No.  70  consisting  of 
the  following; 

Bulletin  5 (remaining  work  $69,583.00 
Change  Order  142,  1,205.00 

Change  Order  143,  941.00 

Change  Order  144,  (1,872.00) 

CMC  Field  Memo  296,  (5,000.00) 

Soils  Engineer  Services  (10,000.00) 

San  Francisco  Airport 

Architect  Services  (30,755.00) 


Revised  amount  of  contract 


$50,414,395.00 

3,475,448.00 

$53,889,843.00 


24,102.00 

$53,913,945.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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10.  Communications 


(1)  Resolution  from  San  Mateo  Fair  Association 

Designation  of  Airport's  exhibit  as  the  finest 
aviation  exhibit  at  "Fairworld  79". 
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11.  Trailing  Calendar  of  Old  Business 


( 1 )  General  Aviation  Landing  Fees 

(A  recommendation  for  action  will  be  made  at  the 
October  16,  1979  Commission  meeting.) 


(2)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  held  over  to 
the  October  16,  1979  Commission  meeting.) 


(3)  Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 
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Room  282  - City  Hall 
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City  and  County  of  San  Francisco 


DIANNE  FEINSTEIN,  MAYOR 

COMMISSIONERS 

MORRIS  BERNSTEIN 
President 

WILLIAM  K.  COBLENTZ 
Vice-President 
RUTH  S.  KADISH 
DR.  Z.L.  GOOSBY 
J.  EDWARD  FLEISHELL 


RICHARD  R.  HEATH 

Director  of  Airports 


San  Francisco  International  Airport 
San  Francisco,  California  94128 


AIRPORTS  COMMISSION 
MEETING 

Tuesday,  October  16,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Director's  Reports  (see  attached  page) 

6.  Items  Initiated  by  Commissioners. 

7.  Agenda  Items  Involving  Airport  policies  or  Major 

Operational  Decisions  (see  attached  pages) 

8.  Consent  Calendar  of  Routine  Administrative  Matters 

■ (see  attached  pages) 

9.  Consent  Calendar  of  Contract  Modifications  (see 

attached  pages) 

10.  Items  Removed  from  Consent  Calendars. 

11.  Communications 

12.  Trailing  Calendar  of  Old  Business  (see  attached  page) 

13.  Adjournment  of  Meeting  to  go  into  Executive  Session 

14.  Executive  Session 
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5.  Director's  Reports 


(1)  Chamber  Music  Performed  by  Twin  Pines  Ensemble  in 

North  Terminal  Hub  Area  - Messages  of  Appreciation. 
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7.  Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions. 


(1)  Operating  Agreement  for  Public  Automobile  Parking 
Facilities  at  San  Francisco  International  Airport. 

1.  Bidder  Pre-Qualification 

2.  Approval  of  Agreement  Form 

3.  Invitation  for  Bids 


(2 )  Modernization  and  Replacement  Program 

Effect  of  airlines'  lawsuit  on  Modernization  and  Replace- 
ment Program  and  a decision  as  to  what,  if  any,  projects 
should  move  forward. 

TO  BE  CONSIDERED  IN  EXECUTIVE  SESSION. 


(3)  Bid  Call  - South  Terminal  West  Addition  and  Modification, 
Bid  Package  No.  1 

Resolution  approving  final  plans  and  specifications  and 
-authorizing  the  Director  of  Airports  to  call  for  bids  for 
Airport  Contract  No.  1010,  South  Terminal  West  Addition 
and  Modification  - Bid  Package  No.  1. 

This  contract  provides  for  construction  of  a service  road 
underpass,  underground  utilities,  retaining  walls  as  well 
as  piling  and  caps. 

This  work  is  part  of  the  Airport  Modernization  and  Replace- 
ment Program. 


(4 )  Authorization  to  Proceed  with  Construction  Documents, 

Boarding  Area  "D"  Portion  of  Contract  No.  1200,  Central 
Terminal  Modernization. 

Resolution  authorizing  Gensler  and  Associates  to  proceed 
with  the  construction  document  phase  for  the  Boarding 
Area  "D"  portion  of  Contract  No.  1200,  Central  Terminal 
Modernization . 

The  construction  budget  for  Boarding  Area  "D"  is  $13,700,000. 
The  estimated  construction  cost  of  the  preliminary  design 
stage  is  $13,393,000. 

The  amount  requested  for  certification  for  the  construction 
document  phase  for  Boarding  Area  "D"  is  $321,950.00. 


(5)  Medical  Clinic  Contract 


Resolution  rescinding  the  action  taken  at  the  October  2, 
1979  Commission  meeting  and  approving  a sufficient  subsidy 
to  enable  the  Medical  Clinic  to  continue  to  provide  24-hour 
service. 
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7.  Airport  Policies  or  Major  Operational  Decisions  (continued) 


(6)  SFO  Airporter , Inc.  Operating  Agreement 

Resolution  modifying  amendment  to  the  SFO  Airporter,  Inc. 
Operating  Agreement. 


(7)  Agreement  Between  The  Airport  and  Carrier  Corporation 

An  agreement  between  the  Carrier  Corporation  and  the 
City  and  County  of  San  Francisco  to  provide  for  the  expert 
professional  services  to  inspect,  service  and  maintain  the 
Airport's  refrigeration  and  air  conditioning  machinery  in 
the  new  Central  Plant  facility. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters 


(1)  Award  of  Contract  No.  1096R, 

Emergency  Communication  System  for  Elevators. 

Resolution  awarding  Airport  Contract  No.  1096R,  Emergency 
Communication  System  for  Elevators  to  Collins  Electric 
Company  of  San  Francisco,  1615  Cortland  Avenue,  San 
Francisco,  CA  94110,  in  the  total  amount  of  $113,620.00. 

This  contract  provides  two  way  emergency  communications 
equipment  in  the  North  Terminal  and  Parking  Garage 
passenger  elevators.  Three  bids  were  received  on 
October  5,  1979  as  follows: 

Company  Amount 

1.  Collins  Electric  Company  of 
San  Francisco 

2.  Delta  Star  Electric  Company 

3.  Emil  J.  Weber  Electric  Company 

Construction  time  is  120  calendar  days. 

This  work  is  part  of  the  Airport  Expansion  Program. 


$113,620.00 

$118,843.00 

$121,700.00 


(2)  Bid  Call  - Contract  No.  1256A, 

Island  Extension  at  Upper  Roadway,  North  Terminal . 

Resolution  approving  the  final  plans  and  specifications 
for  bid  call  for  Contract  No.  1256A,  Island  Extension  at 
Upper  Roadway,  North  Terminal. 

The  project  includes  the  widening  of  the  island  for  greater 
pedestrian  safety  and  better  traffic  flow. 

The  estimated  cost  for  the  project  is  $14,500.00. 

The  construction  time  is  30  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters  (continued) 


(3)  Airport  Development  and  Aid  Program  (ADAP-10) , 

Acceptance  of  Federal  Grant  Offer  in  the  Amount  of 
$3,2^4,912  for  Project  No.  6-66-0221-10 J 

Resolution  ratifying  authorization  given  the  Director  of 
Airports  to  accept  the  Federal  grant  offer  in  the  amount 
of  $3,244,912  under  ADAP-10,  Project  No.  6-06-0221-10, 
consisting  of  the  following  projects: 

1.  Runway  & Taxiway  Shoulder  Drop-Off  Releveling 

& Blast  Shoulder  Ext. 

2.  Reconstruction  Airfield  Perimeter  Dike 

3.  Concrete  pads  - Pier  F 

4.  Apron  Overlay  Between  Piers  E & F 

5.  New  Firehouse 

6.  New  Field  Lighting  Building 

7.  Taxiway  Centerline  Lighting 

8.  Reconstruction  & Overlay  South  End  T/W  ' B'. 

The  acceptance  of  this  offer  obligates  the  City  to  carry 
out  and  complete  this  project  for  which  the  FAA  has  agreed 
to  pay  75%  of  the  eligible  costs. 


(4 )  Aspen  Airways 

Recommendation  for  acceptance  of  Landing  Fees  Agreement 
and  approval  of  operations. 


(5)  Tenant  Improvement:  Chevron,  U.S.A.,  Relocation  of 

Aviation  Fuel  Line  Facilities  at  Boarding  Area  A, 
$170,000.00. 


Resolution  approving  final  plans  and  specifications  sub- 
mitted by  Chevron,  U.S.A.  showing  relocation  of  aviation 
fuel  line  facilities  in  the  vicinity  of  Pier  G required 
to  permit  the  construction  of  the  westerly  addition  to 
the  South  Terminal  and  the  Boarding  Area  A Connector. 

The  work  will  be  done  by  Chevron,  U.S.A.  at  its  own  and 
sole  expense  and  without  rental  credit.  The  estimated 
cost  is  $170,000.00. 

This  project  is  a utility  relocation  required  under  the 
Modernization  and  Replacement  Phase  of  the  Airport. 
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Consent  Calendar  (continued) 


(6)  Tenant  Improvement;  Pacific  Southwest  Airlines, 

Space  Modification  in  Hangar  at  Plot  10B,  $80,000.00. 

Resolution  approving  final  plans  and  specifications 
submitted  by  Pacific  Southwest  Airlines  showing  modi- 
fications within  their  hangar  at  Plot  10B  to  provide 
additional  storage  space  for  aircraft  parts. 

The  work  will  be  done  by  Pacific  Southwest  Airlines 
at  its  own  and  sole  expense  and  without  rental  credit. 
The  estimated  cost  is  $80,000.00. 


(7)  Tenant  Improvement:  Braniff  International, 

South  Terminal,  Replace  Aircraft  Loading  Bridge,  $25,000. 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  Braniff  International  showing  the  replacement 
of  the  existing  aircraft  loading  bridge  at  Gate  8,  Pier  G, 
with  a new  loading  bridge. 

The  work  will  be  done  by  Braniff  at  its  own  and  sole  expense 
and  without  rental  credit.  The  estimated  construction  cost 
is  $25,000.00. 


(8)  Retirement  Resolution  N 

Resolution  in  recognition  of  the  service  of  Custodian 
Edward  K.  Lum  on  the  occasion  of  his  retirement. 
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9.  Consent  Calendar  on  Contract  Modifications 


(1)  Modification  No.  1 (Debit) , Airport  Contract  No.  936/ 
Industrial  Waste  Treatment  Plant,  $14,000.00. 

Resolution  approving  and  ratifying  the  action  of  the 
Director  of  Airports  in  approving  Change  Order  Nos.  936-1, 
936-2  and  936-3  in  accordance  with  Airports  Commission 
Resolution  No.  70-0044  and  requesting  Controller's  certi- 
fication of  Debit  Modification  No.  1 in  the  amount  of 
$14,000.00.  The  contractor  for  this  work  is  the  Piombo 
Corporation. 

This  modification  provides  for  compensation  for  addi- 
tional pile  lengths  ordered  by  the  City.  In  addition, 
it  provides  for  furnishing  and  driving  of  an  additional 
11  (10"  x 10")  and  14  (12"  x 12")  precase,  prestressed 
concrete  piles  to  meet  field  conditions. 

Original  amount  of  contract  $3,693,450.00 

Modification  No.  1 (Debit)  14,000.00 

Revised  amount  of  contract  $3,707,450.00 

This  contract  is  part  of  the  Airport  Expansion  Program. 


(2)  Modification  No.  71  (Debit),  Airport  Contract  No.  1000, 
Garage:  Stage  IV  - Superstructure  Addition,  $23,537.00. 

Resolution  approving  and  requesting  the  Controller's  certi- 
fication of  Debit  Modification  No.  71  to  Airport  Contract 
No.  1000,  in  the  total  debit  amount  of  $23,537.00. 

The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


The  work  consists  of  installing  bronze  anodized  aluminum 
closure  plates  between  columns  and  diagonals  at  the  ceiling 
line  of  both  pedestrian  bridges,  revising  the  width  of  the 
furred  opening  enclosure  for  the  kitchen  unit  in  the  Central 
Plant  mezzanine,  replacing  the  chilled  water  and  condensing 
pump  strainers  in  the  Central  Plant,  installing  medium  base 
lamps  in  types  M-4,  M-7  and  M-8  lighting  fixtures,  and  re- 
locating two  illuminated  exit  signs,  one  each  at  the  first 
level  of  Core  G and  H-I,  respectively,  at  the  opening  of 
the  core  extensions. 


Original  amount  of  contract 
Previous  modifications  (Debit) 
Revised  amount  of  contract  to  date 


Modification  No.  71  consisting  of 
the  following: 


CMC  Field  Memo  486  (Debit) , 
CMC  Field  Memo  499  (Debit) , 
CMC  Field  Memo  511  (Debit) , 
CMC  Memo  dated  4/25/79  " 


$ 8,185.00 
696.00 
12,096.00 
1,585.00 


SFIA  Letter  dated 


8/7/79  (Debit) , 

Revised  amount  of  contract 


975.00 


$50,414,395.00 

3,499,372.00 

$53,913,767.00 


23,537.00 

$53,937,304.00 


This  contract  is  part  of  the  Airport  Expansion  Program. 
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12.  Trailing  Calendar  of  Old  Business 


(1)  General  Aviation  Landing  Fees 

(A  recommendation  for  action  will  be  made  at  the 
November  20,  1979  Commission  meeting.) 

(2 ) Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  made  at  the 
December  4,  1979  Commission  meeting.) 

( 3 ) Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 
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AIRPORTS  COMMISSION 
MEETING 

Tuesday,  November  6,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Adoption  of  Minutes 

5.  Director's  Reports  (see  attached  page) 

6.  Items  Initiated  by  Commissioners. 

7.  Agenda  Items  Involving  Airport  policies  or  Major 

Operational  Decisions  (see  attached  pages) 

8.  Consent  Calendar  of  Routine  Administrative  Matters 

(see  attached  pages) 

9.  Items  Removed  from  Consent  Calendars 

10.  Communications 

11.  Trailing  Calendar  of  Old  Business  (see  attached  page) 

12.  Adjournment  of  Meeting  to  go  into  Executive  Session 

13.  Executive  Session 
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5.  Director's  Reports 


(1 )  Policy  on  Airline  Passenger  Terminal  Utilization 

Outlining  a proposed  policy  on  airline  passenger 
terminal  utilization  to  provide  flexibility  and 
allow  for  the  entry  of  new  carriers  into  the 
Airport. 


(2)  Rental  Credits 

Proposed  policy  of  rescinding  rental  credits  issued 
since  July  1,  1978  and  placing  moratorium  thereon 
pending  outcome  of  airlines'  request  for  injunctive 
relief  from  raised  landing  fees. 


(3)  Reduction  in  Paperwork  for  Construction  Contract  Approval 

Recommendations  submitted  for  reduction  in  paperwork  for 
construction  contract  approval. 


(4)  Implementation  of  FIRM  Project. 


(5)  Short-Term  Increase  in  Landing  Fees 

A report  on  the  necessity  for  a short-term  increase  in 
landing  fees  to  provide  for  the  purchase  or  lease  of 
loading  bridges. 


(6)  Extending  LandingFees  to  Commercial  Carriers  with 
Equipment  Under  10,000  Pounds"  ~ 

A report  on  the  desirability  of  extending  the  landing 
fees  to  commercial  carriers  with  equipment  under 
10,000  pounds. 


(7)  Resolution  Approving  Operational  Concept  of 
Century  Airlines^  

Century  Airlines  wishes  to  expand  its  operation  to 
include  a route  from  Eureka/Arcata  to  San  Francisco 
International  Airport. 
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Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions . 


(1)  Approval  of  Design  Development  Phase  and  Request 
Certification  of  Basic  Service  Fees  - South  Terminal 
and  West  Addition  and  Modification,  Contract  No.  1010, 
$648,450.00. 

Resolution  approving  the  Design  Development  Phase  and 
requesting  Controller  certification  of  basic  service 
fees  in  the  amount  of  $648,450.00  for  Airport  Contract 
No.  1010  - South  Terminal  West  Addition  and  Modification. 

This  resolution  will  allow  Anshen  and  Allen  to  proceed 
with  the  Construction  Document  Phase  in  accordance  with 
the  "phased  construction"  process. 

(2 ) Professional  Services  Agreement  with  San  Francisco 
International  Airport  Medical  Group,  Inc . 

Consideration  of  proposal  by  SFIA  Medical  Group,  Inc. 
for  renewal  of  Professional  Services  Agreement. 


(3)  North  Terminal  Art  Enrichment  Program 

Resolution  authorizing  the  award  of  and  commission  to  the 
sculptor,  Bruce  Beasley,  not  to  exceed  $136,000;  and  autho- 
rizing the  purchase  of  four  serigraphs  from  the  artist, 

Ron  Davis,  for  a price  not  to  exceed  $8,000.00;  and  re- 
questing the  Controller  to  transfer  funds  for  those  items 
to  the  Special  Holding  Fund. 


(4)  Resolution  Approving  Lease  Agreements  Covering  the 
Following  Concessions: 

Newsstand  and  Bookshop,  Central  Terminal 
Newsstand  and  Bookshop,  South  Terminal 
Gift  and  Sundries  Shop,  Central  Terminal 
Gift  and  Sundries  Shop,  South  Terminal 


(5)  Agreement  Between  the  City  and  County  of  San  Francisco 

and  W.  Grayson  Heath  and  Company  for  Professional  Services. 

Employ  the  professional  services  of  an  escalator/elevator 
consultant  to  determine  necessary  detailed  repairs  and  to 
inspect  the  Airports  escalators  and  elevators  for  contract 
compliance . 


(6)  Modification  to  Professional  Services  Agreement  of  Arthur 
Anderson  & Co. 

Modification  No.  3 to  the  Professional  Services  Agreement 
of  Arthur  Anderson  & Co. , consisting  of  additional  work 
for  the  evaluation  of  alternative  electronic  data  proces- 
sing services  in  the  amount  of  $17,000  revising  the  total 
contract  amount  to  $369,000.00. 
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6.  Policy/Operational  Decisions  (continued) 


(7)  Travelers  Aid  Society 

Letter  of  appreciation  of  the  efforts  of  the  Travelers 
Aid  volunteers. 
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8.  Consent  Calendar  of  Routine  Administrative  Matters 


(l)  Completion  of  Airport  Contract  No.  1182 , North  Cooling 
Tower  Air  Intake  Louvers,  Central  Heating  and  Cooling 
Plant,  Modification  No.  1 (Credit) , $500.00. 

Resolution  accepting  the  work  under  Contract  No.  1182,  North 
Cooling  Tower  Air  Intake  Louvers,  Central  Heating  and  Cooling 
Plant,  as  satisfactorily  complete;  approving  and  requesting 
the  Controller's  certification  of  Credit  Modification  No.  1 
in  the  amount  of  $500.00;  extending  the  completion  date  from 
March  24,  1979  to  September  28,  1979  and  approving  final  pay- 
ment in  the  amount  of  $11,688.50  in  favor  of  the  contractor, 
H.  H.  Robertson  Company,  1485  Bayshore  Blvd. , Room  426, 

San  Francisco,  California  94124. 


Original  amount  of  contract 
Previous  modifications 
Revised  amount  of  contract  to  date 
Modification  No.  1 (Credit) 

Revised  amount  of  contract 
Performance  time  of  contract: 
Original  contract  time 
Extension  of  Time  (Mod.  No.  1) 
Total  contract  time 
Effective  date  of  contract 
Original  completion  date 
Modified  Completion  date 


$23,362.00 

-0- 

$23,362.00 

(500.00) 

$22,862.00 

90  calendar  days 
157  calendar  days 
247  calendar  days 
December  25,  1978 
March  24,  1979 
September  28,  1979 


The  contractor  for  this  work  is  H.  H.  Robertson  Company. 


This  contract  is  part  of  the  Airport  Expansion  Program. 


( 2)  Bid  Rejection,  Contract  No.  124  6, 

Motorized  Controls  of  Sunshades,  North  Terminal. 

Resolution  rejecting  the  bid  received  for  Airport  Contract 
No.  1246,  Motorized  Controls  for  Sunshades,  North  Terminal. 

The  reason  for  rejection  is  that  the  single  bid  was  sub- 
stantially higher  than  the  estimated  cost  of  the  work. 

This  contract  is  part  of  the  Airport  Expansion  Program. 
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8.  Consent  Calendar  (continued) 


(3)  Award  of  Contract  No.  1256B,  Railing  Cap  Addition, 

Upper  Roadway  - North  Terminal. 

Resolution  awarding  Contract  No.  1256B,  Railing  Cap 
Addition,  Upper  Roadway,  North  Terminal  to  Erbentraut  and 
Summers,  696  Pennsylvania  Avenue,  San  Francisco,  CA  94107, 
in  the  amount  of  $18,600.00. 

The  purpose  of  this  contract  is  to  increase  the  height  of 
the  center  island  railing  to  meet  OSHA  safety  requirements. 

The  work  includes  the  installation  of  a new  precast  concrete 
section  on  top  of  existing  railing  to  bring  the  overall 
height  of  the  railing  to  3' -6". 

Bids  received  on  September  28,  1979: 

1.  Erbentraut  and  Summers  $18,600.00 

2.  Anderson  Constructors  Inc.  20,300.00 

3.  Hodgson  Construction  Inc.  20,876.00 

Construction  time  is  30  calendar  days. 

. This  contract  is  part  of  the  Airport  Expansion  Program. 


(4 )  United  Airlines  Maintenance  Operations  Center, 

Plot  E,  Employee  Parking  Lot , $1, 000 , 000. 00 . 

Resolution  approving  the  final  plans  and  specifications  sub- 
mitted by  United  Airlines  showing  their  new  1,470  space 
employee  parking  lot  on  Plot  E at  United's  Maintenance 
Operations  Center  to  replace  a parking  lot  being  vacated  due 
to  leasehold  termination. 

The  work  will  be  done  by  United  Airlines  at  their  own  and 
sole  expense  with  rental  credit  for  cost  of  any  additional 
import  fill  required  for  this  project.  The  estimated  cost 
of  the  project  is  $1,000,000. 


(5 )  Tenant  Improvement,  Avis  Rent-A-Car, 

North  Terminal  Office,  $15,000.00~ 

Resolution  approving  final  plans  and  specifications  sub- 
mitted by  Avis  Rent-A-Car  System,  Inc.,  showing  their  new 
office  in  the  North  Terminal. 

The  work  will  be  done  by  Avis  at  its  own  and  sole  expense 
and  without  rental  credit  at  an  estimated  cost  of  $15,000. 
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11.  Trailing  Calendar  of  Old  Business 


(1)  General  Aviation  Landing  Fees 

(A  recommendation  for  action  will  be  made  at  the 
November  20,  1979  Commission  meeting.) 

(2)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  made  at  the 
December  4,  1979  Commission  meeting.) 

( 3 ) Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 
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AIRPORTS  COMMISSION 
MEETING 

Tuesday,  November  20,  1979 


CALENDAR 


Call  to  Order 
Roll  Call 

Pledge  of  Allegiance 

Items  Initiated  by  Commissioners 

Agenda  Items  Involving  Airport  policies  or  Major 
Operational  Decisions  (see  attached  pages) 

Consent  Calendar  of  Routine  Administrative  Matters, 
(see  attached  pages) 

Items  Removed  from  Consent  Calendars 

Communications 

Trailing  Calendar  of  Old  Business  (see  attached  page£ 
Adjournment  of  Meeting  to  go  into  Executive  Session 
Executive  Session 
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5.  Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions . 

(1)  Supplemental  Appropriation  $1,663/500  Airport 
Operating  Funds 

Resolution  requesting  the  Mayor  to  recommend  to  the 
Board  of  Supervisors  a supplemental  appropriation 
in  the  total  amount  of  $1,663,500  to  cover  the  costs 
of  Professional  Services,  Capital  Projects,  Services 
of  other  departments,  contractual  services,  materials 
and  supplies,  overtime  and  equipment. 

(2)  Declaration  of  Emergency  - Roof  Leaks 

Resolution  approving  the  immediate  repair  to  the 
roofs  of  the  South  and  Central  Terminals  to  preclude 
further  damage  to  facilities. 

(3)  ( Financial  Liability  and  Security  Responsibilities  of 

Tenants 


Resolution  holding  Airport  tenant  financially  re- 
sponsible for  acts  of  its  commission  or  omission 
resulting  in  the  Airport  being  fined  by  the  Federal 
Aviation  Agency  or  any  other  agency. 
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6.  Consent  calendar  of  Routine  Administrative  Matters 

(1)  Approval  of  Claims  Settlements 

Resolution  approving  the  action  of  the  Director  of 
Airports,  with  the  approval  of  the  City  Attorney,  in 
the  settlement  and  compromise  of  claims  during  the 
months  of  July  through  October,  1979,  in  accordance 
with  Airports  Commission  Resolution  No.  74-0237. 

(2)  Award  of  Contract  No.  125 6A 


Resolution  awarding  Contract  No.  1256A,  Island  Ex- 
tension, Upper  Roadway,  North  Terminal  to  Valentine 
Corporation,  111  Pelican  Way,  San  Rafael,  CA  in  the 
amount  of  $11,888,00. 

The  work  in  this  contract  is  to  furnish  all  labor, 
materials  and  equipment  necessary  for  the  complete 
installation  of  lightweight  concrete  paving  with  re- 
inforcing steel. 

The  purpose  of  this  work  is  to  extend  the  center 
island  to  provide  pedestrians  with  more  walking  space 
between  the  railing  and  roadway  for  greater  safety. 

Bids  received  on  October  31,  1979: 


1.  Valentine  Corporation 

2.  Sarott  Construction  Co. 

3.  Anderson  Construction  Co, 

4 . Erbentraut  & Summers 

5 . Ambo  Concrete  Inc . 


$11,888.00 

$11,900,00 

$12,190.00 

$13,613.00 

$15,124.00 


Construction  time  is  30  calendar  days. 

This  contract  is  part  of  the  Airport  Expansion 
Program. 

(3)  Modification  No.  2 and  Completion  of  Airport  Contract 
No,  1183  - Overlay  and  Reconstruction,  Runway  10L-28R, 
Between  Taxiway s "EM  & "N" 

Resolution  accepting  the  work  under  Airport  Contract 
No,  1183,  Overlay  and  Reconstruction,  Runway  10L-28R, 
between  Taxiways  "E"  and  "NM,  as  satisfactorily  com- 
pleted; approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  2 in  the 
amount  of  $99,150.40;  extending  the  completion  date 
from  August  10,  1979  to  October  24,  1979;  and  approv- 
ing final  payment  in  the  amount  of  $180,605.83  in 
favor  of  the  contractor,  Branaugh  Excavating,  Inc., 
21483  Orange  Avenue,  Castro  Valley,  CA  94546. 

Original  Amount  of  Contract  $1,531.,  071 .40 

Modification  No.  1 (Debit)  4,887.50 

Modification  No.  2 (Debit)  99,150.40 
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Final  Amount  of  Contract 
Performance  Time  of  Contract 
(Original) 

(As  Modified) 

Effective  Date  of  Contract 
Original  Completion  Date-Phase  I 
Original  Completion  Date-Phase  II 
Actual  Completion  Date-Phase  I 
Actual  Completion  Date-Phase  II 


$1,635,109.30 

62  calendar  days 
185  calendar  days 
April  23,  1979 
June  3,  1979 
June  23,  1979 
June  2,  1979 
October  24,  1979 


This  contract  is  part  of  the  Federal  Aviation  Ad- 
ministration ADAP  Project  No.  6-06-0211-09. 


(4)  Modification  No.  2 and  Completion  of  Professional 
Services  Operations  Manual  for  Central  Heating  and 
Cooling  Plant 

Resolution  accepting  the  work  under  Professional 
Services  Agreement  with  Gayner  Engineers , Inc . , 
Controller's  No.  70880,  as  satisfactorily  completed; 
extending  the  completion  date  from  December  15,  1978 
to  October  12,  1979;  and  approving  and  requesting 
the  Controller's  certification  of  Credit  Modification 
No.  2 in  the  amount  of  $8,048.43. 

Original  Amount  of  Agreement 
Modification  No.  1 (Time  Extension) 

Modification  No.  2 (Credit) 

Final  Amount  of  Agreement 
Starting  Date 
Original  Completion  Date 
Actual  Completion  Date 


$50,000.00 
No  Additional  Cost 
($8,048.43) 
$41,951.57 
April  17,  1978 
August  17,  1978 
October  12,  1979 


(5)  Tenant  Improvement ; Texaco  - Relocate  Aviation  Fuel 
Facilities  in  Boarding  Area  A Project  Area 

Resolution  approving  the  final  plans  and  specifica- 
tions submitted  by  Texaco  showing  the  abandonment  of 
aviation  fuel  pipeline  facilities  around  Pier  G to 
accommodate  the  westerly  addition  to  the  South  Term- 
inal and  Boarding  Area  A Connector.  The  abandoned  lines 
will  be  filled  with  an  inert  material  in  accordance 
with  Airport  fire  code  requirements.  The  work  will 
be  done  by  Texaco  at  its  own  and  sole  expense  and 
without  rental  credit.  The  estimated  cost  is  $50,000.00. 


(6)  Hertz  Corporation  - Remodel  Customer  Check-In  Building 
at  Lot ‘A  - $40,000 


Resolution  approving  the  final  plans  and  specifications 
submitted  by  the  Hertz  Corporation  showing  modifica- 
tions to  their  customer  check-in  building  at  Lot  A to 
improve  operational  efficiency  and  customer  service. 

The  work  will  be  done  by  Hertz  at  their  own  and  sole 
expense  and  without  rental  credit.  The  estimated 
cost  is  $40,000.00. 

(7)  Tenant  Improvement  - National  Car  Rental  System,  Inc. 
Modification  of  Check-In  Facility  at  Lot  A - $30,000 

Resolution  approving  the  final  plans  and  specifications 
submitted  by  National  Car  Rental  showing  modifications 
to  its  check-in  facility  at  Lot  A-l  to  improve  opera- 
tional efficiency  and  customer  service.  The  work  will 
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be  done  by  National  Car  Rental  System,  Inc.  at  its 
own  and  sole  expense  and  without  rental  credit.  The 
estimated  cost  is  $30,000. 

(8)  Retirement  Resolution:  Joseph  Pidd 

Resolution  expressing  appreciation  to  Mr.  Joseph 
Pidd,  Assistant  Chief,  San  Francisco  Tower  on  his 
retirement  after  25  years  of  service  to  the  Airport. 


Page  5,  November  20 f 1979 


g.  Consent  Calendar  on  Contract  Modifications 


(1)  Airport  Contract  No.  1000  -Garage:  Stage  IV  - 

Superstructure  Addition  Modification  No,  72  (Debit)  - 
$8/843.00 


Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  72  to  Airport 
Contract  No.  1000,  in  the  total  debit  amount  of 
$8,843.00. 

This  modification  directs  the  contractor  to  revise 
the  designed  grade  beams  pile  caps,  slabs  and  sup- 
ports for  existing  conduits  and  modify  the  existing 
pull  box,  conduit  and  wiring  at  the  entrance  plaza 
in  order  to  avoid  conflicts  with  existing  utilities, 
and  to  add  anchor  bolts  and  base  plates  for  future 
clearance  bar  supports  at  the  entrance  gates. 


The  contractor  for  this  project  is  Robert  E.  McKee,  Inc. 


Original  Amount  of  Contract 
Previous  Modification  (Debit) 
Revised  Amount  of  Contract  to  Date 
Modification  No.  72  (Debit) 

Revised  Amount  of  Contract 


$50,414,395.00 

3,522,909.00 

53.937.304.00 
8,843.00 

53.946.147.00 


This  Contract  is  part  of  the  Airport  Expansion  Program. 
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9.  Trailing  Calendar  of  Old  Business 


(1)  Implementation  of  $.25  First  Hour  Garage  Fee 

(A  recommendation  for  action  will  be  made  at  the 
December  4,  1979  Commission  meeting.) 

(2)  Master  Plan  for  Cargo  Facilities 

(A  recommendation  for  action  will  be  made  at  the 
January  2,  1980  Commission  meeting.) 

(3)  General  Aviation  Landing  Fees 

(A  recommendation  for  action  will  be  made  at  the 
March  18,  1980  Commission  meeting.) 
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AIRPORTS  COMMISSION 
MEETING 

Tuesday,  December  4,  1979 


CALENDAR 


1.  Call  to  Order 

2.  Roll  Call 

3.  Pledge  of  Allegiance 

4.  Items  Initiated  by  Commissioners 

5.  Director's  Reports  (see  attached  page) 

6.  Agenda  Items  Involving  Airport  Policies  or  Major 

Operational  Decisions  (see  attached  pages) 

7.  Consent  Calendar  of  Routine  Administrative  Matters 

(see  attached  pages) . 

8.  Consent  Calendar  of  Contract  Modifications  (see 

attached  page) 

9.  Items  Removed  from  Consent  Calendars 

10.  Adjournment. 
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5.  Director's  Reports 


(1)  Airporter 1 s Downtown  Terminal 

Director's  Report  on  the  status  of  construction  at  the 
Downtown  Terminal. 


(2)  Energy  Conservation  - Airport  Facilities 

Many  energy  conservation  options  have  been  assessed  over 
the  past  year  and  the  Airport  has  reduced  energy  consumption. 
These  energy  saving  measures  are  cost  effective  as  well,  and 
we  realized  significant  power  savings. 


(3)  Proposal  by  Elsa  Cameron 

Director's  Report  on  Proposal  by  Elsa  Cameron  for  art  exhibits 
at  the  Airport. 


(4)  Implementation  of  FIRM  Project 


(5)  Attendance  of  Individual  Commissioners  at  Selection  Conferences 
and  Procedures  for  Selection  of  Personal  Services  Contractors. 

Director's  Report  submitting  suggestions  for  procedures  to  be 
utilized  for  selection  procedures. 


(6)  Signing  Program 

Director's  Report  on  the  staff  review  of  the  graphics  program 
for  the  roadways  and  Garage  at  the  Airport. 


(7)  Pre-Qualification,  Parking  Company  of  America 


(8 )  Director's  Report  - Status  of: 

Airport  Reorganization,  Decentralized  Civil  Service  Operation; 
and  Procedures  for  Employee  Discipline. 
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6.  Agenda  Items  Involving  Airport  Policies  or  Major  Operational 
Decisions. 


(9)  Reappropriation  of  Airport  Operating  Funds 

Resolution  requesting  the  Mayor  to  recommend  to  the  Board  of 
Supervisors  a supplemental  appropriation  in  the  total  amount 
of  $135,213  to  cover  the  cost  of  Permanent  Salaries,  Mandatory 
Fringe  Benefits  and  Office  Furniture  required  for  continuing 
Airport  operations  under  the  reorganization  plan,  and  rescind- 
ing $135,213  Permanent  Salaries  and  Mandatory  Fringe  Benefits. 


(10)  Reconsideration  of  Request  for  Supplemental  Appropriation  for 
Printing  Expenses. 


(11)  Landing  Fee  Charges  for  Commercial  Airlines  under  10,000 
Pounds  Using  Terminal  Facilities. 


(12)  Professional  Service  Agreement 

Art  Blum  Agency  Providing  Christmas  Programs  in  Central  and 
South  Terminals. 


(13)  Modification  to  Professional  Services  Agreement  - 
Arthur  Andersen  & Co . 


Modification  No.  4 to  the  Professional  Services  Agreement 
with  Arthur  Andersen  & Co.,  to  provide  the  necessary  repro- 
gramming efforts  required  for  the  transfer  of  Airport  elec- 
tronic data  processing  operations  from  one  service  center 
to  another  in  the  amount  of  $70,000. 


Original  amount  of  contract 
Previous  modifications 
This  modification 
Total  modification  contract 


$319,000 

50.000 

70.000 
$439,000 


(14)  Policies  on  Terminal  Space  Allocation 

Resolution  approving  and  adopting  new  Airport  policies  con- 
cerning Terminal  Space  Allocation. 


(15)  Resolution  Extending  Contract  Time  and  Approval  of  1980 
Budget,  Construction  Management  Consultants. 

Resolution  approving  and  requesting  the  Controller's  certi- 
fication of  Debit  Modification  No.  7 to  Construction  Manage- 
ment Consultants'  contract,  a joint  venture  of  Sverdrup  & 

Parcel  and  Associates,  Inc.  and  Stone,  Marraccini  and  Patterson, 
extending  their  contract  to  December  31,  1981  and  approving 
their  budget  of  $542,500.00  for  calendar  year  1980. 


(16)  Approval  of  Professional  Services  Agreement,  Young  and 
Associates,  A. I. A.,  Fire  Station  No.  1,  $92,500.00^ 

Resolution  approving  the  professional  services  agreement  and 
employment  of  Young  and  Associates,  A. I. A.  of  San  Francisco, 
to  provide  architectural/engineering  services  for  the  prepara- 
tion of  contract  plans  and  specifications  for  the  new  Fire 
Station  No.  1 at  the  Airport. 

Construction  budget  for  this  project  is  $1,500,000. 
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6.  Policy/Operational  Decisions  (continued) 


(17)  Approval  of  Professional  Services  Agreement,  $13,300.00, 
Stevens-Haag  & Associates,  Architects , Public  Reading 
Lounge , Boarding  Area  F,  North  Terminal-! 

Resolution  approving  the  professional  services  agreement 
and  employment  of  Stevens-Haag  & Associates,  Architects 
of  San  Francisco,  to  provide  architectural/engineering 
services  for  the  preparation  of  contract  plans  and  speci- 
fications for  the  Public  Reading  Lounge  in  Boarding  Area  F 
of  the  North  Terminal  Building.  Included  as  part  of  the 
work  is  the  design  of  a standard  kiosk  which  may  be  used 
throughout  the  terminal  area  for  display  of  announcements, 
coming  City  attractions  and  events,  photographic  displays, 
etc . 

Construction  budget  for  this  project  is  $100,000. 


(18)  Policies  and  Procedure  for  Construction  Contract  Approval. 

Resolution  adopting  policies  and  procedures  for  approval 
of  construction  contracts. 


(19)  Lease  Agreements  Covering  the  Following  Concessions : 

Newsstand  and  Bookshop,  Central  Terminal 
Newsstand  and  Bookshop,  South  Terminal 
Gift  and  Sundries  Shop,  Central  Terminal 


(20)  Award  of  Flower  Shop  Lease  - North  Terminal, 

Paradies  Airport  Shops,  IncT 

Two  bids  were  received  in  response  to  the  Commission's 
invitation.  The  lease  fixes  18%  as  the  percentage  of 
gross  revenues  payable  with  the  bid  item  being  the  minimum 
annual  guarantee  (no  bid  may  be  less  than  $26,000).  The 
bids  were: 


Paradies  Airport  Shops,  Inc.  $77,500 
Airport  Florists,  Inc.  $35,154 
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7.  Consent  Calendar  of  Routine  Administrative  Matters. 


(21)  Approval  of  Settlement  of  Litigation. 

This  resolution  approves  settlement  of  litigation  entitled 
Ann  Krumholtz  v.  City  & County  of  San  Francisco,  San  Mateo 
Superior  Court  No.  222-758,  by  the  payment  of  $4,500.00. 
Plaintiff  seeks  damages  for  alleged  personal  injuries  to 
her  back,  right  shoulder,  right  shoulder  blade,  right  side 
of  her  face,  right  arm  and  right  knee  as  the  result  of  a 
fall  alleged  to  have  occurred  on  December  22,  1977  on  the 
lower  level  sidewalk  outside  the  Central  Terminal. 


(22)  Modification  No.  1 and  Completion  of  Airport  Contract  No.  114 9R 
Relocation  and  Installation  of  Taxiway  Guidance  Signs. 

Resolution  accepting  the  work  under  Airport  Contract  No.  1149R, 
Relocation  and  Installation  of  Taxiway  Guidance  Signs,  as 
satisfactorily  completed;  approving  and  requesting  the  Control- 
ler's certification  of  Debit  Modification  No.  1 in  the  amount 
of  $1,053.44;  extending  the  completion  date  from  July  28,  1979 
to  November  12,  1979;  and  approving  final  payment  in  the  amount 
of  $6,751.67  in  favor  of  the  contractor,  Coast  Electric  Company 
2490  Middlefield  Road,  Redwood  City,  CA  94063. 


Original  amount  of  contract 
Modification  No.  1 (Debit) 
Final  amount  of  contract 
Performance  time  of  contract: 
(Original) 

(As  Modified) 

Effective  date  of  contract 
Original  completion  date 
Modified  completion  date 


$47,530.00 

1,053.44 

$48,583.44 

90  calendar  days 
197  calendar  days 
April  30,  1979 
July  28,  1979 
November  12,  1979 


This  contract  is  part  of  the  Federal  Aviation  Administration 
ADAP  Project  No.  8-06-0220-03. 


(23)  Bid  Call  for  Airport  Contract  No.  1075,  Concrete  Parking  Pad, 
Pier  "F" ~ 


Resolution  approving  the  final  plans  and  specifications  and 
authorizing  the  Director  of  Airports  to  call  for  bids  for 
Contract  No.  1075,  Concrete  Parking  Pads,  Pier  F. 

The  purpose  of  this  contract  is  to  construct  additional  con- 
crete pad  around  Pier  "F"  which  will  accommodate  today's  wide 
bodied  aircraft.  The  existing  asphalt  pavements  are  deterio- 
rating from  fuel  spills  and  the  existing  concrete  pads  are 
not  large  enough  for  the  larger  jets. 

Construction  time  is  130  calendar  days. 
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7.  Consent  Calendar  (continued) 


(24)  Bid  Call  - Contract  No.  1195 , 

Improvements  to  Drainage  Sumps , North  Terminal. 

Resolution  approving  the  final  plans  and  specifications  for 
Contract  No.  1195,  Improvements  to  Drainage  Sumps,  North 
Terminal,  and  authorizing  the  Director  of  Airports  to  adver- 
tize for  bids. 

The  purpose  of  this  contract  is  to  eliminate  the  possibility 
of  a fire  or  explosion  in  two  of  the  North  Terminal  Basement 
drainage  sumps  by  replacing  the  existing  pumps  with  explosion- 
proof  units  and  sealing  the  open  sumps  and  venting  them  out- 
side the  building. 

These  pumps  serve  the  building  foundation  drainage  system. 
Quantities  of  jet  fuel  have  been  found  to  enter  the  sumps 
along  with  ground  water  presenting  a safety  hazard. 

Construction  time  is  90  calendar  days. 


(25)  Tenant  Improvement:  ABC  Cigar  Company, 

Storage  Room  - North  Terminal. 

Resolution  approving  final  plans  and  specifications  submitted 
by  ABC  Cigar  Company,  showing  the  construction  of  a merchan- 
dise storage  area  in  assigned  space  at  the  ground  level  of 
the  North  Terminal.  The  work  will  be  done  by  ABC  Cigar 
Company  at  an  estimated  cost  of  $30,000,  with  a rental  credit 
for  the  cost  of  constructing  the  partition  between  their 
assigned  space  and  the  adjoining  storage  space. 


(26)  Modification  No.  9,  Shuttle  Bus  Agreement 

Resolution  approving  adjustment  in  hourly  rates  paid  for 
operation  of  Shuttle  Bus  Service  at  San  Francisco  International 
Airport,  due  to  increase  in  cost  of  gasoline  as  measured  by  the 
Index  of  Regular  Gasoline  Prices,  San  Francisco  - Oakland,  per 
Section  3 of  the  agreement. 
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8.  Consent  Calendar  of  Contract  Modifications. 


(27)  Modification  No.  16  (Debit) , Airport  Contract  No.  1015, 
Garage:  Stage  V - Final  Modifications , $15/764.00. 

Resolution  approving  and  requesting  the  Controller's 
certification  of  Debit  Modification  No.  16  to  Airport 
Contract  No.  1015,  Garage:  Stage  V - Final  Modifica- 

tions, in  the  total  amount  of  $15,764.00. 

The  contractor  for  this  project  is  Titan  Pacific  Con- 
struction Corporation. 

Modification  No.  16  provides  for  rerouting  of  the 
electrical  ductbank  within  the  Garage,  deletes  wall  wash 
lighting  and  authorizes  a time  extension  to  the  contract 
of  thirty  calendar  days. 

Original  amount  of  contract  $13,925,744.00 

Previous  modifications  (Net  Debit)  284,350.00 

Revised  amount  of  contract  to  date  $14,210,094.00 

Modification  No.  16  (Debit)  15,764.00 

Revised  amount  of  contract  $14,225,858.00 


## 
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December  5,  1979 


- NOTICE  OF  CANCELLATION  OF 
AIRPORTS  COMMISSION 
MEETING 


DOCUMENTS  DEPT. 

DEC  1 1 1979 


SAN  FRANCISCO 
PUBLIC  LIBRARY 


In  accordance  with  Rules  of  Order  of  the  San  Francisco 
Airports  Commission,  notice  is  hereby  given  that  the  regular 
meetings  of  the  Airports  Commission,-  scheduled  for  December 
18,  1979,  and  January  2,  1980,  are  CANCELLED. 


A 

Warren  D.  Hanson 

Acting  Commission  Secretary 


